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% 





•THE NONPAHEIL" 

Ciia?iiT:a G^mm-c St«i iFil^ 

'^r. is;o ii«e. ^ tsri^ 


Invoice 







wixire at 

«tt»»crl«tenaettt of Construction, 

^ -S. Public Building, 

Ohepenne, «r7o.,june 30,I904, 


ir.Lee Uliery, 

JJuperintenden^ of Construction, 


^ '*5 7 * • ^ 


U.S.Mint Building, Denver,Col. 


.ne oxrice under date of f bas directed .e to secure fro. 
or.ter and s»itb a proposal for placing rings in tbe front 
^els Of elevator enclosure,2d. and 3d. floors, for this build- 
ng and also directed ne to correspond with you about the mtter, 
lolosing to me certain correspondence which you have had with' 
le Office. I enclose to you a copy of Forster and Sraith's bid 
Id a copy of letter to the Office.The points l wish you would 
ify are the nuaber of rings and whether or not the grilles 
assembled as the contractors claim they are. 

Respectfully, 





copy 


.'■M 


JO 

% 

r. 

r: 




• Office of 

foPER.NT.No„„OP Construction, 

Building, 

o, i e Bheyenne, ffyo.,jmje 20 1904 

supervising Architect, , jl " 

Sir- ^*''*-»Wafhlngton,D.c. 

olf.“ : e jl 

' " )y / ^ ' 

Heplying to your co:nntanica\ion f j c p . 

enclosures reiative to placing certain rin^j T^^t 

- -e eievator enciosure .or this huiZ . : 

Proposal, in amount S150.00, ..on the t ' 

-in« this worh. There .iix e‘52 ri 

- t^at the parts o. this grliXe 
eonsequently this mahes the cost 

would be otherwise. i can not s . -i ^ ®^oess of what it 

rings as •+ ^ ® necessity of placing these 

g as It is thought the oanels wi:n 

panels will notjenough stiffer to 

arrant the extra cost. However if the Offio +s- 

’ Office thinks othei’wise, 

P ance of the proposal is recommended. 

Respectfully, 




(Signed) f.T.s.Hoyt, 


Sup »t. 





copy 


."•i 


r 

* 

Office of 

-g 

^UPSP^ENTOP Construction, 


Building, 


, 5 Cbeyenne, Wyo. 


Sit:- 


7 9 

Treasury gp>t.,Washington, d.c. 

; ^ I 


' .-ying to your ooionunication (j c p ^ ■ 

enclosures relative to • * • •) without date and 

- - elector enoloi::":" """ " ^^ 

^-Poeai. in amount Sx50.oo, rron thlTT’''”' " 

-ing this work. There wlix be 5s rln 

"" the parts of this grlUe .on infon. 

—ly this _ th! o;;: ofiTo”" -- 

-uid be otherwise, x ean not see the necessity' t '' 

as It is thought the panels will I J ^ 

warrant the extra cost. However, if the omo"T- 
aooeptance of the proposal is reco^eU. ^ 

^ I ' 

^ Respectfully, 

^ Signed) F.T.s.Hoyt, 




Oiierenne, vyo r„„ . 

9 TqrjA 

superintendent of Constn^otion, 

sir:- ^-S-Publio Building^ Cheyenne, wyo. 

Plein panel adjoining dolr'^reiej”'' 

floors, u. s. Public Building ch 3d. 

;/- .etal.Pi,.t^, ic venirir:: " 

-lohed 3.00th. thePe being about 

°P°^ly copper Plated to agree with otn 
to your satisfaetion for the au. of ‘ 

one hundred and fifty dollars 


Signature^ 


Forster and Smith, 
Address ^vo. 


150*00 ) 




POSTALTELEGRAPH 



CONHERCIAL CABLES 


TELECgAM 



bade <f tMs bhiifc- 


I ... L .. .... "n i^o oniM i>a«* f n 

O«oe, sS0J2i!L^ Bn.est ^ 

86 CH.Jl'-.v; 07 

* ■ JT v« V 

Wnshi strn,I).c.,June 18,19^,4 
S'Tt .Construction#,'feu- Mint, 

Denver,ccic, 

P* er-.i e P.nd forward sketches of boiler test tanks yenr letter 
thirteenth pivins present openings etc. 

E, Kemper 


0 . 


Acting Supervising Architect 


1022aDi 


(47777) 





rENVI]R,NT’^^ MINT 


INREPLYINO.OUOTE UPPER INITIAL, 
RICHT HAND CORNER. 


treasury department 



WASHINGTON June 18 , 1904 , 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado, 


Sir: 


I have to acknowledge receipt of your letter of the 14th 
instant in which you make inquiry relative to the manner of 
applying the varnish required in connection with work under 
the contract of Mr. James A. McGonigle for the completion 
of the building londer your charge, and you are advised that 
as the specification requires the best workmanship, it is 
the opinion of this Office that each of the three coats 
should be inibbed dovm with pumice and oil. Instead of only 
the last coat. 


Respectfully, 






Acting Supervising Architect, 


HM 




DEHVBR.HVtt Kjjjy 



y Inclosure 1577 *^^ASURy DEPartivi 


ENT 


.NMn,YrNG,QUOTiUP..ER,N,TUM. 

WIGHT HAND CORNER. 


'WASHINGTON Jtme 



21»1904. 




Superintendent ol* GonstTMi/»t -i 
New Mint Bulidi^f 

Denver, Colorado. 


SI 


•Aw • 


T}iei*e le Inclosect heT*P’»/it>i -e^ 

ea nere.ath, for yo^jr Infornatlon n 

copy Of DeTfertrnent letter of even 

0 en date acceptln<^ the pro¬ 
posal of Messrs, s 'pai + h s, n 

. Palth & coapany to deduct the sum of 

mu th.. th.i, 

Of Ml. OMMins mid., your oB„c., on .ooonn. of oMi.i*, 

toe drilling and mounting of storage battery rheostat on 

chboard. TJie Disbursing Agent has been advised of 
this deduction. 






Respect fuller. 

Acting Supervising Architect, 


i 





I 


«03sp« 8 Faith A caTiDanv. 

J .^27 Pem^lvanla Avenue, 

Phllarthlphln. 

Oent Jmaen: 

Your proposal, hstoh jtine is, 1904 

~ -__ _ j 

(«1 50) ^ * ””• ^ Ylx'ty cents 

t1?i,50i frona th6 anniinf 

;L eau^puentoc the no. Klnt . Penver, 

^ on aooount of omlttlns the drilling anh r«,unUhe 

« storage battery rheostat on ssltohboarh. a public erlgenoy 
requiring this rleduotlon In connection with eald contract. 

It Is understood and asreed that this acceptance 
l8 not to affect the time for the coiipietlon of the vox* os 
rsqulrod by the terns of the contract :that the sa.ue Is without 
*rqJudloo to any and all rights of the Unttol states thereunder; 
and without prejndlo6,al«o,to aiiy and all rlfrhta of the 
United a^calnst the aurettes on the bond executed fox 

^^*5 faithful fulfillment of the oontract. 

Please promptly aeJcnowledf:© receipt of thla letter. 

Respeotfiillyf 


Acting: 


Copy 


jr.C.Anderson, 

Denver, Oolor-Hdo 

Dear Sir:- 




Your favor of ths l «;*■>. 

V. ..,:.T.”l,tL’ .T"“ ”?■’’ 

• >>ase scaling 10 1/2 

ush, this is detailed full si.e on #151 eane height. 

on this scale drawlng#117 a section of window h shows base 
for attic 8" high and on detail #151 Cull site 8- high, <0.1 these 

lieights are from finished floor to top of base noiild,thi.s was mould for; 
I’oonjs, 

Thfi only ,scal« drawing we have of basement wood base is #127 
showing it in carpenter shop P” high and detailed .on #150 same height. 

In regard to base in the three attic rooms,that on floor 
Pian are mrked granolithic floor and fall to note anything about base, 
think scale #107 section A-A and #109 section tl-E which H>-e drawn 

‘‘^ough roon, between blacksmith shop and storage battery room.ought to 

y 4 41 or* ^rnii wlXJL not6 tJi.l s sftction dofts 

5o»ern all these pooras marked sini_ar < 

'“t show base in this small room. 

< to rive vou all the light possible. 

We ,rive vou these points to give . 

r ■ 11 do Whatever Mr.tMlery decides. 

• '>°n't want to be arbitrary a • iP^ediiAely and 

. . nr wide base moulding wri 

If he insists extra base wanted 

y -drawing of moulding «hd the number of « • ■ 

’“Jdth. „fr too long. 

J riTin OU * 1 

We me.d.e a ml. • resrectfuHy* 


f rt 4 rrn ^ 


.) nhes.t.Olcott 








section 




/. ^ I* 

. f- )/ec///i ^'//otli€yMr //(Hftlih f/ • ^ 

^ p/i/iit6i nf / r(- leii//7fi^'n f/ ^i/jpfirfifi/S' «> 




TMr UNITED STATES MINT. PHILADELPHIA. 
catinc vcVt'l^^ting a plumbing installed by s FAITH A ca 


y 2427-33 Pennsylvania Avenue? 


THE WITHERSPOON BUILDING, PHILADELPHIA 
PLUMBING INSTALLED BY STAITM A CO. 


'^^ouNTf^Y Work PmMprLYAmmEO Tom*- 



.Time 21, 



Mr .Lee Ullery, 

Superintendent, of Conetructton,Mint. TjnUrting, 

Denver, rolomdo. 

Sir:- 

We hftve to etate that we wl.i.l furnish and rl"-c« one cast iron 

* . to Arid Fume OhHmber,H.lnt DnllcUnL* in this city, 

manhole fre.ne and door to a.j 

_.$30,00 

for thfl sum of T'lIRTY nOT.IARS 

Respectfully, 
















tEuEPHONE Connection. 






THE UNITED STATES MINT, PHILADELPHIA ---- ^^i/j/JrJ/'i^i/l£C* 

heating.VENTILATING* PLUMBING INSTALLED BV s«iTH*ca ■- - ^ 

.fT ^il2^33j^N^LVANlAAvliii^ 


ma^P,aM,nyArrf,ofn To 


^ Vcum'sTn" 




J>9nver, Colo., Jxme 


4. 


Mr.Ij<^ft IT.l.J OTv, 

» f 

Superintendent of Constructl 


onjlfint Bti5,}ftin£;, 
Denver, Colorado, 


Sir:- 


Raferrlng to pi^raemph #45.=5 of the «pec.lf.to«tlon .for our contract 
Of Meohanioal Bquipnent.Mlnt «5ullrtin^ in this city, which requires two 
l-l/s* straightway bottom blow-o.ff valves for each boiler,we have to 

®^ec<^«t the eubstitution of an asbestos packed blow-off cock for one of 

» 

^^8 blow-off valves,and the said blow-off cock and other blow-off valve 
8Hch to be 2 inches in diameter instead of I- 1/2 inches. Although thjs 
change Involves additional expense to us,we hereby agree to do the work 
^i^-hout additional expense to the Government as we believe said suhstj- 
will niake the work more satisfactory than if carried out as speeJ 

fl8ds 

Reap actfull^ 




N 









Form No. 168, 


■TESTIOUir invioiv « 

OFFICES IN anierica."'®‘’ca®blJ^‘’ COlttPABTr. 


never closed. 


--- - WRY, President s 

"* wM^rif“ “"""'"’"" ••' 

1009oh.y(i.y.20-pai(}. Govt. 

Kw. V/ashington, DC,June, 28, 04. 

Superintendent Ullery, > 

'New Mint, Denver, Colo. 

Your services not necessary at leaaviiie superintendent on duty. 

J. K. Taylor Suptrvising Architect 

lllOam, 

Form No. 168. 

THE WESTERI^IOH TELBORAPH COMPART. 

OFFICES IN AIVIERICA._ CABLE S ERVICE TO ALL THE WORLD. 

bytte^nderof thefo’uowin,fme«,«e 

This is an UKREPBATED MESS A0£» and is deliyer^ by request of the sender, under the eonditions named abore. 

_ ROBERT C. CLOWRY, President and General Manage -^. 

RECEIVED tt fff4 to IMS 17th St., Denver, Colo. 

A / ' 

231 A* 013 .Ms 19 paid Govt 



\ • 

Supt Ne’v Mint Denver,Col* 

Forward additional ^sajrples Varnish and raw oil .^or test. 

J.K.Taylor, Supt. Architect 

318 



























Inclosure #606 DEPARTMENT 


IN R£PLYING,QUOTE JPPER INITIAL, 
RIGHT HAND CORNER. 


WASHINGTON Jime 32,190- 



Denver, Colorado. 

Sir: 


There Is Inclosed herevTith, for your information, a 
copy Of letter of even date requesting Messrs, s. Faith & 
contpany to submit a proposal for furnishing and installing 
a heavy cast brass trap on acid-proof sinks Included under 
their contract for the mechanical equipment of the huilding 
under your charge, and upon receipt from them of the proposal 
you will be further advised. 

You are directed to require the contractors to change 
the blanked connection in vertical acid-proof waste line in 
the refining room on second floor, which has been improperly 
placed and bricked into the wall. The inlet opening to be 
left pointing into the room with bell end free from floor 
and building wall. 

Respectfully, 



Acting Supervising Architect, 





Juno 

Keows. s. E. palth i 

-^■2427 Penn3viv„n4‘'®?^®"y» 

Avanue, 

ladalphta, P'^nnayivanla. 

OantiQiien: 

to yoo, ooo.,„. y.y 

Of t.,0 

«o tomootM ,0 

a rropoaal for irurrtlooi,i,<. an^i InotalUnc a hoevy oaat braoa 
tray on (sacn ot the aolfl-proof b1iik« Inolurteh In your said 


confcriictf sliatltir %o thoso in ub© on aotd-proof biIjikb 
in tho U. 3 , Mint 'bniXrUn^; at Philadelphia# Pem’syivmiia; 
too preoont In vortical acid waate linos on 

cellin^js, below whore 8in’:9 ar© to be located, are to be 


re jovod and •^Y** pattern jPlttin^e provided In the waste lines 
00 that connectlono between the traps aM etaoxa will be above 
the ri.rat floor line in each case, The porcelain acid-proof 
traps IneltidedfUxnder yoin* natd contract, for these alnKs , 
ahoxild be delivered to tiie superintendent of the building 

to b© held for fut;ir© us©* 

Respectfully# 

Acting supcrvlelng ArcnUcct. 





(PRiirrEi) hmdikg). 


Denver, coin t 

June 20,1904, 


Treasury Department, 

Office of Secretary of the tl q 

^^ishington, d!c!’ 

Dear Sir:- ! ’ 

Referring to'your Tett«=»y r^-p 

Mint in our city,I win say ihat thfchterp?! t '°"‘ract »lth the Kew 

'between 3500 and 4o5o Superintendent 

-- -Hsur:i\®fp®S llXirX 

deposited l^y.OO^with^thrsuperintendenrio/*'®" ^ ^ u-«o 

is oniyloFcn Too."-r ‘h-e 

entirely,but I will accent ioq <5 nn given hack the $47.00 

scrape iron which has been taken awav^s^'na^^fence but not on the 
mn every cent that is ctminf tS 117 '’®" ''’"‘'•'‘o*- I *111 also ««- 

contractSfttSut f^t/Jr'de^'ay,"'? iT^ilT 

Yours respectfully, 

(Signed) D.Goldstein. 


druver tov mikt. 


TREASURY DEPARTMENT, 

Office of Supervising Architect, 

June 25,1904. 

Respectfully referred to the Superintendent of Construction,New Mint, 
Denver, Colorado, to be returned with an explanation;and with the in¬ 
formation that the check indicated has been deposited and is now in 
course of collection. 


(Signed) 


J.K. Taylor, 

Supervising Architect. 


NEW MINT BUILDING 

Denver, Colo., June 30,1904. 

^Sspectfully returned with the 2^000 sq.ft.,more or 

ror bids,stated "The flagging of old °"L as required by the 

■assjwas to be sold,and Mr.Ooldstein bid on th statement t® Jlra 

'Pecification,and I am satisfied specified. If “r.Oold- 

'hat there was more than the amount of f- C5 himself as all ^l®ria- 
>teln was mistaken he hL no one 1° the other material. 

'as in plain sight and he saw the tee II|l^|„,e„dent. 








dehver nev/ Uint. 



Inelosure 1200 . Departm 


ent 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHTHANO CORNER. 


WASHINGTON ^ 

June 23,1904, 


superintendent of Conetructi 
New Mint Building 
Denver,Colorado. 


on, 


Sir: 


nc. oee herewith, for your information and the flies of 
your Office, a copy of Department letter of even date, accepting 
the proposal of s. Faith & company to mahe certain changes in 
the ecomomizer included in their contract for the mechanical 
equipment of the building in your charge, without additional 
cost to tho Government, as stated in the acceptance. 




Respectfully, 


JSS 



*k 

\ 


% 





.-Mmo sc , in 04. 

5.?nlth ft Co 
iiint 

SWiV^y.Ooioyii,!^, 

in loit -oo...n.4tio„ nont^ln^ 

In^ nu liwtant, fjro® mjswintm»<t«fa or con- 

RtJniaUoa or io« g«u^in«,B,„v«r,CoUM4o, youj- pro- 

P^S‘«.i,tlst.(»,* tHa ieth InBiftnt, i« nwoby aocoptwi for r'ortain 

ch*iRf3B in t.he aoo»o!rl8«r inoiaded in your tjontract for too «•.*. 

ehsniosl, oqaipfsar.t of tn® InuidInEjIn aecordsnoo with tno torKo 

of yoiAT P¥*Oi>Of^ftXji iis'i'triout 8.44i^ric>?Ttai t© ii 

l‘Ub.lic «?ri|yonov T*iqnkrtm t/h© in ih*s worK, 

> ^ It !« n»4<^r*^to©4 an4 tHti tnia ^c^«^pt&ixjo l« 

Tiot IQ tiw tor th<5» oofr.ijJ.«iiiQ)i of tn*> »» r^afinlrod 

Ijy %M of TOUT ooRtrrTcti t4?jt th‘^ i« p'*<»;ju»'^ic€i 

to any nn4 f^Xl of kn*>^ Unit«i Ststo?^ iritnotii 

projvji4i.oo,n.l«o, to any «.U rignin of th»» Uni ton stat^sf* 9f^imX 

o?i t?Tia »>on<l for AiK 

# 

Of tn<^ oontr^oi 


h 0 


aoKnowA**!®® ^0“ raaaipt of inta iattar. 

K<^ll>p09 tfijliy t 


Aotlns Saorwtnry. 




■* 



N replying,QUOTE UPPER INITIAL, 
right HAND CORNER. 


EUCLOSUHE 1246. 


TI^EASURV OEPARTME., ^ 

WASHINGTON Jme 23, 1904. 


The Superintendent of Oonstmetlon, 


c 



Sir: 


U* Se Mint 

Denver. Col, 


For your information find herewith oopy of office let 
ter of this date, addressed to 3. ratlh and Company, oon- 
traotor* for medianioal eqaipmmt of the building for whioh 
you are Superintendent, adflslag them of approral of ttieir 
drawing showing proposed nsthod of ooreilng opening in wall 
for machine for lift |f2, oopy of whioh foffloe number 2-285) 
will be fOTUid enclosed. 


Respe otfally. 



•v. 



DKHTi'R MIS? (SEW). 
’£aD 


June £3, 19C4. 


fiSCIOEURE 1S44. 


MeB&rs* S* Ft-lth and Coinpany, 

J3P &4E7 Pennsylvania Avenue, 

^lladelphia. Pa. 


Sirs: 


Heferrintj to your contract for medhenloal equipment 
of the IJ. S, Kint (new), Denver, Col., receipt is aolrnowl** 
edged of your letter of the EOth inetant, enolosing three 
prints of your drawing 4ri-P-79, showing Ttroposed Toethod of 
CO VO ling opening in well for machine for lift ^8. 

Tlie drawing is approved, end one copy (office number 

2-285) will be found enclosed. 

Respectfully, 

(Signed) J.K.Taylor 


Supe rvis Ing Arcfli i te ct. 


DENVER new MINT, 



•N RCPLYiNO.QUOTf UPPER INITIAL. 
right HAND CORNER. 


Inclosiire 1199. treasury DEPARTMENT 

WASHINGTON June 23,1904 



Denver,Colorado. 

Sir: 

08 e herewith, for your infonnation and the fiiea of 
7our Office, a copy of Department latter of even date, accepting 
he proposal of s. Faith & Oo. ,a8 recommended in your letter of 
the 17th instant, to deduct the sum of thirty dollars («30.00) 
from the amount of their contract for the mechanical equipment 
Of the building in your charge, on account of reusing certain 
cast iron drain pipe, cesspools and cleanout,as stated. 

The Disbursing Agent has been advised of this deduction. 

Respectfully, 




JSC 



Sa^ervisisg-^^PcHitoct, 




• • 


ifo^ uxnl Hnuum,' 
r)^nv*5r,f;o<lora<to. 


Qfin%X&r?«*ni 


Juno a?,i>C4. 


In viQw of ino otator.ont «n«t roooR-rujnaaUoft oontfiinod 
in of tho froi?; t^o 8nporlntor4ont o» con- 

dlriiotion of tn« )4lnt ifuAMiOf" At Donv«<r,Colorado,Koup 
PPopoRAi. j'lAtol tho X6t»h inwtant, lo Ji*3pot>y Acooptod to doduat 
iho is-un of thA»*tK dolUra (^SO.OO) rrojf tho a ount of '/our oon- 
tract fOT tno ifiOoh*5inloal o*pilj?ir5ont of the eairi building, on 
aooount of u»ing oortain ^8-inch oa»t iron drain pipe,coe«pooie 
and el^anout ,whioh had poroved and not int«nd«sd to 

0^ r^ue^fd, tno amount of the dMuctlon feoinn dooi«*»ad adequate, 

and a public roquirinr, thlB action. 

It ifi undo.t?'tood and that thl» aocoptaiioe le 

not to affoot tho tiwo for the oojspiotlcn of the wopK aa required 

-br tf^e tec-snf- of your oontraet; that the Rarae ia without prejudice 

,w>» ri'-hta o- the ynltod rtatee therm«nder;md without 
to a>'*y ^***’ 

pr.ju-ll-)o..loo. to 

tn. on fuiriii^.nt 

of t!-iijji contract* 

J» 

# 


Acting seerotar/. 


SANTA FE' 
S 




In replying to thie Letter 
iitiaJa in u 


Ml 

comer mus 


- the 

upper right-hand 
ist be ' 


5 referred to. 


itr. Lee Ullery, 


Treasury Department 








Washington, 22, 1904. 




Superintendent of Construction, 
U*S, l'.(int (New), 



Denver, Colorado. 


The Depai’toent has entered into a contract vdth F.P. Crichton 
of Santa Fe', New Mexico, in the sum of $S,250.00, for repairs, 
paintir.g, etc., at-„the Court House, &c., buildiiig at that point; 
time for completion 90 days; bond approved on the 16th instant. 

The Custodian, in letter of the 17th instant, states that the 
contractor would begin work on tho 20th instant. 

You are now directed to visit the building named, confer fully 
vdth the Custodian as to the character and extent of the work, ex- 


9inine into the conditions then existing, and report the result to 
the Supervising ibrchitect. You will arrange vdth the Custodian 
as to the best date for a second visit to be made by you to the 
building, and at the proper time you will make such, reporting 
the result in the usual manner. In your second report, you will 
state whether a further and final exa^rdnation of the work should 
be made, and if so, the probable date of such visit. 

Upon con 5 )letion of your duties at Santa Fe*, under the two 
visits herein authorized, return to Denver Colorado. 

Acknowledging the rfeceipt of this letter, by wire,giving the 


date of your first visit. 


Page 2. 


SANTA FE'.June 22,1904.L1r.Lee Ullery,Supt.Con.' 




Your actual traveling and subsistance ezpenses, vdiile in 
the performance of these duties, will be paid from appropriations 
under the control of the Supervising Architect of this Department# 



S. . 

T. 




rai (ITEW). 


MS 


treasury department 


WASHINGTON June 28, 1904. 


IN RCPLYIHG.QUOTf UPPER INITIAL. 


FORWABSIM. 



Referrixig to your letters (2) of June 1312i and 20th 
on the subject of boiler test tanks, you are advised that copy 
of sketch enclosed in letter of the 20th has been sent you to¬ 
day, under separate cover, and you are requested to obtain 
from the S. H. Supply Company, owners of the tanks referred 
to, a formal proposal &r the sale of same (in aooordanoe with 
prices quoted in your letter of the IStU). under a guarantee 
that they are water-ti^t, with an additional anount for makln, 
the ohanges and additions indicated in sketch, which include 



and pipes under tanks. 


The proposal should also include deliyery at the 


building. 



omnendation. as soon os possible. 


Re spe otfttlly• 



HmVER HEW IIEOT. 



inreplying.quote upper initial. 
RIGHT HAND CORNER. 


Enclosure 486# ' 




treasury department 

WASHINGTON June 27 1 


5 

1904. 



Superintendent of Construction, 
Jew Mint, ’ 

Denver, Colorado. 



Sir: 


Eor your information, find enclosed copy of a report dated 
the 22nd instant, as the result of a shop inspection of the 
lighting fixtures to he installed at the building under your 


charge• 


Samples of leaf ornament for the one light brackets, type 


D, No.20,976, have been received from the contractors. 
. Respectfully, 







treasury department d 

OFFICE OF THE SECRETARY 

WASHINGTON , June 22,1904. 


The SuperTisinc Arohiteot, 

Treasury Department. 

Sir: 

In oljedience to instructions contained in Department 
letter dated June flO, 1904, I visited the establishment of I’he 
l itohell Vance Companyi Hew York City and made an inspection of 
the lighting fixtures in process of manufacture by said Com¬ 
pany for the new Mint, Denver, Colorado.' 

As a result of the examination and inspection of 
such fixtures aB| are now completed and practically ready for 

I 

shipment, I have the honor to report as follows: 

Fixtures in the following schedule oubotontlally 
conform in all details with the specification and oontract draw- 

■ ■ I 

lags, in dimensions, character and detail of modeling and ornament 
character, thickness and gauge of metal (spun or cast), and in 
workmanship, general construction and appearance, and I recom¬ 
mend their acceptance, subject to final inspection when in 

place in building* 

In most instances spun metal parts are from two to 
four gauce. haafler than that op.olfled in order to provide 
ouffieient thiokneea for the opinning and finiehing operation.. 



—Supervising Architect,** 


(2) 


ihe ceiling fixtures type 
casting somewhat deeper and heavier 
tut Of the same style of ornament, 


C, have a globe holder ring 
than that shown on drawing, 
this change having proved de* 


airatle to secure neoeoeory rleldUy of frame and prorlde euf. 
fioient metal for hinge and holt oatoii, The total depth of the 
fixture is the same however ao ohovm on the contract drawing and 


the change is a betterment* 


LIST OF FIXTURES. 

Typo C, Ho, 20,966 

• F » 20,972 

• K " 20,975 

• L « 20,967 

** If "90 06A 

** " 39*with finial switch, 

“ 39 with pendant switch. 

All the fixtures in this list are ready for shipment 
who: assembled, the oastings and other parts being finished and, 
in i my cases, already assembled. 

The 54 1-light brackets, type D Ho,20,976 are also 
all finished and assembled. In this fixture the leaf ornament 
of t:.e console arm has not been modeled with the depth and bold- 
noaa shown on the contract drawing and I indicated to the con¬ 
tractor the changes necessary to secure the required result. 

Upor coit®letlon of the new pattern the contractor will forward for 
apiM-oval a casting in the rough showing the new leaf. 



(3) 


SuperTiBlnr Architect.., 


A QXlght hut uniffiportont /.hn. .. 

^ change has been made in th« 

T " ““ .....r V 

ImproTing the reoult rather than otherwlee r 

.V,. , otnerwiee. r recommend that 

latter deviation he accepted hut that the leaf caetlng 

above referred to be replaced hy one oonformlng with contract 

•brawlng, and that Inctruotlono to chip thio future be de- 

ed until the modified casting receives the approval of the 
IJepar tment, 


The caatinco of fixtures listed as follows were In* 
apected In the rough and found to generally conform with the 
.contract requirements In dimenaiono, style of ornament and 
“Odellng. The contractor stated that these fixtures would be 
conqpieted in about two weeks e 

Type A, Ho. 20971, 

" B, 

" E, Ho. 20,970 

■ G, No. 80,969. 

C 

In fixture, type E, Ho. 20,970, the contractor pro- 
PC'^os to use a heavy rolled brass plate for the bottom plate 
Of fixture In lieu of a casting. As this member of the fixture 
has a plain surface I am of the opinion that the surface of 
the rolled plate will finish with greater freedran from defects 
«nc sand holes than a casting, and I recommend the approval 
Of thlo oonotruotlon, ths weight of the metal being about the 
Ban© in either case. 


Superrlolne Architect.— 


(4) 


The finieh cf all flxturee la old or "mmloh" 
hraca with hlach 1 „ receooed portloaa of oaotin.a and woa 
stated by the contractor to ocreo »ith the aoa«,leo of fmioh 
accepted by the Department and now in the pooaeoolon of the 
superintendent of Conatruction of the hint, Denver. Colorado. 
The flnioh appeared of uniform tone and well executed. 

Respectfully, 



Inspector of Electric 
Light Plants. 



Office of Supervising Architoct f 
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IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 




treasury department 

WASHINGTON ^9,19 



Superintendent, 

U. S. Mint, (New), 

^^^t^Denver, Colo. 

Sir:- 

Enclosed herewith for your information, find copy of report 
dated the 24th instant, sjibmitted by Mr. W.O.Saville, in relation 
to boiler test of the two south boilers at the building under 
your charge. The test as made by the Inspector is satisfactory. 


Be spec t fully, 




®fticz of 

-S' Mint flirting, 

a4,lM4. 






"if;- 


\ ?v<N»'« ln^v7m ^ht\f J h>‘r^ hy-irapt^t^^ <ir two 

g^A Cjity 

fvn(!<»r ^ r0Jtpv»y*^< ftr.>it:r<^f. 

’'«AHr5n:!<^fv? nt ^v,« H;a* tMfl ciny# fw» 

«).rtBnvfif<K! ftt th*> «>•«'.« P#' ‘'«* t«?N*8, f nt!n>>w' vf hmitn pJne» 

‘’>*h« ;-.j^.ft ^r.-r^iV-JSS J.Pr.!=:=.<1;!vWl J.fffiV.n «-.:•« r<.*«r-f.W« >n 

..<• rl.r.f^.Ar:'^ t h:v. .-8VV,r f>„V_ ^r- ?--- '-'' '•’'* 

H-'sMlifti . «. *n ‘••(r ^ r-M* 


thu 




tx7> 







>8 







DK1TVFR,NJ5W MIHt 



IN REPlYINO.QU(yrE UPPER INITIAL. 
RIGHTHANO CORNER. 




treasury DEPARTMENT 

WASHINGTON 

June 28,1904, 


superintendent of Construction 
.A new Mint B^ulldlne, 

T)©nvep, Coiora^io, 

Sir: 




1 have to ao>cno-,nedee receipt of y.. letter of «e .let 
inctant relative to certain ,ood base sorting on the .d 
floor and m attic rooao of the bulinins tmder yen- charee, 
and you are directed to require additional height of raoldlng 
01 . base s.clrtlng.ln attic rooras and where necessary dn 3d 
floor, to line with top of plinths In accordance with drawings; 
and to require wood skirting In all finished attic rooas In 
accordance with the specification. 

Respectfully, 



i 

HK 




J’OWaRdijio treasury department 


Washington 


IN REIH.YINQ.QUOn UPPER INITIAL. 
RIGHTMANO CORNER. 


June 28 


Si^erintendent cf Construction. 

^ i;eiT Hint Bulidin--, 

Denver, Colorado. 


(JY^ 



Thj.s Office is in recpint n-p on *.*. 

n receipt of a letter dated the I8th 

instant, from the Aotlng Director of the Hint, relative to 

floor for engine rooM in t>>e bv-lldlhg under your charge, and 

there is iOrwerded to you herewith, xmder separate cover, a 

copy of drawing #286, and you are directed to obtain proposals 

for the work indicated thereon, and forward them to this 

Office with your definite recommendation. 

Respectfully, 



Kk: 



DSNVERjNEW mint 



IN REPLYINO.QUOTE UPPER INITIAL, 
RIGHTHANDCORNER. 




'TREASURY department 

WASHINGTON Juiie S 8 , 1904 . 


Superintende of Conotrnction 
Ne’j Mint Building, ' ^ 

I DcnvQT* j Colors^sdo, 

Sir: 

There is inclosei herewith, for yo^o- Informtlon, a 
copy of letter of even date relative to chances in connection 
nith acid-proof sinXs at the building under yoinc charge, 
vmioh is self-explanatory. 

Respectfully, 



HM 












\ 


Me3f3r«, 


Jfttth ft Oompanv, 

Avon.», 

PhllaiiQiphla, Pennsylvania. 


Oen tinmen; 


I have to aoXno-.Tle-lre the receipt of yo-u- proposal 
of the 84th instant, in a:aount ^loo.oo, for chanjlnc traps 
under acid-proof elnXs in the tt. s. Mint o-vlldin,«: at Denver, 
Colorado, and you are adv^.aed that your proposal is considered 
excessive, and yon are requested to sub.ult a proposal in a 
more reasonable a lount, for the work referred to, stating 
separate anounts for the various items. 

You are also advised that no chare© should be .oad© 
for the »?»* flttinr^s to be inserted in the vertical aold-ppoof 
lines, as the *'T" fittings which have been placed in these 
lines are not in accordance with specification, which requires 
•Y" fittings and l/8 bends to be need wherever possible. 

You are also reg^iested to submit a proposal to furnish 
and install apeolal branch fittinsa in the vertical aold-ppoof 
lines in place of the present -T» flttince, said special fittings 
to have the branch and bend molded in one Piece of earthaneare and 
designed so that inlet wiU come at the floor line,in proper po- 
sition for direct connection with the porcelain acid-proof 

traps already approved. R^gpeotfuiiy# 


HU 


Supervl sing Archttoot• 



DEiraE. NE17 MINT 



Inclosizre 649 


N ftCnyiNG.OUOTE UPPER INtTTAL. 
P»ftMT HAND CORNER. 


treasury DEPARTMENT 

WASHINGTON July 2,1904.*^ 


Superintendent of Oonstm^+s 
lieu Mint BuilSnl; 

Denver, Colorado. 

Sir: 

There Is inclosed herewith, for your lnfor«aWo„, a 

copy Of Departiaent letter of even date aoceptlnr ta 

T^-P V accepting the proposal 

to tonll («S0.00), 

add f, 

aetd time ohan.er In tna .ulldlng under your cnar.e, all 
as set iorth in said letter of aooeptanoe. 

You are hereby authorised to certify and Issue vouchers 
on account of the worh, as required by the terns of the con¬ 
tract and the printed "Instructions to Superintendents, » 

Payiaent of which vouchers the Disbursing Agent has been 

authorized to make from the appropriation for Mint Building, 
Denver, Colorado, 

Respectfully, 


HM 




■y ..4 




July ;M904. 


MesBrs* S. Palth h Conpany, 

f?A2^ Pennsylvania Avenue^ 

Philaielp^ta, PenneyIv anla. 


Ger»tl»)i \en: 

In view of the statement and recoinraendatlon contained 
in le+.ter datpd June Ha, IHOA, from the superlnte-ident of 
OonBtr'Aotion of t’lo new Hint ')ulldln,r: at Denver, aolorndo, 
your proposal, dated Juno Hi,1904, addroBne.! to ni7A, in anount 
thirty Aollnrs (fso.oo) Is horehy accented to famish and 
place one oast Iron mnhole frame and door to acid iiu.e 
=ha 7 *er, in oaid halldinn, the amount heinc dee u,d reasonahle 

and a puhllc exifency rei-rlrlnG this addition to yo,u. con- 

> -I t of tho huildin^. 

tract for the nechanioal -q P • 

agreed that this acoeptn -oe 

Tt is understood ond a...r6- 

„ time for the eo-nnlctlon o- the eorlc as 

is not to affect 

required ’hr the tems^^^ 

tn.rw.--''"' ■ ■' ■ on ,»« 1»“ 

««>" 

onltnt'il falfin^ Inttsr. 

_ for the fait aaicnovrledee receipt o 

pieaso proTO-ti. 






■) 


■. 


T 

OWD 

HM 


(PRINTRD TIRADIITCt.) 


Denver, Colo., Jluy 7th,1904, 


Supt Construction, 

U.S.Mint Building, 


De;ir Sir:- 


Denver, Colorado. 


In response to your favor of the 2nd beg to advise you 
that we will furnish you the three tanks as per your plans for the 
sum of $15. each or $45. for the three. As per your request,we in¬ 
close you the sketch of the tanks. 

Trusting you yill favor us with your order and assuring 

you of our prompt and careful attention,we are 

Yours very truly, 

(Signed) THR S.H.SUPPLY COfiPANY 

Br Geo.C.Morse 

R. 
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Office of Superintendent of. 



























fPRlJTTTilD HRADBTa. 


) 


i i A , ,June 14,1904 

Supervislnt; Architect, >-•'^^4. 

Treasury P6part’Tient,Wa«?hiMrr+ 

Sir:- »^^®^in£;ton,D,C, 

J have the honor to ^'eport a-t. 

Post Offlc« bulWins under nv chan4 dourt tiouse * 

■ PHtcbes Of composJt, in oondltlon^t 

uO this, the gutters are ie«iriyir- past vear, in 

and the outer «utter,\av;*^^iS^^;;« huve broken loose%; so™ p?«ii 
down several feet In some inst.w^ ?here''“ ’ 

-ights over the post office work'room Ins ? *'*«u*y-bbres broken 

one 01 - the employes. There are, a’so' tunll striking 

over main building. ’ lights cracked in skylight 

appearance'of bhe°bulldiii/’^A*T''the wfi unclean 

er having been oleaned.altAougrrintJeS hrrea-ance of nev- 

prove their appearance. I would tw ?, "'*** i™- 

SO that they may be washed bv th^' ^— the walls be painted 

All the wood work about ^he bu^^dl n^”i ceilings calcinilned 

Pecially is this t-u^ of tL wind^wf and es- 

P^iared in some cases. vindows, as t.he finish has ertirely disap- 

the necessity and extent of repai^rneeded. 

Most respectfully, 

JT.L ,P»*lce, 

_ Acting Custodian, 

^ TRKASTIRY DRPART”TRhT - —- 

OPPIOR OP THP SIIPERVisilTO ARCH!TROT 

June 17,1904. 

referred to Mr.Lee Ullery,Superintendent of donstructlon 
tvia Denver, Colorado,for an exa.mination and report in regard to 

tne conditions noted herein;this letter to be returned with the report 
ana sp‘ecifications and estimates for the work found necessary. 

; C.P,Kemper, 

Acting Supervi.slng Architect. 


WW MINT BfJILDINa'jdPPICR OP SiTPMlNTW"DRliT, .. 

Denver, Colo., July 8,1904. 

^®spectfully returned to Mr.C.P.Kemper,Acting Supervising Architect, 
TJ'easury pepart.ment,Washington,D.C. with statement that the building 
^^ntloned herein has been examined and conditions as stated in the Cus- 
todian’s letter forma correct and repairs and painting found necessary, 
ior Which work I have prei)«\red a specification,copy of which is enlos- 
herewith. The estimated cost of the work being approximately ^4000. 

Lee Ullery, 

Superintendent. 






No. of Inclosures, 



Office of Superintendent of. 
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Itt replyino to th«s Letter the 
initial* in upper right-hano 

CORNER MUST BE REPERREO Ta 


Treasury Department. 

OFFICE OF THE SECRETARY. ^ 

Washington. June 25 , 1904 .^'' 


Mr. Lee Ullery, 

Superintendent of Construction, 

ITew Mint, » 

Denver, Colorado. 

Sir: 


A contract Is in force with The Piper Brothers Company, 
in the sum of $2,297.00, for change in screens, new screen, 
new vault, &c., at the Post-Office building, at Pueblo, Colo- 
rado; time for completion 100 days. The bond was approved on 
the 20th instant, and the Custodian states that active work 

commence about the 5th proximo. 

You are requested to make two visits to the building named, 
during the coming month, for the purpose of examining and re¬ 
porting upon the work and materials supplied, you to arrange 
with the Custodian as to the dates when such visits should be 
made. 

ITpon completion of each visit, return to Denver, Colorado. 

The Custodian of the building has been informed of your 
intended visits. 

Your traveling and subsistence expenses while in the per- 

A 

formance of these duties, will be paid from appropriations 
^nder the control of the Supervising Architect of this Depart- 
aient. 



DBllTER.HEir MIWC 

lnolo>«re 1427 DEPARTMENT ^ 

WASHINGTON July 8,1904. 

IN REPLYING.QUOTE UPPER 'NITIAL. 

RIGHT HAND CORNER. 

Superintendent of Construction, 

New Mint Building, 

Denver, Colorado• 

9 

Sir: 

There is inclosed herewith, for i;-our information, a 
copy of a letter of even date relative to heater in connection 
with the contract of Messrs. S. Faith & company for the 
mechanical equipment of the huilding under your charge, which 
letter is self-exr)lanatory« 



Respectfully, 



j)iWTSR,»^ MINT 


L 


July 6 , 1904 * 


;or 
sun 


Honsra* 3« Faith ^ Gonrany, 
y?A9^ P^nnaylvanla AvanuOf 

Philadelphia* Pennsylvania. 

(>enUe:nen; 

I have to acKnowlodge the receipt of yonr lett* 
of the let iristant in which you propose to deduct the 
of ^ 80.00 fl^ora the amount to he paid you binder your contract 
for the mechanical acjuipnent of the new Mint buildlniT at 
Denver, Colorado, if pemlUed to substitute a beater as shown 
on blue prints inclosed In ’/oixr letter, in. lieu of the type 
of heater called for by your contreot, and you are advised that 
ouch proposal la rejected as the dednotlon does not represent 
the nroper difference in value between the two heaters; also 
as the heater denoribed in the speclfloatlon for this worlc is 
the sane tvpe as was f^n^nlsned by you ,xnder yo-^ contract for 

Of "" ° ” 

, omce to nrepare dr-.wlnGS ss reqiieated. 

nscennari^ for thif 5 O-tnee - 
neces arj 

If you desire to use „o„siderntlon to the chance 

uitted,thi 3 Office wUX -ly ^ 

on condition that you su the opera- 

action Of not less a 

tlon of the 


pEKVSRfKKW 8,X904.S.?aith h co*_ 2 


and to be natlsfnct^ry In all other ree^eota. g,M propoaal 
laust. cover the renoval of the heater if unaatlafactory, and 

the supply of a heater of the type specified without Increase 
in the present contract price. 


Kespectfaily, 


Supervising Architect, 


mi 


i 



PRIITTED HEADING. 


fflP-' 

Denver, Colo., July 13,1904. 


!ir^ 


.;ee 


\]llerVf 


superintendent of Construction,New Mint, 

Denver, Colorado. 


Sir:' 


Enclosed herewith please find letter of the 25th ultimo from the 
j{er!‘Marble Stone Company,representing our suh-contractors for the 
garble work under our contract for the Mechanical Equipment of the Mint 
BulWirg in this city,which; letter please read and inform us of your 
decision in the matter. 


Yours respectfully, 

(Signed S.Faith ^ Company 




M 





(PRINTED HEADING) 

Denver,Colo., June 25,1904. 


‘fissrs.S.Paith & Company, 

New Mint Building, 

n . Denver, 

*^6ntleiTjen: - 


Colo. 


. In getting out the marble v/ork which we are putting in for 
the Mint Building,we find that a mistake has been made on the 
'Set fronts in toilet room No.4. 

u 7he bottom of the fronts have been rounded to the same radius as 
j. We notice on the details that these fronts should have been 

on the bottom,the doors coming down to t)ie bottom of the mar- 
' i^hich is 12" above the floor. 

njjj. ^0 change this would now necessitate bringing new marble from Ver- 
»Jjfhich would cause considerable delay,and to remedy the mistake 
the doors could be raised 2" or 14" from the floor. 

^^11 you kindly take this matter up with Mr.lTllery immediately 
Sg this arrangement will be satisfactory,or if it will be 

take out the fronts now in place arid put in new ones made 
"ilng to detail. 

Very truly yours. 


THR KERR MARBLE Sc STOIvTB CO. 
By J.W.G.Kerr. 











•M REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


treasury department 

WASHINGTON July 11,1904. 

C^rf 


c 

Superintendent of Construction, 

U. S, Mint, 

Denver, Colorado, 

Sir: 

Referring to your letter of the 23rd ultimo, in connection 
with proposals for repaving the driveway at the Post Office and 
Court House buildir^ in your city, you are now advised that the 
DepartiiBnt on the 9th instant accepted the proposal of The TnTestem 
Realty and Paving Con^iany to repave the driveway, including the 
closing of the area window, at that building, in accordance with 
the specification, for the sum of eleven hundred eleven dollars 
thirty-one cents ($1,111.31), it being the lowest of three re¬ 
ceived. 

The Custodian of the building has been requested. to call 
upon you for such aid in the su^^ervision of the work as he may 
I'equire, and it is desired that you assist him in seeing that 

the work is properly executed. 

Payment will be made upon satisfactory completion of the work 

froa the appropriation for "Eepairs and Preservation of Public 
Buildings, 1905," and the Custodian has been authorized to submit 
vouchers Licordingly, after havi.^ you initial the same. 

Respectfully, 





Jjiros, H2V/ HINT 

l'«rta 1#»». > 

1901 i.oufi ,: 


advising superintendent of 


remittance of funds. 


^uasury department; 

OmoE OP rm SUPERVISING ARCHITBOT. 


Washington, D. C., 


July 12, 1904. 


Superintendent of Construction, 

Mint Building, Denrer, Colorado. 

Sir: 


Your Estimate of Funds required during the month of 
July ^ 1904 , for the work under your charge has been 

received, and you are advised that a remittance of 40,000.00; 
to the Disbursing Agent, has been requested. 

Respectfully, 



Chief Executive Officer. 




p0VER,NKff MINT 



,N replying, QUOTE UPPER INITIAL, 
right HAND CORNER. 


treasury department s. 

WASHINGTON July 12,19^. 


superintendent of Construction 
Neu Mint Building, ’ 

Denver, Colorado. 

Sir: 


There is Inclosed herewith, for your Inforaation, a 


copy of Department letter of even date accepting the proposal 
of Messrs. S. Faith & Company to substitute blow-off cook and 
blow-off valve on boilers in lieu of the two blow-off valves 
required under their contract for the mechanical equipment 
of the building under your charge, without expense to the 
Goveriunent, all as set forth in said letter of acceptance. 

Respectfully, 





a 


I 






DEiViiU.HESf Ulin 


MeBBrs, 8. Fftith a. « 

.'24a7 ?ennSvtv^f,ST' 

^««nsyivaniR, 

iJenti#} v)n: 


•Tulj. 12.19^1, 


In view of tfte stateaent contained in letter rtet«i 
June J31,1904. the 8,;perlnte„dont of c t 

.» «n.. «!«„„, Of u,. 

■' I'roPOWl.of the flarjB 

: oav©, al<lre^9^ed to him u 

j O la hereby accepted to snoat.ttute one 

; blow-off COOK e>id one blo-r-,ff yaive, aa aet forth In your 

propocnl. In lieii of the two blow-off valves for bollora aBdor 
ro.ir oontr?iot for th© monanloel ©rpjtpnont. of ©aid butidlivr, 
without ©xrH3Ti8© to tho Oovorriment, a public exli^cncy requiring 
fnlR ohaT!.:^^ In '/our said contract. 

It Is undsrr.tood aM that this aooafjtance 

U not to riffoot the tine for t,>ie eoripXetlon of the work as 
required by the toinis of t.h© oontreotj that the eajBe Is with¬ 
out p."*©;jvidloo *0 any and all of the United states there- 

^Aor; and vithou.t pre,iud.io©»aiBO#to any and all rlgh.s t 
‘Hs united Statoo acalnat the a->rettes on the bond etecuted 

lor the faithful fulflUi®*”*' of the worK, 

*iAiie*r of this letter* 

Please promptly acKnowlcrt.o re-. 1 . 

..nt to the S'lr^rlhteiido it for hie 
® copy of vrhlch will bo »ent / 

infopf^tlon. 

Respect > 


Acting seovntnry. 





inclomwe 598. '^'f^EASURY DEPartm 


IN replying.QUOTE UPPER INITIAL, 
right HAND CORNER. 


ent v 

'WASHINGTON Juiv 


superintendejit of Construction 

Now Mint BuiidiAg 

Denver. Oo&rado. 

Sir: 

«nio., . d...,,oc„Un. 

proposal Of s.J-alth & company to deduct the stm. of fifty 
dollars (#50.00) from the amount of their contract for the me¬ 
chanical equipment of the buiidinr in your charge, to substitute 
a hot water heater,as shown by blue prints submitted by them 
(copy nerewith for your information),in lieu of the Keystone 
lieater required under the terras of their contract. 

The Disbursing, Agent has been advised of this deduction. 

Respectfully, 











* fjo 

r*) nmri «* 

W?«tlrt;ci5n: 

Vorw t 

.M.StM to -t.Huot th, „.„ , ' 

^ V?l^ HWi] of f 1 '‘♦•l# ^ 

■ “'V '««**‘ts-ii MgO.OO) ffor, t;,« 

tH-rA 1.0 he iiairi yon rt6Jv#r«rtt ♦ 

. mr <90?jir«ct for t-i<i R;ochftnieai 

0. tno .ar.t uuiXAUw. «t D,n»»T,c®lor,.to. to «,.o„titnto 

• Sot wnto.r s'.own by viun print. .fory«rrt<!i m your 

Utt^r of iit/i ni^iwo (oopv of jjrint forwi^rdod tniw ‘l^y to 

Sni>eri.?it‘ih'4ejit), in 4.io?4 of Uio K<’y«to>i« h«?itor r^tjnirort by 
toitfi* of the contract, « ^nbii* «xlf:«ricy ro^^uirlnr thia 

■\- 

<^’^,0 in r^ateriaijoni tn» a.wint of tn« dortuotion boiTf 4a*tKi«9a 
IftaqUQ t«?«* 

It Afli un 4 't>rptoofl and that tai^' aoooptanoo ia not 

>«' »ff«.,t tine .for Vio eor^i«tior. of t).« work .» r.-i-Urud by 


\ 

th 


<joritract;fmt tho 1» i^ltio-it p»*ajtidioa to 


your — 

u,.d ,XA 

t^nta of th« untta'^ Rtat«e a/riinit 


hond axoout^rt for 


^''*>^>1'U CO, a 1 

* luttuf 

'Hurit,B« roX\oiif<- 


any 


mthm fi 4 lfil*iaant of 


,„. .*iAgy««! .«nt yoM on tn. isth 
oonfir«« x«« t-»i.gr 



- 






It 00*- 


•Your i^rvv«r‘fti,ni.nV\ flft,v 

tTQin */our oontraot for r3<io‘t*intoni »uulpri<9rii 
T)^nv»tr Wint^for of trpo anown 

r>y pyin^.fi Uoitor*. 

Jioxno'ifioi.K’^ tn^ of tniR lotter. 


0 , 




t- 

» « 


T. 


Acting j?ccTrtt«ry. 


mint. 



IN replying.QUOTE UPPER INITIAL. 
right HAND CORNER. 


treasury DEPARTMENT 

WASHINGTON July 15^ 1904^ 


The Superintendent of Construction. 

’ 

ITew Mint Building, 

Denver, Colorado, 

Sir: 

In reply to the inquiry contained in your letter of the 
1st instant, relative to the method of hinging the double door 
on the mezzanine floor of the building for which you are the 
Superintendent of Con struct ion, you are informed that if this 
door is hinged as indicated in your communication instead of 
being hinged as indicated on the drawing,it will be satisfac¬ 
tory to this office,provided no additional expense to the 
Government is entailed thereby. 

Respectfully, 




M. 


vi^ln 


ect. 



DENVER,Mint 



IN replying,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


1666 


treasury department 



WASHINGTON July 14,19041-^ 


Superintendent of Construction, 
Nerr Mint Buildin^^, 

Denver, Colorado. 


Sir: 


There is inclosed herewith, for your information, a copy 
of Departiaent letter of even date, accepting the iDroposal 
of the S. H. Supply Company, in amount $45.00,to fi.irnish 
three boiler-test tanlcs for the buildinc under 3 ^our charge, 
all as set forth in said letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the same, after the satisfactory delivery of 
the boilers, as required hy the printed ’’Instructions to 
Superintendents”ipa 3 naent of which vouchers the Disbursing 
Agent has been authorized to make from the appropriation for 
Mint Building, Denver, Colorado. 






i:K:TVKK,nFT’ illKT 


Jiay 14,1J?04. 

Th9 S#H,Supply Gonpftny, 

2?.d aiVl Larlnar atreetsi 
Panver, Colorado. 


Cantlaion: 


In vtow of* t>ia and recoiaijandation con¬ 

tained In lettop dated JTuly n,in04, frora the Superintendent 
of Conetriiotion of* tho neTir uirit buHdln^' at 3)e»'iv^'r,Colorccio» 
your proposal, da ted *Tvay 7,1904, addressed to him, in tet?.l 
a^-ount forty- ■five dollara (j? 45.00), da hereby accepted to 
fumlnh ei"d dellVTP at said bulldlnc three Iron tanks. In. ae- 
ooiManco with eketoh fHirniShed you the S^porintenlent on 
Which are indicated the ohanrea and addtttono riMulred, it 
bolut; understood that all oonnectlonn are Enia^^-’ant^ed wnter- 
tieht, the n -iount oetn^: deeLied reasonable and a publ.tc exl-rnnoy 
requirtn*: the i»tnedlate de.llvepy of the tanks at the huildlni;. 

Hay^honV au account ot'a.tho n&ua will be mde, after _ 
their delivery' at the biilldinf: and acceptance by the Gove-^n- 
Hwjnt, frota the appropriation for Mint B’-lldlnE:, Perver, Colorado. 

Pleeee proioptly acknowledge racoipt of this letter. 

Respeotf»illy, 


T 

GVD 


Actlnf; aeci'otnri'. 


treasury department 


KVER MIHT.HEff. 



IN REPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON July 12, 1904. 


\ 


The Superintendent of Construction, 
^ U.S. Mint Building, 


Denver, Colorado. 


Sir: 


The Office is in receipt of your letter of July 2nd,ask¬ 
ing for information regarding the lettering on doors for the 
building of which you are the Superintendent of Construction, 
and in reply you are informed that the lettering should be 
placed on the glass panels. 

If the polished face of the chipped plate glass is turned 
toward the corridor side,it will be satisfactory to this Of¬ 
fice . 








PRIFTED HEADING. 


Pueblo,Colo,,June 29,1904, 

secretary of the Treasury, 


Sir 


(Supervisinf5 Architect) 

Washington,D,C. 


Pursuant to Department letter of June 2,1904, 


I ha^^e obtained and 


herev/ith submit competitive bids on roof repairs for this building, 
scheduling as follows: 


Ludov/ici Roofing Tile Co, 

T 12 red semi-glazed - $ 1663,30 

T 12 full glazed,brown,b3.ack,green or yellow 1863.30 

No bid on the copper work. 


Two other propositions calling for modifications of the 
specification. 

Accompanied by certified check for $200, 


The Hinchinan-Renton Fireproofing Co, 

Mound City A or B interlocking select 
b " S Spanish select 

Repairs to copper work 

Accompanied by certified check for $177. 


1625. 
1690. 
2 75. 


! The C.W, Pair Works Co. 

Mound City A or B Interlocking select 
" S Spanish 

Repairs to copper work a-, no cn 

Accompanied by certified check ^192,50 


1614. 

1675. 

250. 


Henry Klein. 

Akron,Ohio, tile 
Repairs to copper work 
^ Accompanied by certified checks. 


1200. 

60 


' consider edCh and .X■ of the ^rihrui^s^pecfned'?' 

5dt being Ignorant of the further reoonnendation. 

>96 leeve t5 submit these proposals without ur 


proposal 


y*Ast)ect.fullyj 


(Signed ) J. H. Mitchell> 


Custodian. 








DEH\rER (Mint) 



treasury DEPARTMENT 

WASHINGTON July 16,1904. 


(N REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado. 


Sir: 


I have to achnov;ledge receipt of your letter of the 
28th ultimo and, under separate cover, sample of linseed 
oil taken from material delivered on the site of the 
building in your charge and submitted in connection with 
the contract of J. A. McGonigle for the completion of 
the new Mint building, Denver, Colorado, and you are 
advised that the same has bem tested and is found to be 

satisfactory. 


Respectfully, 



V. 





1 


QtO. < 5 . 


G. JIOKSE. 



5,0# omCV 

5301 


, 30 * 


the S. 5 

COMPANY 

JlACaiNERY ^ 

«*■ supplies 

-- «*—^.o.H ah. Streets 

J«»!T CASH 

‘•ATKaiAt ,„ sdwect to .-aiou «A« 


W* U. Cods 


Dejjtkr, COLO. July 15, 1904. 


j{r. Lee Ellery, Supt. of Construction 

U. S. Mint Building, 

Denver, Colorado, 

Dear Sir:- 


We are in receipt of a letter from Mr. H. A. Taylor, Act. Secy, 
accepting our proposition to I'urnish three tanks as per our letter or 
‘^uly 7th to you, and would ask that you send the sketch that you made out 
for these taniis, and which was inclosed in our letter with quotations, 
it \nli necessary for us to have this sketch in making the tanks, 

yours very truly, 


PHG.B. 


THE S. H, SUPPLY CO, 


By 





nri (HBir). 

ug:) 


treasury departm 


IN REPLYINO,QUOTE UPPER INITIAL, 
right HAND CORNER. 


WASHINGTON Jojy 


Ihe Superlntenclent of Construction, 
^ • S. Mint (Hew), 

Denver, Col. 

Sir: 



Receipt is aotaiowledgea of your letter of the 13th in¬ 
stant, enclosing a oonmunioation from S. Faith and Company, 
oontractors for mechanical equipment of the building for which 
you are Superintendent, with a letter from the Kerr Marble and 
Stone Company, iJielr suboontraotors. all relatlTo to the mar- 
ble fronts of closet partitions in toilet room #4, for *ioh 
the marble work has been rounded at the bottom oomers to 2* 
radius, and not square as indicated on drawing P-79. 

In reply you are advised that this minor change in 
marble work is satisfactory to the office, with the corres¬ 
ponding change in position of doors. 

Respectfully, 






In RiPLYINQ TO TKI» LETTER THE 
INiTIALf IN UPPER RIOHT'HANO 
CORNER MOST BE REFERRED TO. 


MINT HEV 

Treasury Department. 

EHCLOSuRX #1658 

’ ^ 

Washington, Jtily SO, 1904 . 

Denver, Colorado. 


me superintendent of Construction 
Mint Building, 




Sir: 


in view of the statement and recommendation contained in your 
letter of the Snd Instant, you are hereby authorized to accept the 
proposal, copy enclosed, of J.E.courtney and S.h.Brandt. i„ amount 
sixty-seven dollars and fifty cents (#67.50) for the purchase of the 
Old stone flagging at the building under your charge. the same being 
th 0 best terms obtainable, the old material to be removed at once 
from the premises. Department letter of the 13th \atimo,is hereby 
modified as far as it relates to the sale of the above named mater- 
ials,the highest bidder James Collier,being obliged to decline to 
remove the flagging as stated by you under date of the 23rd ultimo. 
Please secure payment of the purchase money before removal of 
the old flagging, and deposit the proceeds of the sale with the 
nearest United states Depository to the credit of the Treasurer of 
the United states on account of "Proceeds of sale of old flagging." 

The certified check of the successful bidders will be held until 
^®Qelpt from you that the purchase money has been paid and the flag¬ 
ging removed, when it will be returned-direct to-the bidders. The 
^ ^oke of the unsuccessful bidders will be returned to them at once. 


S 

T 




1360 Veiton St., 

Denver, coio. , jung 29 th, 1904 . 

To the 

superintendent Of Construction, 

.S.Mlnt Building (New), 

Denver, Colorado* 

Sir:- 

hereby agree to nav fo-r +>« e,* 

Eulidin - flaeglne at the u.S.Jilnt 

Building, and remove same promptly as a v 

, promptly as directed by the Superintendent 

0 * construction, the following amount:- sixty-seven dollars and 

cents (#67*50) 

Signatures, 

Address 


J.E. Courtney, 
E.M.Brandt, 


1360 Weiton St., 
Denver, Cb lo. 


Copy 


TREASURY DEPARTMENT 



IN REPlYiNaQUOTE UPPER INITIAL. 
right HAND CORNER. 


WASHINGTON July 21, 1904. 


The Superintendent of Construction, 
U; S. Mint (new), 

Denver, Col. 



Sir: 


Referring to office letter of the 15th instant, for- 
warding you a copy of blue print showing heater to be in¬ 
stalled in the building for which you are Superintendent, 
in lieu of the Keystone heater named in contract with S. 
Faltti and Company for the mechanical eijuipment of said 
building, you are now advised that said print has been 
given office number H-288. and you are reqnested to nnm- 

her your copy accordingly. 

Respectfully, 





-p’ 

Acting Supervising Architect. 





MINT, 



treasury department 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


WASHINGTON July 81,1904^ 


Superintendent of Construction 

- New Mint| * 



Sir: 


Denyer, Colorado. 


Referring to report of the 16th insteu^t. submitted through you. 
byHr.^.O.Saville, Inspector, &c.. at the building under your charge, 
in relation to the condition of the mechanioal equipment,te., you 
are advised that the contractors must provide electric current 
aaoossary xor use in installing elevators. 


Respectfully, 




Acting Supervising Architect. 






MUIT (ICTI 

D 


IN R£peni«6.QOon uj'PER ihitul. 

r«MT HAND CORNER 


ENCIOSUHE 873 
FORWAEDIHS 


treasury department 

WASHINGTON July 21 ^ 1904, 



The Superintendent of Construction, 
tJ. S. Mint (new), 

Denver, Col. 

Sir: 

For your information find herewith copy of office let¬ 
ter of this date, addressed to S. Failh and Comian,. con¬ 
tractors for medianical eqaipment of the hullding for which 
you are Superintendent, advising them relative to app 
of non-oondnoting coverings, samples of which will 

you. under separate cover* 

Respectfullyt 

Acting Supervising Architect. 





DE^mE {HE7) 



^’Ily n, 1904. 


T^essrs, S. Faith and Company, 

*,ZAZ'7 Fannaylvanla Ave«, 


JSP 

Sirs; 


Philadelphia, ?a. 


Referring to your oontr*iot for meohsnioal equlp-mnt of 
the *J, Mint fnew), “Denver, Col., receipt is acknoPledged 
of your letter of the 12 th Ire tent, Bnb>Bittlng aaiBples of non- 
oondnotin^ ooTeriags fH. W. Johns-v^icviiie Corapeny), and you 


are s.dviped that the following are approved: 

One sa’nplo wool felt covering, '^ith the ’mder- 
standing that same diall be furnished 6 / 8 *' 
thl(S!k BB specified; 


(/ 


V' 


■"'no satiTole sectione 1 covering, 1 thick, coa- 
taming 70 ?b of the basis; 

one sample blook l-l/£" thloJc. oon- 

taining of tlie basis, 

samplea of eoM ff«ebed oaacnt. 


ae sample of seotlonsl oovering submitted for low 

V 4 ««„„le in eooordeaoe with epeolfioetion re- 

f the basis. Sample m 

as eoon as posiible* 

ulrements should be submitted 

paspeotfttllyi 
(Signed) C.E.Eemper 

Acting Eupervielng .4roblteat. 


lUTV/ JCCITT 



treasury department 


WASHINGTON Jully 21, 1904 . 



IM Rr^LYINO.QUOn UPPf R INITIAL. 
RIOMT HAND CORNER. 


Superintendent of Construction 
ITev; Hint Buildinc, 

Denver, Colorado. 

Sir:- 

Heferring further to letter of the 28th ultimo, signed by 
Oscar Hinrichs, clerJc, forwardlne sa^nples talcen from materials 
delivered on the site in connection with the contract of Jlr. 
Tames A. lIoGonisle, for the completion of the huildlng In your 
charge, you are advised that varnish, brand "Public Buildings", 
mamrfactiu-ed by Pratt and laabert, has been tested and is 
satisfactory. 

Respectfully, 

_ 

Acting Supervising Arcliitect 



KCF 




namoBEnncr: 


^GtNCiEs 


CHICAGO NEW YORK. 
BOSTON. BUFFALO, 
CLEVELAND, RICHMOND. VA 
HOUSTON, DENVER. 

S^N FRANCISCO. TO LE DO 
MEMPHIS, CHARLESTON.S C 
ST PAU L. NAS H VILLE 


E G BOCKI U S 
Vice PRC9T 

F.C B AEH R E NS. 
SECY5TRCAS 
THOS JNO TAYLOR 

SUPERINTENDENT 




July 24th,1904 


Mr. Lee Ullery^ 
Supt, 


Dear Sir:- 


of Construction, 

Denver Mint Bldg., 

Denver, Colo., 


We are in receipt of yours of 20th inst., 
Which we have noted carefully. In reply beg to advise 
that we are doing everything in our power to hurry forward 
the balance of therwork here, and there is no doubt but what 

I 

all of our worJc will be completed, so that the Building can 
be occupied by Sept. 1st. 

Very respectfully. 




I 


























dRcuXiims. 

M. 



In replying to this Letter the 
initials tn upper right-hand 
comer must be referred to. 


‘ Reasury Department 


OFFICE OF THE SECRETARY 


Washington, 


S5, 1904, 


Superintendent of Construction, 

Mint Building (new) , 

Denver, Colorado. 

Sir; 

You are informed that the regulations of this Department 
prohibit Superintendents of Construction of Public Bulldiaes trozr, 
engaging in the private practice of architecture in any capacity, 
from superintending the construction of private buildings or other 
enterprises, or from representing, for income, any firms or estab— 
lishments dealing in building materials or in supplies of a related 
nature. 

It is requested that you will govern yourself accordingly 
while holding a commission as Superintendent of Construction of 
Public Buildings, 






DENVER NEI’' ivIINT. 



W ^^closiire I8O2, 


treasury DEPartm 


ent 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON July 35 ^ 90 ^^ 


Superintendent of oonot-^, * 

Her, Mint Bu?idingr 

Denver,Colorado. 

Sir: 

I inclose herewith, for vour infnT^o+- 
vouT. neei ■ ^"^O’^-ation and the fllee of 

oe, a copy of Department letter of even date 
the proposal of s. faith & Co i accepting 

* in amount four hundred and fifty 

-liars (,450.00), as an addition to their contract for the me- 
cnanlcal equipment of the huilding in your charge, to fi^rnish and 
install cast brass traps on the five acid proof sms,and change 
sinlc connections, in accordance with Office letter to them of the 
22d ultlmofcopy herewith):and you are hereby authorised to certify 
and issue vouchers for the worh, as required by the terms of the 
contract and the printed "Instructions to Superintendents",pay- 
nent of Which vouchers the Disbursing Agent has been authorized 
to make from the appropriation for Mint Building, Denver, Colorado, 
d- Respectfully, 




Mint 



^ ■ S, Pnlfh Conpany, 

*■‘2427 Psnnoylvanla Av©jiua> 

, P'^nngylVania. 


Ogntieiwn: 




J^iiie 22,1004. 


Heferrlnr to yonj* contract f'or t?ic ncohanical 

'equtpaont of the n-rr Hint bnlldtn- Pt Colorado, you 

arc reoueotcd to au-ralt to thU Office, ec gr,on n© posalblo, 

e propooQl for furnlr,htn.f and Inctaiilnr a boavy cnct brass 

trap on each of tb© acid-proof nlribc Incl’ided In your said 

contract, slMllar to those In use on the aoId—proof sinks 

in the U. S. Mint building at Philcdelphle, Pom'sylvania; 

tbp pr^Rciit ^T" fittings in vertical acid waste lines on 

coilings, belo\7 where slnV's are to be located, are to be 

re.loved and •*Y‘' pattern fittings provided In the waste lines 

CO that connect ions betw een the traps end stacks will be above 

. the f^rat floor line in each case. The porcelain acid-proof 

traps .under your said contract, for these sinks, 

should be delivered to the Superintendent of the bui.ldlng 
^ A 

I to be held for future use* 
ir % Rospoctfully* 


Acting Super/ielnfi; Architect. 


WvxK « 


iin, 


July 35,id04. 


yR, ^ 0 €>#» 

^2Af ?«n)i»ylvftnla Ay^J^n©, 

In ntif.0T\-m< witn nstTOvni of tlii« E<»p«rtr.»tnt, 
your smo"'*!.'''*'*'' 5En tr.otaut, a 1 -lrar.-«t *,o I^o Wiporvinlnf, 
jir<!)iU«oVii« h-r.>oy fo-rRaliy aocaptoA ,»r an Rttitlon to your 
eontPROt 49 t«^l AUKUut u,i.908 for t>.« ruonanloai »<papn«nt of tho 
,.«w Hint ixilItUr* at Con»or,Ooiora«lo, to nu-nirh aufl iiietall 
noRvy pattom onat trap* on tn« llv. acl« proof »lnK», 

Bn<t oriw^o tna »lr.K oonnaotiono in Rooor'tonoo with lottor ,o you 
. ,r tn« nltU^o, for too nur. of r.lnoty noUara (»30.oo) oaoh. 

..,ylns a total .d31 ion of four n«nnr«n anf. fifty 
a publio •wiKBUor rwonlrlnfi t*ii» onanf" in in'i "o-f- 

Tn« ror«r,olne 1» » oontlrr.^nt.lon of toiocrat. «ont you 

f 

OM tn« Sict iTiRt,%rft,4s 

«%0h,»O«OpW4a 

. noc©pt«nc« 

It i» \intriT«tO'a4 an<i 

/s. viLMtion of tno wof^ roo'iiy^ 
not to affnot tuo tim for W« ooi.«wtion o 

ai. ♦ ♦Vi a «»rO IB l/ro^judic© 

HV Vto torr^a of yo.ir oontraotitnat tn« a-« 

rlfhta Of tno unlt«n stataa inara.oi'tor."'' 
to anr -U rifMa of ^ 

,,^i>Kloa,airo, to any aivt »ai rls> 


DEUVSB ?tKF HI»T, 4 nir 85 ,ia 04 ,S. 1 Pnith * CO__ 

th») on tno bond oxoontod for th« fsithful fturiiimont 

of <:ontrfiot» 

PX«ii«e xm TnQ<%ip% of xnifii 


To 


J.c.p, 




DENVER NEl'r 



treasury department 



WASHINGTON 


IN REPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


superintendent of ConA<5Wotion 
New Mint Building, ' 

Denver,Colorado. 


Sir: 


I inclose herewith, for :-our infomatlon and the files of 
rour Office, a co»y of Department letter of even date, acceptlne 
the proposal of James A.McGonigle, the lower of two received un¬ 
der circular letter and forwarded in your oomi.imication of the 
7th instant, in amount eight hundred and forty—six dollars 
($846.00), to construct a floor in the engine room of the build¬ 


ing in your charge,as stated,this to be considered as an addition 
to his contract for the cornpletion of the building; and you are 
hereby authorized to certify and issue vouchers for the work, as 
required by the terms of the contract and the printed ”Instruetions 
to Superintendents”,pa 3 nnent of which vouchers the Disbursing Agent 
has been authorized to make from the appropriation for Mint Build¬ 
ing, Denver,Colorado. 

Please advise the tinsuccessful bidder for the work of the 
action taken, and inform him that his certified check will be 


returned by this Office. 

^ Respectfully# 








SKe 




«f'Uy »s,i« 04 . 


Hr. 


Jmiin A.Ur.QonLfU. 

h'*» Mint nnunfne 


? 


Pin 

inttlr IT.h.\T ' Uon aont,i„«^ i„ 

Uon Of th' *** ^ fm. tno ^sorinUn^ont or con.tn.o- 

o thn no. -.ant -,u,mnK .t Donvor.CoiorMo, ,m in nooor-i- 

^ w.ort *xih tno »Hrov,i of tni« Copnrti-^nt, rovr proi>e«u,or tno 

e«r;., to hit., tno ionor of t.o rocoi.oh undor olr- 

«iur lot tor, in ar..>ur.t oight htmhro-i «i«i fortr-aix toiinr. 
(#34^.00),is horoo? Hoohvtoh AS ari s-tiition to yonr aoiitract 
Anoint for lotion* cf tno rmiMing, 

oonntr^iet fioor in oji«;ir*o room,in aooordanoD with rirawlnK 
(copy h»r*^?Titn) tha j*ip^3omo^«tion,oxc«2n t.ijst thi« floor¬ 
ing ii5 to i-3/4’* w’aiijn of ;5* «pocifl« 9 <i, a 

Public exif:*?iricr rt^quiring tbo toredlat® p^rforrsianco of tnn work. 

.It i^t »in 4 ^ratooft flin4 agr»5r«<n t^at tble a^jo<»pt«no« i» not to 
arf^^ct tbo tirn#^ fo^ tbo cofni/i'^tion of tno wctk aa rocuir^^d by 
fov* tcry;’« of your oontraot; witnont pr^^udica to 

iiy %nft all rlgutgr of the f^tatoa tbomi/Kt«r;anu without 

.»ojiwios,ft.l«o, to any an3 «U riEht* of th.* Onitoi ,n»t«A «K,inAt 
th, *urAtl«s on tns oonrt ox.ioutnh for tho falthftu •fuifiim.nt 


DfffVWx KSr WIHT ae 

A. «oaoniex<»-^^a« 

of t*i#» contip/lijt* 

H^wpoci r^Uiy^ 


t«r. 


T. 

JSP 







IN REPLYlNaOUOTt UPPER INITIAL. 
RIGHT HAND CORNER. 




treasury department ^ 

WASHINGTON July E7, 1904. 


Mr. W. 0. Saville, 

Inspector of Heating, Hoisting and Ventilating Apparatus. 

U. S. Mint (new), Denver, Colorado. 

Sir; 

Referring to your report dated the 23d instant, relative 
to inspection of work incident to installation of the mechanical 
equipment of the U. S. Mint (new), Denver, Colorado, under con¬ 
tract with S. Faith & Co., of Philadelphia, Pennsylvania, and 
particularly to that portion of said report bearing upon the 
drop tests of elevator cars, you are advised that the test on 
car #3 is not satisfactory, and that proper adjustment of gripe 
should be made so as to stop the oar in a manner less abrupt than 
tliat described by you. A further test and report, in connection 
with this oar, is desired. 

Respectfully, 

' ^pervising:Jfo®tt»ot. 



treasury department 



imrepiying.quote upper initial, 
right HAND CORNER. 

Superintendent of Construction, 
New Mint , 

Denver, Colorado. 

Sir: 


WASHINGTON 


July 28 , 



Referring to your letter of the 19 th instant, in regard to 
finishing portion of coining room floor over toilet roan, at the 
building under your charge, you are requested to impart further 
information as to method vdiich was adopted in la3dng the floor. 

It should be noted that adliesion would exist between ceirent 
mortar and asphalt if the former coat imnediately followed the 
latter, but it is recogniised there v/ould be no bond of adiiesion 
between the dry asbestos plaster and dry asbestos paper. 

You are requested, therefore, in order that the matter may 
secure proper consideration, to report actually how the various 
layers were placed and the condition of each layer when the next 
succeeding layer was applied. Upon receipt of your statements 
in regard to this matter, the subject will receive further con- 
sideration and appropriate action. 


Respectfully, 






TTTSFRnTnP.q 



•N Replving.ouote upper initial. 
Right HAND CORNER. 



treasury department 

WASHINGTON July go, 1904. 


The Superintendent of Construotion, 
tJ. S. Mint (new), 

Denver, Colorado. 

Sir; 

For your information, you are advised that the headquarters 
of Mr. W. 0. Seville, Inspector of Heating, Hoisting and Vent¬ 
ilating Apparatus, now stationed at the building in your charge, 
have been transferred to Baltimore, Maryland, for which point he 
is to leave on the 4th proximo. 

Be speot fully. 





. 

Supervis'ln^JUfehiteot 





Form No 


THE WESTERN UNION TELEGRAPH COMPANY. 

-INCORPORATED- 

OS.000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLD. 



RECEIVED at 1114 to 1118 17th St., Denver, Colo. 
28? ch pd M 28 paid Govt 


never 


Waahincfecm Aug* 2 

Supt^< of Constructiion, Hw Klut Bulldlr^ 

^ Danvor* Colo* 

Shipppd Plata glass as raprasantad by sawpla forwarded by you 
Is satisfactory!^ and safmle returned 



J* K# Taylor, 


^Sugerrlsir^ 0 


1?48 pru 













pUEBLO • 

H Treasury Department 


Jn re^ng to t/us Letter the 
iniiioU i» npper right-hand 
comer mvst be referred to. 

Superintendent of Construction, 
U. S. ffint, 

Denver, Colo. 

Sir; - 


OF THE secretary g 


diTith reference to the proposals for repairing roof of the 
Post Office building at Pueblo, Colo,,and the recomnendations with 
regard to same submitted in yoijir report of the 15th ultimo, I have 
advise you that, after considering all the points presented 
ana it appearing that the lowest bidder Is responsible and propo¬ 
ses to do the work in an approved method, his bid, in amount 
twelve hundred and fifty dollars ($1250.00), has been accepted 
to-day, The contractor is Henry Klein,#600 Grand Avenue,Pueblo, 
Colo, The time accepted and fixed for conipletlon of the work is 
sixty (60) days, and will operate from the date of the approval 
sac^les. Jn this connection, the contractor has been requested 
^0 forward samples of the Akron,Ohio, tiles named in his bid. 

fhe Custodian has been advised that you will make two vis-t^. 
to the building, the first after the work 1ms been comnenced,to - 
him in directing it in a proper manner; and the second, wnen 
the v/ork is completed. He lias been instructed further,to give you 
notice of the proper time for you to make these visits, eJid 


penv er, Go lo .11. S .Mint. Superintendent 


^°nstruction.A;^uet l. 


1904. 


you are requested to guide yourself accord 1 .. 

report of each visit. ^ submit 


a 


Your actual traveling aixi subsist 


>'ence expenses will be paid 


from appropriations under the control of this department. 


Respectfulljr, 


S. 

T. 





«0f^ 



Assistant Secre 






Supervising Architect, 
Treasury Department. 

Sir: 


Washington, d c 

7 • 0 y 

Aug.5,1904. 


t» ot Instructions of the 3r. 1„.,. 

ed to the shops of the National Brass and Iron Works at Reading, 
Pa., to learn the condition of work on switch hoard there being 
built under contract with S.Faith & Co. for Mechl.Equipt.of u.s. 


Mint (new) Denver, Col. 

I found the board well along toward completion, the defects 
noted o?i previous visit being now corrected,with exception of 
the single break power switches, the instruments for front of 
board are in place and practically all connected. 

'I*he work on back connections was not finished; the bus bars 
are all run and connections to lugs,etc. .made in most cases but 
®^®ei Tjolt connections are still in place for some of the connec- 
but are being replaced by copper bolts. 

kittle more now remains to be done except the final clean¬ 
ing and finish of bars, studs, etc.and mounting of swinging arms 


for instruments at end of board. 


-2- 


I visited the shops where the grille for top and ends of 
board is being made and found that there is still much to do on 
this part, though it should not interfere with the completion 

of the board proper and ought to be ready by the time the board 
is ready for shipment. 

I informed the foreman on this work of the necessity of hav¬ 
ing this part at the earliest possible date and he promised to 
hurry it along. 

In regard to the single break switches, I would recommend 
that as it is desired to install the board at the earliest pos¬ 
sible date, the contractor be instructed to submit a proposal 
in amount not less than tlOO.OO and in the nature of a deduction 

for mounting single break switches in lieu of double break as 
specified. 

The work on tlie board is now in a condition where I think 
another shop inspection unnecessary, the shop foreman thought 
he could have all work on the switch board proper,finished by 
Friday night, Aug.5th, and that the board should be ready for 
shipment by the 15th inst. I told him,to push the work as rapid¬ 
ly as possible and that when all shop work was completed to 
tear down the board and prepare for shipment. 

As result of shop inspection I would recommend that the 
contractor be instructed to complete, and forv/ard the board to 
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mend contraetor he instructed to forward proposal as herein he- 
fore noted. 


O C) 


Respectfully, 


Q. 

2 



Electl.Engr.fi: Draftsman. 
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treasury departm 




ENT 


IN replying quote upper initial. 
RIoHTHANO corner. 


WASHINGTON AUffUst fi, 1904 


8, yalth and Cos^ianyf 
-4^7 l owiylvaxia AvqxxuS, 

•■ Tennsyivanla, 


a «ce«t «hor laap.eUon c. tha «,Uch Wd to .. 
flupi lied under it>nr coBtrant r,, *v 

or tH. » ^ »«h*nloal oiBiipo^nt. &e.. 

Mnt., at Oe.vre.r, Colorado, it i. leam.d that you 

are Inetall^, nlnele break ewltohoe for peer eerrice, in lieu 

or .oubie break «,itohe». ae epaoined. If you deeir. the .,itoh.. 

a.alR as inotxtiled, it will bo nocooaary for you to submit 

propoeal fc;r a deduction in a b'.jb nut lone than JlCO.OO,- othor- 

■' 130 , the double break owitohoa ao apeelflod must bo furnished. 


K'^apeotfully, 




Mint (New) 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 



WASHINGTON AugUBt 9,1904. 


Superintendent of Construction, 
U. S. Mint Building, (New), 
• Denver, Colorado. 


Sir: 


I have to acknowledge receipt of your letter of the 
226 . ultimo and, under separate cover samples referred to 
therein, and you are advised that the following have been 

tested and are found satisfactory for use in the building 

in your charge: ^ x j 

Boiled linseed oil, manufacturer not stated. 

White lead, brand “Red Seal", nanufactured by the 
Saint Louis White Lead Cotipany. 

Respectfully, 



V. 







tC^^‘>^?^\/2^ 







-nW)^ >^l/^ ^ 


^t^/V75v^ 








/- 







PUEBLO. 



• • 

Treasury Department 

/n renlying to this Letter the 
inirials in upper right-hand 

OFFICE OF THE SECRETARY 

comer must be referred to. 

Washington, August 9,1904 

Ifir.Lee Ullery, 

Superintendent of 
New Mint, 

Construction, 

Denver, 

Colorado. 







Sir: 


Under date of the 1st instant, the Custodian of the Post^moe 
at Puehlo, Colorado, states that the necessity for an inspection 
of the vault and screen in registry division being Installed, will 
exist at sometime between the 15th and 20th instant, and you are 
hereby directed to visit the building and to make the examination 
indicated, submitting a report as the result thereof. You will 
'-Iso make an examination and report of the work under the agreement 
with Henry Klein, in the sum of $l,250.oo, for retiling roof, &c., 
at the building named, such visit to be considered as one of the 
two contecQjlated in Department letter addressed to you on the 1st 
instant. 

Upon oo2i5)letion of this duty, return to Denver, Colorado# 

Your actual traveling and subsistence expenses while in the 
Performance of this duty will be paid from appropriations under the 
^‘^trol of the Supervising Architect of this Department. 

Respectfully,^ 




®tticz of tho ^Bsaajjet in tfeavge, 


August 9, 1904. 


Mr. Lee Ullery, 


Supt. Construction, 


New Mint Building, Denver, 


Sir:- 


Referring to your letter of the 8th inst., I would say 
that Mr. Downer, who will be out of town for a few days, 
telephones me that it is not his wish that any office hours 
be lettered on the various interior doors of the building, 
as said hours are prescribed by act of Congress and all of¬ 
ficials are supposed to observe them without variation. He 
thinks that the only rooms requiring lettering will be 


Superintendent (2); Chief Clerk; Book-keeper; Warrant Clerk 
Cashier; Weigh Clerk; Melter & Refiner (his office), Coiner 
(his office); Assayer (his office). 



Respectfully 


No. of Inclosures, 
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T7tc .HTtTbt of"the ZT. S. ett Denve?', 
Assayer's Office, 



















Oiri^ lOK OF 

Court House, 


Santa Pe N,M,Aug 9 1904 ^ 

Lee Ullery Esq 

Supt of Constructj on &c 
Denver Colo. 

Uly pjear Mr Ullery;- 


Mr Hogle has treated two ceilings in accordance with 
the specifications and your instructions and I must say that the differ¬ 
ence between them and the other ceilings is so marked as to be immediate, 
ly apparent.I think you had better write and Instruct him to treat all 

f he ceilings in the same way. 

Very respectfully 



Custodian. 




\ 



C 





I 






MIEI CBEVr) 
mD 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 




treasury department 




WASHINGTON 


August 10, 1904. 


2IIQL0SUBE 1679. 


The Superintendent of Construction, 



U. S. Mint (Uew), 

Denver, Col, 


Sir: 


For your Information find herewith copy of office 
letter of this date, addressed to S. Failh and Company, 
contractors for roedianicel equipment of the building for 
which you are Superintendent, relative to thicknese of 
covering for oold water pipir^. 

Respectfully, 





d:£KVER mist (szw) 

mu 


August 10, 1904. 


MeGBrs. S. Fallii and Conspeny, 

rliiladGlphla, Pa. 

Sirs: 


Heferring to your oontiaot for mechanioal eqtdpment 
of the 0. Mint fnew), j}enver, Col., receipt ie aobicwl- 
ed^^cd of your letter of the 6th instant, asking peimiBBlon 
to use 3/4*^ thick wool felt covering for cold mter pipes, 
’’in liefu of 6/8” as speoifled”. 

Xn reply you are advised that the specification 
pxovideB that the covering shall he not lee_s th^ 6/9"» 
and covering 3/4" in thiokness ia therefore acceptable. 

Reepeotfully^ 


Supervising Architect. 





DSriVSH !aiI2 


: fair) 

KGi) 


easury department 


IN REPLYING.QUOTE UPPER INITIAL, 



y.r.o'LOsvi^i 1691 . 


Tlie Superintendent of Const me fc ion. 



C* S. Mint (Hew), 

Denver, Col. 


Sir: 


For your information find herewith copy of office let¬ 
ter of this date, addressed to The Mitchell Vance Company, con¬ 
tractors for installation of lighting fixt^ores in the building 
for which you are Superintendent, relative to shipment of fix¬ 
tures to the building. 


All necessary shop inspections of the fixtures have been 
made, and they should be installed as rapidly as conditions at 
the huildlag will permit, hut they should not be connected to 
the wiring syctem until after a satlsi^otoiy test of 


has been made. 


Respectfully* 





Au^st 11, 1904. 


i£|IV2K 

MOD 


The Uitohell Vonoe Company, 

836-838 Broadway , 

JEP Hew York City. 

Sirs: 

Referring to your contract for inetallation of lighting 
fixtarea in the U. E. Kint (new), Denver. Col., and to your 
letter of the 9th inetant relative to ahlpment of fixtures to 
the bulldl^ig, you are directed to forward oil work under :^ur 

oontraot ae soon as It can be Bade ready, and proceed to hens 

^A*^■^r^r^a ftt the building will per- 
the fixtures as rapidly as oondit 

. fttion and for connection to the wiring sys- 
mit, ready for inspootion ana 

tem after the latter is tested. - in 

.motion vou are advised that other wo* In 

T etlon and early oocupatlon by the 
the building 18 nearing oocpletlon. 

Mint Bureau is desired. 

Re f^poot folly t 

(Signed) ^•^•’^‘"l^p^rvislng Arohiteot. 



IN REPLYINO.QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

■aCLOSUES 1693. 


treasurv department ^ 

WASHINGTON August 11. 1904 


The Superintendent of Construction, 

U. S* Liint fnew), 

Denver, Col. 

Sir: 



For your information find herewith copy of office 
letter of this date, addressed to S. Faith and Company, 
contractors for mechanical equipment of the building for 
which you are Superintendent, advising them of approval 
of print (office number P-289) showing cast brass traps 
for aoid proof sinks, copy of which will be found here¬ 
with. 


He spect fully. 





D25V3R UIHT (BEif) 

USD 


AiieuBt 11, 1904. 


EHCIOSTOS 1692. 


S» Eftith gq 6 Conipsfly, 

Jf 

)f2427 P6nn6ylvaiila Avonue, 
Philadelphia, ?a. 


Sirs: 


Referriiig to ycor ooutroct for sieohonlosl equlprotin't 
of the U* C* Mint (new), Denver, Col., receipt is eckno'-vlodjed 
of yom* letter of the 9th instent, enclosing print fin tripli¬ 
cate) showing oast brass traps for add proof sinkB, and you 
are advised that same has been approved and given office num¬ 
ber D-289. The walls of the trap must be of "extra heavy” 
thlokness. 

One copy of the approved print will be found enclosed. 

Respeot fully. 


Supervising Architeot. 


G. j. PIPER, President, 



W. E PIPER, Secretary. 




ERNEST F. PIPER, Treasurer. 


Cpjjp 

P.O.BOX 3 . 


Pueblor Colorado/^ 




fl... . 190 .^ 
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PIPER, President. 


^ PIPER, Secretary. 


ERNEST F. PIPER, Treasurer. 


6. J 



P.O.BOX 3. 


Pueblo, Colorado, 


190... 














G. J. PIPER, President. W. E PIPER, Secretary. 

ERNEST F, PIPER, Treasurer. 


Pueblo, Colorado,.J90 
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DEITVER NEV; IHNT. 



IN REPlYINO.QUOnrt UPPER INITIAL, 
RIGHT HAND CORNER. 


Enclosure 1495, 


TREASURY DEPARTMENT ^ 

WASHINGTON August 15,1904. 


Superintendent of Construction, 

Hew Mint, 

Denver, Colorado, 

Sir: 

Eor your information enclosed find copy of a Department 
letter this day addressed to llr. D. Goldstein, in relation 
to the forfeiture of his certified check, v/hich accompanied 
his hid for the purchase and removal of old stone flagging, 

&c,, at the building in your custody. 

Respectfully, 




‘Bmvm )Oiw ya^rt, 

V. 



Treasury Department 

OFFICE OF THE SECRETARY 


In replying to this Letter the 
initials m upper right-hand 
comer must be referred to. 


Washington. ^uguBt 15, 1904. 


OoXdsteini 

1256«42 Ijuriaer Street^ 

Denver, Colorado, 

f 

Slri 


Hoforring to your cowounloatlon of tho 20th of Juno last, 
in relation to tho.return of tho oertifiod ohook for |47,00, 
whioh acooii8>eniod your bid> rocoiyed in ooii«>otltion, for the 
purohaeo end recjoral of.certain etono flaggine^ oaat iron pipe, 
Bori^ iron, fence around olte, at the Hew Ulnt building, 
•l>8nver, Colorado, your attention io called to the fact that the 
epooifloation upon which your bid wao baaed, stated dietlnotly 
that the flagging of old eidewalk contained about 2000 sq. ft,, 
ttore or lose, and the etatemont node by you that your bid wae 
baoed on a larger aaaount of flagging, from information eeotired 
by you from the Clerk at the building, whioh ie denied by the 
Superintendent, cannot be aooepted by the P^^partment, 

In view of the conditions whioh attended the traneaotion, 
therefore, the department advised you on June 16th last, that 
your oertified check had been forfeited to the Wnlted States, 
and there is nothing in your oommunioation above referred to, 
ahloh would proiqpt the department to modify its decision. 


A copy of this letter has been transmitted to the Super* 
intendent at the building, for his information. 


I. 


Hespeotfullyi 

7' 


/ 




Assistant Secretary, 


TREASURY DEPARTMENT 



PIYINO.OUO'^ UPPER INITIAL, 
RIGHT HAND CORNER. 




-n 


WASHINGTON AUgUSt 18, 1904. 


ZIICIOSURE 1278. 


The Superintendent of Construction, 



S. Mint (Eew), 

Denver, Col. 


For your information find herewith copy of office 
letter of this date, addressed to S. Faith and Company, 
contractors for medianical equipment of the huilding for 
which you are Superintendent, advising them of approval 
of print of instruction plate for marhle back of each 
urinal stall. One copy of the print is enclosed, and 
your attention is invited to the fact that a slight er¬ 
ror in spelling has been corrected. 

Hespect fully. 








treasury department 



IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON 


Augiaat 19, 1904. 


»98«rf!. 8, Faith 4 Co., 

fi4S7<->33 PenneylTwaia Avemia, 

«hiXad8lphl9, PtnneylraaiA., 

Gentltmen: 

R*ferri^ to yonr i.tter of tii. 3a iMtent. mbalttlas 
•enpl. of low pr.emir. ..otloaal pip, ooT,ria«, Mauf.otu*wd by 
th, Ha Ka Job]ui>!^nTlll, Co a, whlcli you pxopo,, to ue, is oos<* 
uootloa with th, heetisg apporatn, usddr your oontraot for th, 
TOchanloal .qulpBost of th, Ua Sa aist (sow) .t i»nw,r, Color«ao, 
yon ,r# ,aTi,,a that th, aaiQjla 1, approvad and oorarlsg Is aoeord- 
Wloo thoroT/ith jttRy h® used In tho work, 

Tho hand aaoompaaylnfe' tha aanqpXe la rajaotad, eana not 
baing aoXid bmaa a« raqulrad,* and you ara reauaated to aabmit 

at onoa a aampXa band in at riot aooordanaa with tha apoolfl ca¬ 
tion, 

A oopy of this latter, togathor with a portion of tha 
approved sample of oovorlag, will bo forwarded to tha suparln- 
tandant of Coastruotlon at tha building, for hia inforaation 
guidance, 

HaDpactfully. 


Surarviaing Architect. 





\ 

iSroSR MI5T (HSW) 


MQD 


August 18, 1904. 


Messrs. S. Faith and Company, 

#2427 Pennsylvania Avenue, 

JSP 

Philadelphia, Pa. 

Sirs: 

Referring to your contract for medienical equipmoat 
of the U. S. Mint (new), Denver, Col., receipt is aoknowl- 
9 d 39 d of yolir latter of the 16th Inetant, aiolosin^: three 
prints of Instiuotion plate for haolra of urlnel stalls, and 
you are edylsed that same is approred as ooireoted. 

One print wUl he found enolosed, and another will 

he sent to the Superintendent at the building. 

Respectfully, 

(Signed) J»K*T8ylor 

■r q2k Supervising Architect. 


TREASURY DEPARTMENT 



WASHINGTON AugUSt 19, 1904. 


IN RFPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


(IIGLOSUEE 1236) 
(FORWAEIDIHG) 


Superintendent of Construction 
U. S. Mint (new). 



Denver, Colorado 


Sir: 


There is enclosed herewith, for your information and files, 
copy of Office letter this day addressed to S, Faith & Co., con¬ 
tractors for the meohEOiical equipment of the "building for which 
you are Superintendent of Construction, approving sample of low 
pressure sectional pipe covering submitted for use in connection 
with the heating apparatus. 

A portion of the approved sample is being forwarded to 
you under separate cover. 


Respectfully 







J3SNV3H. ^ MUTT. 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 





WASHINGTON AugUst 20,1904, 


superintendent of Construction, 

New Mint, 

Denver, Colorado# 

Sir: 

A recommendation has this day been made for your transfer for 
duty, incident to the erection of the extension to the Post-Office, 
at St.Joseph, Missouri, with ooupensation increased to #2,500.oo 
per annum, to take effect the 1st proximo. The result of the re- 
oonmendation will be oo*unicated to you within a few days. 

You are also advised that it has been further recommended to place 

^ t building in charge of the Custodian on the 3 lst instant, 

^ purpose of the office to leave Mr.Oscar Hinrichs, Clerk, 

*3wilding to aid the Custodian in securing the 
-oa^letion of the work. 

On the date of vour > 4 ,. 

. departure, however, from Denver, you will 

“ornit your final report 

to „ ^ under Section XL of printed "Instructions 

Superintendents". 

®^i 8 ting the list of defects and omissions then 


Respectfull 3 r, 








POSTALTELEGRAPH 



COMMERCIAL CABLES 



CLARENCE H. MACKAY. Prcsiocnt. 


telegram 



3A2 np 37 frcvt. 

P?.shir.i,tcn, D.C., ATJg. j.7^4 
oT'pt, ^D-lery, 

-lew Mint, Denver, Ccl. 

.e.essary at Stjcseph utasowi-rx^tcmce about first 

prcxifKi* Can inint bu^lr^-intfr ^ - 

-P. bu,.ioJ.ng be transferred to cu.stcdian'aB4 Klnreicb 

-ieft tn crmni.Rte ^^n-Piniched a 

^ aea work, Afiswer (|■’7ic3c, 


X^53n - ~ 



NEVER CLOSED. 


Ullgyy^ 


Bolgg tda Atl5 18 1904* 


\ 


99\^ 


4 ^. 


Nqw Dsnvor colo« 

t *1 ^ 

^eiJ. us of terra?::© and garble mon we can geta^t once 

I 


H»S« Qaljjley# 


lOSPAm* 


' 6 Coei) 


























TREASURY DEPARTMENT 



IN REPLYINO.QUOTE UPPER INITIAL, 
right HAND CORNER. 


WASHINGTON AugUSt 20, 19C4. 


Superintendent of Construction, 

U. S. Mint (new), 

Denver, Colorado. 

Sir; 

This Office is in receipt, "by reference from the Director 
of the Mint, of a telegram from the Assayer in Charge, Denver 
Mint, re<iuesting the use of the ventilating fans in the new 
building. 

You are requested to advise this Office, as pron^^tly as 
possible, whether these ventilating fans are, except as to o 
cial tests, ready for service; also whether satisfactory ourr 
for running the fans is available, and if so, how and a 

espense can the current be obtained. 

Respectfully, 


ftect. 







geo. G. morse, Phesidknt 


TEI-EPHONES 

5300 OFFICE 

5301 OFFICE 

5302 TAKE 


B. P. MORSE, Vice-Phebidkjtt 

THE S. H. SUPPEY COMPANY 

SECOND HAND AND NEW 

MACHINERY AND MINING SUPPLIES 

OF ALL KINDS 

TwentvSecond and Larimer Streets 


ALJL QUOTATIONH AJtB KOtt SPOT NUT CAHJl 


matehial Ih 


■IWECT TO PRIOR EAUr 


I>. (j. J 1 C>ET(>X, TRKASUHKa 


W. F. C’owK 


Dented, colo. 


Aug. 23, 1904. 


Mr. Ellery, Supt., 

U. S. Mint Bldg., 

City. 


Dear Sir:- 

Referring to the tanks purchased from us, by you, we hereby 
guarantee the same to be water tight. 

Trusting that this will be satisfactory and that you will 
issue a voucher in accordance, we are. 

Yours very truly. 


the s. h. supply compaky. 











TREASURY DEPARTMENT 


jjgUVHlH. New Mint. 



IN replyino.quote upper initial, 

RIGHT HAND CORNER. 




WASHINGTON AugUSt 22,1904, 



Superintendent of Construction, 

New Mint, 

Denver, Colorado* 

Sir: 

Referring to your transfer to duty at another point on and after 
the 1st proximo, you are requested to advise the office, on receipt 
of this, SLnd based upon the conditions, as to when the services of the 
two watchmen at the New Mint, Denver, Colorado, can be discontinued 
8-s a charge against the appropriation for the erection of the building* 

Respectfully, 




B. P. MORSK, Vice-Phksidkxt 

,.0 o. 

the s. h. supply company 


SECOND HAND AND NEW 


fiCE 


MACHINERY AND MINING SUPPLIES 

OF ALL KINDS 

Twenty-Second and Labisier Streets 

ALL <JU0TATX0X8 ARB FOR SPOT KKT CAHll MATERIAL IS 8V*MKCT TO PRIOR SALB 


DENYER, COLO. Aug, 


I/ir, Lee Ullery, Supt., 

U. S. Mint Bldg., 

City. 


Dear Sir:- 

Inclosed find your vouchers signed in duplicate, 
a check to cover vrill be forthcoming in due course. 

Thanking you for the item of business, we are. 

Yours very truly, 


ROr.TOX, TKEAHlJKEJSr 


W. r. CODK 


24, 1904. 


\sre presume 


THE S. H. SUPPLY CO-WAIIY. 






TREASURY DEPARTMENT 



MINT. 
incloBure 


IN REI>LYlNS.OUOTt UPPER INirlAl. 

right HAND CORNER. 


1544. 


superintendent of Construction, 

Neu Mint Building, 

Denver, Colorado. 



WASHINGTON Aug.23, 1904. 


Sir: 

I inclose herewith, for your information and the files of 
vour office, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Co. to deduct the sum of one hundred 
dollars (§100.00) from the amount of their contract for the me¬ 
chanical equipment of the building in your charge, on account 
of the substitution of single break switches for the double break 
switches specified. 

The Disbursih; Agent has been advised of this deduction. 

Respectfull!'’, 





•pIMVJit HI S'?. 




•fa4S7 P«nn»yj.Trs,nj.ai A^mwi, 


^We*^5,X0O4, 


in „uh t-n« np.,To^^i or tni« n^Avtr.mt, 

ro«r A,,eu.t i,,i9C4. to tno su»«m«ins 

Ai-onitoot, u nor^oy tcoeptod to ^Muot tho ««r. or ono 

l0.UaT.« {#.toc.oo) rpo. v»o ,r.o,„,t or your oonvraot for tno ..oonan- 
«'iUii>i,.oi.t of tfjo now sant Buii'UnEst B«nvor,coi«rarto,to irw 
«-*ri «ingi.» broBi awitoboOjfor tower sorrlce^ In iieu of rtouW® 
^TfAAK owltohes Hp«oirie 4 , » pjibilo axlgerioy roQulring this action, 

01 ''lO'lltO tioJFl dOvJJSOt ftdoqil^to* 


It In nrvl^Tntooa rM %nnt this deduction i» not 

the tircje foT tho corpXotlon of the vfOvK a(R required lyy 
tho of rottr contract; that the mmm 1» without prejiudioo to 

aad rights of tno United ntfkton there!indcr; and without 

to any and aXl rights of the United States agajinfit 
on the bond erooutod for tne faithfia fulfillwont 
” '’ontrsiet. ? 


aoJcnowx.M^ij tne receipt of this iettor* 



■ :t 


«. 


HonpootfuXiy i 


JS 


Aaeiatarit Secretary. 



I!r. Lee Ullery, 


treasury department 

OFFICE OF THE SECRETARY 



WASHINGTON, August 22, 1904, 



Superintendent of Construction, Tint Building (iTew), 
Denver, Colo, 

Sir; 


Ilr• IY*anic Ia* Dov/ner, Assayer-in-Cliarge, iiaving been 
appointed Custodian of tlie U, S* ?.-int Building (ITew), Denver, 
Colo., and instructed to assume the duties thereof on August 31, 
1904, you are hereby directed to transfer the custody of said 
building, all boohs, papers, and other Government property in 
your possession relating thereto, to him on that date, and to 
take his receipt therefor to be forwarded to the Department 





G. j. PIPER, President. 


T 


^ E PIPER. See«r=... 




































president. 


W. E PIPER, Secreta 


ERNEST F. PIPER, Treasurer. 



i, j. 


g20 W.SICOND ST. 

PMf^pOt 

' p.o BOX 3 . 


ry. 


Pueblo^ Colorado, 
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POSTALTELEGRAPH 



COMMERCIAL CABLES 


h, MACKAY, President 

TELEGRAM 




Y/ashingWp D. C. Aug 
Snpt Construction New Ivlint 

Denver Colo 

contemplated to mke insulation tests wiring and motors.Is curron 
from mint generator available if not when •wirew" 


J, K. Tayloi*, 


Supeyvising Arohizect 


505 pm 


Form No. 168 . 

THE WESTERN UNION TELEGRAPH COMPANY. 

-INCORPORATED- 

23,000 OFFSCES IN AMERIC A, CABLE S ERVICE TO ALL THE WORLD. 

This Company TRANSMITS and DELIVERS messages only on conditions limiting its liability, which have been assented to by thesenderof thefollowing message. 
Lrrora c^ be gu^ed against only by repeating a message back to the sending station for comparison, and the Company will not hold itself liable for errors or delays 
in transmission or delivery of U nrepeated Messages, beyond the amount of tolls naid thereon, nor in any case where the claim is not presented in writing within sixty days 
after the message is filed with the Company for transmission. 

This is an 1JNR£P£AT£D M£SSAG£, and is delivered by request of the sender, under the conditions named above. 

_ ROBERT C, CLOWRY, President and General Manage-,__ 


Govt. 


NEVER CLOSED. 


92-5 


received at 1114 to 1118 17th St., Denver, Colo. 

212 A. SQ N- 19 Pd. 

Washington, D C Aug. 25-04 

Superintendent Construction New Mint, 

Denver, Colo. 

Inspector denver tuesday to test wirdng and motors. 

* J.K. Taylor, 

Supifervising Architect 




*- 039 ) 


















n No. 168 


^O. 

THB WESTEIRIff UlfflOIV TEIiEGRAPH COMPAltfY. 

-INCORPORATED a • 


23y000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE waolh 



Xhis is an iWKEPEATED BLESbAOE, and is delivered by request of tiie sender, under the conditions named abova 

ROBERT C. CLOWRY, President and Ger^eral Managed 


RECEIVED at 1114 to 1118 17th 8t., Denver, Colo. 


NEVER CLOSED. 


172 A KN N- 19 Pd.Oovrta 
Washii^toiigDC.Aug. 27t-04 
Supt. Ullary, 

MiRt« Demver, Col. 

Vault expert Bergiii leaves here for DeRver toni^t* 

Jaa. A. Wetmore, 

Aet’g Siq)erTf|Jj| j^ehitect, 


P0STALTELE6RAPH 



COMMERCIAL CABLES 



CLARENCE H. MACKAY, PRESIDENT. 



Rcqistcrco traoc-maiik. Design patent No. 36360r 

The Postal Telegraph ■Cable Company (Incorporated) transmits and delivers this message subject to the terms and conditions printed on the back of this blank. 


Received at Main Ofdce, 92^17tb Street, Ernest & Cranmer Building, JDenv^ (Telephones 4500, 4501), 

176 CH 37 Govt. 


O S 
- ? 
€> 


Washington, D.c,, Aug.29-4 
supt. Ullery, 

New Mint, Denver, Col. 

NO objection to your remaining at Denver until 3rd 
proximo if necessary. Prefer you to be at New Mint until 
Bergin con^letes examination of vaults. 


J.K, Taylor, Supervising Architect. 
123 IP 
















(PRITTTTCD ITRADIICG). 


Wfishington, August 25,1904. 

!Ir,Lie IJllery, 

Superintendent of Construction, Kew Mint 
Denver, Colorado. * 

Sir:- 


^incloaed find Department letter of the 24th Inetant.rellevine you 
from duty at the New Mint,Denver, Colorado, and transferring you for 
service,with compensation increased to |2,500. per annum,incident to 
the extension of the Post Office,at St.Joseph,Missouri,to take effect 


on the 1st proximo. 

Instructions have been given to Mr,Oscar Hinrich,Clerk at the New 
Mint,Denver,Colorado, to aid the Custodian at that point in securing 
the completion of any items of work. 


You will leave for your new duties on the evening of the 31st in¬ 
stant au which time you will forward your final report on the Mint work 
itemi:^ing therein the defects and omissions existing,copy of which you 
are requested to leave with the Custodian for his information and guid¬ 
ance. 


A supply blank forms,books,stationery,etc,, for your use at St. 
Joseph,will be sent you in care of Mr.John Albus,Jr, Surveyor of Cus¬ 
toms, vrho is the Custodian of the building at that point,and who has 
been advised of your detail. 

The surveyor ox Customs named is also the Disbursing Agent for the 
Bulldingj^^^ been directed to make payment for your services un- 


Office,St•Joseph, 


der your nevr detail,from the 
Mo." 


»T^Ppropriatlon for”Post 


On your arrival af o 4 - •• 

- a. St.Joseph, you win give consideration to se- 

curing Office quarters,furniture, etc. ror vo«r use 

„Hr,res "T * ■ .our use, as provided in the 

punted Instructions to Superintendents". 

Under date of July 28th,last , the Department accepted the propos¬ 
al Of Mr.James A.McOoni 6 le,of T-eaven«rorth,Kan,sas, in the sun of $ 178 , 
920. for the extension to the Post office,at St .Joseph,Missouri, tine 
for completion January 1,1906. The bond was approved on the 10th in¬ 
stant. Copy of the contract and bond will he handed to you by the 0«s- 

todiario 


The contractor has been advised of your detail,and further In¬ 
structions will be given to you in relation to the l.s.suance of vouchers 
on account of the contract. 

Vin connection with your securing office quarters, it is suggested 
that perhaps the Custodian of the the original portion of the building 
inay acco.mmodate you therein. 

Acknowledi^e the receipt of this letter and report your arrival 
at St.iosephjby wire. 

Respectfully, 
fSlgned) J.K.Taylor, 


Supervising Architect. 



TREASURY DEPARTMENT 


OFFICE OF THE SECRETARY 


WASHINGTON, AugUSt 22, 1904 







pointing you Custodian of the U. S. Hint Building (Nev/), Denver, 
Colo., I have now to request you to assume the custody of said 
building on August 31, 1904. 


Hr. Lee Ullery, Superintendent of Construction for 


said building, has been directed to transfer the custody of the 
building, all boohs, papers, and other Government property in 
his possession relating thereto, to you on that date, taking 
your receipt therefor to be forv;arded to the Department for 
record and file. 


You ar© requested to acknowledge the receipt of this 


letter. 


C • L. 
c. C. 
T . 



Eespectfully, 



'1 











IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


% 


TREASURY DEPARTMENT 



WASHINGTON AUg. 31,1904. 


Superintendent of Construction, 
New Uint Building, 
Denver,Colorado, 


Sir: 

I have to acknowledge the receipt of your letter of the 18th 
instant, relative to certain approved samples of hardware for 
the building in your charge, forwarded to you from this Office, 
and you are advised that hardware, as represented by said ap¬ 
proved samples ,is to be placed. 

Respectfully, 



JSS 



treasury department 



IN RE PLYING. QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

r C . 

2 : 101 02-JitZ 5Q. 

/ 


WASHINGTON Sopteicbex 19C4. 


TU; Custodian, 

iJ» S* iitiiifc (llew), 

Denver, Col. 


For ,yO-ur Information and files, find hererifch co — 
of offioe letter of this date, addressed to S. Fai th and 
Company, contjcaetors for mechanical e^^uipment of the build 
in F^ur custody, advising them, of approval of sample 
brass band for use on lov? pressure pipe covexing, which 


will be sent you under sepi^raCt; 


cover. 







defter MIKT (FSvf) 
MQD 


September 2 , 1904 . 


J^easre. s. Ftdth and Company, 

^ ^OAvn _ 

Philfitdelpbia, Pa. 

Sire: 

Heferrins to yoiir cont3n?.ot for mecSianioiil e-piipment 
of the U. 3. !Jllnt (new), Denver, Col., receipt is acCrnowl- 
edse^ of yonr letter of the let instrant, enoloBing sample 
bmBE tona for uee on low preaimre plpe oovcring, nnd yon 
are advieed that ear* Is aiproved and will be sent to the 

Custodian of the buildins for Mb f aes. 

Respeotfully, 

(Signed) G.E.Kemper 



DErraE.ITEX IvIET 
SB! 



treasury DEPARTMENT 

WASHINGTON September 13, 1904. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


4 




The Custodian, 

U. S. mint (new), 

Denver, Colorado. 

Sir; 

Referring to your letter of tlie 6tli instant, enclosing 
certain papers in relation to the shop teat made by Inspector 
SaYille on elevator #S at the building in your custody, you are 
advised that upon further consideration of the matter, and in 
View of the statements of the Otis Elevator Co., the builders 
Of this machine, it has been decided not to require a further 
test, and no adjustment of the safety device is desired. 

■Do ar>ftc1jfuHy * 



tect* 


(Printed HeHdini> ). 


Philadelphia, August 30,1904. 


Mr.Left Hllenv, 

7 


Supt. 


Dear Sir:- 


tJ.S.Hint (Hew), 

Denver, Colorado. 


Re_ative to your letter regarding safety device on car Ho.3 we 
herew_th enc?-Ose a copy of letter received from the manufacturer of 
sane. Kindly advise us as to your decision to same and oblige 

Yours respectfully, 

(Signed) S.Faith <% Co. P, 


S.Faith and Co., 

2427 Penna Ave, City. 

Gentlemen: - 

We have your favor of the 23rd instant containing copy of letter 
from the Superintendent of the 11.S.Mint,Denver,Colo, relative to the 
safety on car Ho.3 and in connection we beg to advise that this typ© cf 
safety will not admit adjustment of the grips so as to stop 
less abruptly,and the type of safety 
Ho ,2 would not be satisfactory 


on 


On referrinp to paragraph 933 of specification covering tl 
Uoj; o? elev^.or%aint,you wii.l note the followlne cl. 


so as to stop the car 
furnished in connection with Car 
account of the short rise of the car, 

the installa- 
Lause: "Lift 

Ho mn^t be supplied with all the above devices except guide grips". 

rial voifwiii note that neither the specifications nor our con- 

iron which . ou ^ safety for this car,but w 

ract ^^^Ssh'wha^ we call our roll type of saf 

it advisable to entirely,and since there was 

than to there would he any objection 

device we aici nb^. * nrefers to have us remove 

If,Wever, the no objection to doing so. Our 

make this ®^^^^Yours respectfully, 

Otis Elevator Co. 


i^ice entirely,we 

hov/ 0 v 0 i»,is not to 


we con'^idered 
afety rather 
no charge made for 
to furnishing it, 
this safety de- 
reconmendation 


■■•rm No. 168. 



- -- ^ qai aenx ai 

at 1114 to 1118 17th 8t., O.nvor, Colo. 

189 CH NB V 24 Paid Govt. 


never closed. 


% 

Wa^hinston, d.C •, iie|9l7,-4. 
Custodian N a7 Mint Blig „ 


* . 


D-€nvor, Colo. 

Telegraa, received foreare proposal coniraciors for mechanical 

I 

cquipTsent to raise outlets referred to 


i 


J#K.Taylor, Supervising Arch, 


1055 a .r, 











DENVER^ NEW MINT 


advising superintendent of remittance 


OF FUNDS.- 



2^yartmewt; 

Office of the SUPERVISING ARCHITECT. 
Washington, D. C., 

September 15, 1904. 

Superintendent of Construction, 

Mint Building, Denver, Colo. 

Sir: 

Your EstiMate of Funds required during the aonth of 

September —ion a -p^ ai- 

- 0 4, for the work under your charge has been 

received, and you are advised that a remittance of *45,000.00, 

to the Disbursing Agent, has been requested. 

Hespectfully, 



Chler Executive Ol’fi 


cer. 


ACE 




IN RCPLYINO.QUOTt UPPER INITIAL, 

RIGHT HAND CORNER. 

Custodian, 

New Mint Building, 

Denver, Colorado. 

Sir: 

Referring to floor of coining room, over boiler room, 
in the building in your custody, you are requested to ob¬ 
tain from the contractor for the completion of the building, 
a proposal for talcing up the floor down to the magnabestos 
blocks, reiaovlng all the hair plaster, then plastering 
with asbestos plaster, asphalting well before placing 
asphalted paper, asphalting well after placing paper, sprinkling 
well with sand on hot asphalt, and laying all the floor 
at one time, not allowing a ^oint at the end of each dayfs work, 
and forward such proposal to this Office with yoiu? definite 
reconiaenlat ion, 


Respectfully, 



Telephone Connection. 











* PLUMBING INSTALLED BT 6 PAITM A CO. 


„|iCE^^ - } 

. ^ e^27-33 Pennsylvania Avenue; 


the WITHERSPOON BUILDING. PHILADELPHIA 
PLUMBING INSTALLED BY S TAlTH A CO 


Wo/^kP/ROMP rir Arrfmfo 7b 


■^P>^'P‘/,'i^9atiyar,Colo. ,Sapt. 19, 


Cu81 on 1 Ml, !i. s, rij.nt ’?u 1 in 1 ntj, 

nanv«r, Polorarto. 

Sir :- 

W8 find t.h«t. it. will h« inro8,ible to eroct g-aywi^od !,«ntil«t- 
ing duot at entrHnoe to basement stornge yault owing to the fact that 
space between day gates when open is only 3fi 3/4". Wo,.Id also call 
attention to bell on day gate., which practicaJly takes „p an additlon- 
a_ space of 2", Again the space above day gates is only 4 l/4». 

We would suggest that this duct he changed to .3 1 / 2 " x .34 m lieu 
of .3 X .36 as contained in our propo.sal accepted October 6,1902, said 
change to affect only the dimensions of duct passing through vault 
vestibule. As we have made duet to conform to accepted dinens.ton8 
and according to plan8,an additional charge of |2.3.00 will have to be 
made to construct new duct, for which amount we hereby propo.se to do 
the work In a aatl«factory manner. 


RBspoctfully 












DP3TVER NEV7 laiTT. 
V 



/y 

TREASURY DEPARTMENT 

WASHINGTON September 22,1904. 


IN REPLYINO.QUOT£ UPPER INITIAL. 
RIGHT HAND CORNER. 


Enclosure 1086 



The Custodian, 

U. S. Hint (New), 

Denver, Colorado 


Sir: 


Enclosed find report, dated the 9th instant, as the result 
of an inspection of the mechanical equipment, at the building in 

your custody, as embraced in the contract with Messrs. S. Faith 
and Company, 

Your attention is called to the notes on the back of said 
report for your guidance. 

You are requested to have Mr, Hinrichs, the Clerk at the 
building, to make copy of the report for your files, and you will 
return the original to this office. 

There is also transmitted copy of a letter this day addressed 
to the contractors in regard to the defects in the v/ork 


Respectfully, 



hltect 


Slic pXiut 0f the "United at 

xrf ihz ^sssijguv in eix'oxQz, 

Denver,Colo., September,9, 1904. 

Mr. J. K. Taylor, 

Supervising Architect, 

Treasury Department, Washington, D.C. 

Sir:- 

In accordance with instructions contained in Department letter 
of August 25, 1904, I have visited the U.S.Mint(new), Denver, Colorado, 
and have, so far as possible, tested the wiring, motors and machinery 
in connection therev/ith under contract with S. Faith & Company for 
the Mechanical Equipment of the building, and I have to submit the 
following report and recommendations. 

All of the electric wiring has been practically completed, but 
the switchboard is not yet in position and temporary connections had 
to be made for delivering current to the several motors. I checked 
all sizes of wires both for feeders and tap circuits, estimating the 
length of each and figuring the loss of potential therein when fully 
loaded. All tap circuits were figured on the basis of #14 wire 
from tablet to farthest outlet and the loss was well within the 2-1/2 
volts specified. In the longer runs and more heavily loaded circuits 
#12 wire has been run from tablet to first outlet, thus still 
further reducing the loss; so that the average actual drop will not 
be over about 1-1/2 volts when taps have their full load. 


Mr. J. K. Taylor 


2 


The greatest loss in any lighting feeder was calculated to he 
2.14 volts in the case of tablet B-2, and the loss in the feeders to 
other tablets was in some cases as low as 1 volt. The specified loss 
is 3 volts. 

The greatest loss in any power feeder was calculated at 4.75 
volts in the case of circuits #29 and #30, suid the loss in the other 
circuits was in some cases as low as 8 volt. The specified require¬ 
ment -in the case of power circuits is 6.6 volts. In view of the very 
ample size of all the wires as shown by the figures, I do not consider 
a more accurate method of measuring the loss to be necessary. 

I also tested all wiring for insulation, and it is within the speci¬ 
fication requirements in this regard, except in the case of the feeders 

leading to pump and well room, which are slightly grounded. This is 
> 

most gtobably due to moisture from the leaky tank and there has been 

any quantity of water on the floor of boiler, pump rooms etc. None of 

these^grounds are bad, and I am sure they will disappear when the 

floors are thoroughly dried out. 

1 therefore recommend the acceptance of all wiring and have 
i 

so informed the Superintendent in order that he may permit the connec¬ 
ting of fixtures. 

The results of tests of motors(except elevator motors) is shown 
in the accompanying table, the average only of a number of readings be- 

4 

ing given(The H.P. is calculated on the basis of the guaranteed effi- 

t 

cioncy as set forth in contractor’s proposal). in connection with 
these several motors, I have to make the following notes and recommonda- 



Mr. J- Taylor- 


3 


tions: 

1. Motor NO.5025 coupled to the centrifigal exhaust fan is en¬ 
tirely too small, and to prevent its utter destruction I ran it only 50 

minutes when the armature reachpr^ o 

^ reached a temperature of 212 P. As it was 

absolutely necessary that this fan he in r.^ c, ^ ^ 

iciu os in use on September 1st, the Su¬ 
perintendent Of the Mint has bought a belted motor and connected it to 
the fah for temporary use and it is no-.v running satisfactorily. 

I have to recommend the rejection of this motor together .^ith its 
starting rheostat which is only large enough for a 1 H.P. motor, and 
the supply of a suitable motor and rheostat which will operate the fan 
without overload. Also that the contractor be required to pay the ex¬ 
setting, connecting and removing the present temporary motor 
which rill be used in another portion of the building at a later date. 
The shaft of exhaust fan motor #5144 in west end of "building 
placed that a portion of the key-way is in the hearing, and when 
the key-way strikes against the edges of the box casing making 

derahle noise* The same is also true in the case of the small fan 
Kiotor #5030 

and in this case the hearing is also located partly in the 

Plastej* Qa* n j 

iiing in such a way that it cannot he oiled or gotten at for 
I’emovai, Tx . 

is not properly lined and wahhles hadly when running. 

^ill he seen hy the table, the slowest speed of the two large 


^isk 




^nd the high speed of the small fan are not at all close to 


fans • fsquirsmonts, and the size of the motors for the two larger 

^°bt twice too large, so that they will operate at only about 
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half load. When running these fans, the doors to fan chambers were 
opened so that the fans were doing all the work of which they are cap¬ 
able. I should be extremely surprised if they were delivering any¬ 
where near 19,000 cubic feet per minute as specified, especially when 
the horse power required to drive them, namely 1.52 is compared with 

that of the cone fan, 15.7 for the delivery of 28,000 cubic feet per 
minute. 

The shaft of the cone fan motor has been placed with the key-way en 
tirely within the outboard hearing in order to save cutting off the 
shaft at the coupling end, which was found to he too long. Such work 
cannot he too strongly condemned. One section of the resistance in 

starting hox is broken so that it had to he supplied with a jumper 
during test. 

All of these fan and motor bearing are full of dirt and grit, 

and It would not be safe to run them to any extent in their present con¬ 
dition. 

I have to recommend that the shafts of motors Nos.5144, 5039, and 
5168 driving one large disk fan, the small disk fan and the cone fan, 
respectively, be adjusted so no key-way will come in boxes, and that 
such change be made in the bearing on shaft of small disk fan that it 
can be oiled and properly gotten at for removal and repairs, and that it 
be adjusted so that shaft will run true. The question of speed of the 

three disk fans, size of motors on the two large disk fans is submitted 
without recomaendation. 

I also recommend that a new section be placed in rheostat of cone 
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fan motor and that all fans, motors and hearings he thoroughly cleaned 
and left in proper condition for safe running. 

The two house pump motors are about 25fo overloaded. They show hy 
careful measurements that they are pumping slightly over 50 gallons per 
minute each, which is the required amount. The pumps are prohahly pretty 
stiff as they have not been worked at all, and I believe most of the over¬ 
load is due to this cause. In connection with the test of well, these 
pumps were run continuously for about 2 hours, discharging directly into 
the overflow trough against only a friction head of about 20 feet of 2" 
pipe and their operation was satisfactory. 

The commutator on motor #5322 is rather rough and the carbon of 
brushes of both motors is too hard. I have to recommend the acceptance 
of these machines providing the overload is not considered sufficient 
to cause their rejection after the commutator on machine #5322 has been 
smoothed up and new brushes supplied both motors. 

These pumps are very noisy in spite of the two raw hide pinions on 
each. I believe that the motor speed of 1050 and counter shaft speed*’ ‘ 
of 280 are too high for anything like quiet running. 

After a goSSjJf difficulty and about two days time the air 
compressors were gotten in condition to run and a test was made of them 
with results as shown on table. The compressors did not work satis¬ 
factorily, and it was finally discovered that the valveshad not been 
put into their seats in the second cylinders of either machine, so that 
all the work was being done by the first cylinder. Prom the two com- 
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pressors enough parts were obtained to rvna • 

put one in proper shapeand it 

was run for the test of the wen mv, 

the well. The motors are amply large for the 

work and run with entire satisfaction. 

A preliminary test of the well was made to ascertain the capacity 
Of the ccm.pressors with the following results: A pressure of 105 Ihs 
is necessary to start the flow of water; after it has started 87-1/3 ihs. 
Will keep it flowing. Prom 45 seconds to one minute is required from 
time Of opening airtlift valve until first discharge of well. 

With hoth compressors working (before it was discovered that they 
were operating on one side only), air lift wide open, the well discharged 
2608 gallons in 30 minutes or 5316 gallons per hour with an average pres¬ 
sure Of 90 lbs. This pressure being all that the machines would hold. 
With one compressor under the same conditions as above the well dis¬ 
charged 1071 gallons in 15 minutes, or 4383 gallons per hour at an aver¬ 
age pressure of 90 lbs. which one compressor held as well as two in the 
previous test, with one compressor and the air lift valve throttled to 
tank pressure of 103 lbs., the highest pressure obtainable and 
have enough volume of air to keep the well flowing, the discharge was 770 
gallons in 13 minutes or 3551 gallons per hour. 

ontinous run of 7 hours was made to see if the well would hold 
out, and one air compressor was used after it was working properly. The 
valve was left wide open, and a pressure of 20 lbs. was obtained 
in the pipe between the two cylinders, 37-1/2 lbs. in air tank, and a 
total discharge of 24.390 gallons was measured. There seemed to be no 
diminution in the supply of water toward end of run. The water 
seems to be of very good quality, and is quite clear considering that the 
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well has not flowed ahovo nine hours since it was driven. 

The well flows (after being started) much better and with less 

violence at a pressure of 90 pounds than at a higher pressure, though 90 
poimds will not start it. 

I consider the well to be entirely satisfactory and recommend its 

acceptance. The deflector on top of discharge pipe has not yet been sup¬ 
plied. 

The capacity of each air compressor is sufficient to operate the 
well, but there will be no excess of air for other uses, and the pressure 
of 115 lbs. cannot be'S’tained without throttling the air valve which 
I do not consider will give satisfactory results on the well. I should 
consider the compressors satisfactory and recommend their acceptance 
ij- the conditions of the pressure and the 10^ additional air supply is 
waived,in view of the fact that each compressor will operate the well 
^d deliver a greater amount of water than is specified, by about 14-l/2^» 

The overflow pipes from the^cooling coil tanks are too small 
and as iihey are connected with the cooling discharge from cylinders of 
^ii* coa;ja7eg3oi.s -the water backs up and overflows these tanks. I rec- 
onanand that these pipes be run to the drip tank independently of the 
cylinder cooling discharge pipes. 

One cooling coil is broken and must be replaced with a new coil. 

®oth compressors should bo thoroughly overhauled, put in perfect order 
^hd new valves and springs supplied to take place of missing parts. 

The aii> piping should be braced horizontally above the compressors and 
®cp it from vibrating when the machines are running. 
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The storage tank leaks badly and i recommend that 

i^nat the contractny» 

1}0 requested to give the entire interior of 

. r . . . ’’ °f tank and overflow trough 

. Viamrir r*nata of hot. flC!-nT-iQl+ 




tvfo heavy coats of hot asphalt which I t.eliav« m-. ^ 

win entirely stop the 

leaks. Prom 10.30 P,M. last night to 9.00 A V +h- 

- this morning approxi¬ 

mately 340 gallons had leaked out. The oi,+i..+ 

o'ltlet valve on tank was tight- 

ly closed. 

The centrifugal pump has not been supplied with flexible coupling 
and it was so badly out of line that it had to be unbolted from base ^ 
in order to nn it. The table shows its speed and consumption of 
power When pumping, and a test of its capacity showed that it lowered 
the level of water in drip tank 18_3/4" in 5 minutes which is equiva¬ 
lent to 46 gallons per minute instead of 75 as specified. 

I reconuaend the rejection of this pump and the supply of a larger 

motor is amply large for a pump of twice the capacity of the 
present one. 

The ash hoist motor #4389 is not satisfactory. Drawing H-214 calls 

£L 

reversible motor and the motor supplied is not reversible type 
with radial >« 

crushes; and there is no means of reversing provided. So 

^hat after* 

raising the ash chute I had to reverse the leads to motor 

in - ' 


to get it down again. 

rp-L 

Operating levers on hoist have no guides to keep them in prop 
so that the spring catch will hold lever in place when buck- 
operating, and the link chain on bucket 'shaft is far too ligh 


er 


to 


Woi'lj n >, + 

the qq ^^Perly, whole machine needs cleaning. I recommend 

'*’^*’aotor be required to make such changes in the motor as will 
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make it of the reversible type and provide suitable means of reversing 
same. That guides be placed on levers and machine thoroughly cleaned 
and adjusted and that it he tested when hoiler test is made. 

The economizer motor #5082 was not run at all as it has not yet 

“been cdnnected hy belts and countershaft to the economizer. 

1 

The tablet boards for the motors have not been supplied with the 
brass or bronze casing called for but the edges of marble have been 
beveled and polished which I consider to be equivalent to the casing. 

They have been supported, however, with ordinary square head rim bolts 
and washers which show on face of boards. 

I recommend that these bolts be replaced or provided with brass or 
copper cap nuts to match the finish of switches, etc., and that then the 
boards be accepted. 

All of the rheostats except as herein noted are satisfactory and 
I recoromend their acceptance. 

In general, I have never seen a lot of machinery supposed to be 
ready for operation in such a horrible condition from dirt, rust and lack 
ef care. 

The tablet for house pumps has been placed for convenience to ma¬ 
chines under a removable skylight, and, while I was first trying to test 
these motors and pumps, a sudden shower drenched the machines and tablets 
, Trom the water which leaked in, and a split pipe lA^Sonnection 
fagulator above tablet also added to the trouble. Some absolutely 
"^ter tight arrangement should be made in connection with this skylight 

^d prevent any possibility of its leaking. 
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,„l. Ih. t..l ta. In 

Ml loM .r 4,000 in.. .«. . ....... .. ^ 

„„... or .7 M 20 „,„„ „p .„, .... ,.. .....^. 

load will be from 800 to 1,000 Ibq pr,^ +>,« . ^ 

,UUJ IDS. and the oar is balanced for this 

taking 20 amp, to operate in each direction, 

, The light fixture in car and slack cable lever are yet to be sup¬ 
plied. The car is in use daily and is giving entire satisfaction. 

I recomend its acceptance subject to the supply of items above 
mentioned. 

The other two elevators are not ready for test. Their motors are 
numbered A-G863 and A- 6883 . 

All motors and their machines can be used at present except the 

hoist, economizer motor and one air compressor, so that the use of 

building is not being interfered with. 

In this connection I would suggest that inspectors making shop 

of motors be requested to state in their report the shop numbers 

Motors tested so that such motors can be identified when they are de¬ 
livered 

<ina set up, from the files of the Superintendent of Construction. 

Respectfully submitted: 

(Signed) William E. Leland, 


Inspector, Heating, Hoisting and 
Ventilating Apparatus. 



CENTRIFUGAL EXHAUST FAN. 175 to 350 Rev. 
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"^^^asury department 


WASHINGTON S#pt«mber 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Enclosure 1089* 


ilecars* S, Fed-th (l^nmemyg 

Ko,& 427 Pennsyivwil* Avenue, 

Phllftdelphla, i-enrinylvanU, 

Sira} 

aiclosod find copy Of , report d.ted the 9th Inetw^t, e. 
the remat of inspection or work under your contrast for the 
»eoh«nlcM equlpaeat et the U. 8. Klnt (Kew), Denver, Colormio. 
The report will explain iteelf. 

Iho offleo concurs with Uie Inspector in record to iho ao- 
o<*ta>-.ce 01 the conduit ond ulrine in place ond .aso of the or- 
teelen well. Ihe tablet boards for raoSore will aiao be accepted 
vlth the undcrotondine ,hat the equare !»,oa riu bolts will be 
replaced ,i-.h brass or oopper cap nuts, as succested 1., the re¬ 
port. -the location of the tablet board for Jk,uso pus^^s is not 
epproved end you are dtreoted to relocate the s».e. ae it le 

doubtful if the r.nov«,l. eiylieht oan be nmle absolutely water- 
ti^t* 

aevator Ho.3, will be aooeptod, subject to the three nonthe 

<,.r.tinc teet. a. .oo„ a. the nieein* it«e. „ot«, i„ the report 
h»Te bean auppllotf. 

you are also dtreoted to remedy the defeote in the cooling 
0011 . Of air oos^ressor, 1„ water storage t«Uc. m,d the defect. 


B3WVKR H8» M»T. oo lanj 

.: ,^:*:****®** B.i'«ith md c©. 


2 . 


in th« otntrlfwgfti p\m^ «n<i a«h hoi.t 

” M r#oo«3«®nd«d in the 

report* 

In *" ** *"*®''* •“<* «»«htB*ry •lu b, ^, 1 * 

«*t. dTT *"'****^ ” oj’PortunUy to Inro.tl- 

im —*«•. 

^hlch bonovod to b, d«. to ,,,, 

rc« nr, na,o ,, Inro.tient. th, .nttor or fon. ,ot.r 

p^p OM.aoitl,a. «d to «oJc. ,uoh •It.rntion, and •dju.to,„t» 

in be node when the boUere ere teeted. 

You will ndTlB, th, offlo. wh,n all w,rfc 1. cOBpi,t.d and 
'■•«y for final tsat, md In^aotion. 

oopy of thla latter haa 1>,an tranmittad to th, Cuatodlwi 
or th, buiidine. 



ReepeotfttXIyi 


<c<. 


Ly 




7 


£. 


Si^erTleins Arohiteot, 

aj.-yx'. 

































Telephone Connection. 









THE UHITCD STATES MINT, PHILADELPHIA. 
heating.VCNTIIATING * PLUMBING INSTALLED BY S FAITH A CO. 




3 .._2427-33 Pennsylvania Avenue 

~'^UNraY WoHK PrOMPFIY ATTf/^0£0 ^ <i^ 


THE WITHERSPOON BUILDING. PHILADELPHIA 
PLUMBING INSTALLED BY S.FAITH A CO 




Ifr.ppHTik M,Povmpr, 



Pftnv(»r, CoJ.orafto* 


In noinpJ.,lKn(jP wlt*h you»* rpqwpst, of tho J.9t;h In^tantpwo havo 
to BtatA thn^; wo tho thIr<;y-fPHr brackotis In tho 

••^ooonrt utory oorr*jLfior of tho 'Unt BuIXdln^ In thJo pJty,aoco’"dInt; to 
tho torno of youi- lott^p for tho «un of f51x Htmdrort anrt Sixty ?)oiJarB. 

RoRpoctfuJJy* 


S'* C^’' <?L/Vv/ ^ '' -t 

/ h V V 


I 



















Connection. 


lephone 





THC UNITED states MINT, NHILAOELPHiA . 

MEATIHG.VENTILATING* PLUMBING INSTALLED BY S FAITH * CO- 


^ 


. 2427-33 Pennsylvania Avenue: 


THE WITHERSPOON BUILDING. PHILADELPHIA 
PLUMBING INSTALLED er S FAITH « CO 


'T <(buNrRr Work PooMPrir Anfoo^o 


Ur,J?ri\nk 'UDown*^'^ 9 

^ CiiBtodJlHnsn.S.Mjlnt HuiXdAnti, 

J)f)nv6rs CoXornclo. 

Sir; - 

Owing to a typogrKphlo^iX Brror In iottijr from homo of flop 3 ? 
olsQUOtort pr'iofl for raiding thp thirty-four out.XotR for Xslghtlng . 
'bracket« In tho «eoon<l «tory oor^ldor of tho Mint ^ulXillng In thl« 
city, nnfl 1 now bug to gubnlt » propo»»U. to rats* ««irt oiitlots for 
| 207 .oo,ln 3 tbH<l Of ifi 60 .,anrt roqPbSt that yoi. forwarrt f.an« an,! oan 


flrfit propo^nX* 


R<i»r«ctfi4X3vy» • 









Printed Heading)/ 


Philadelphia, Septe,ber 27,1904. 


Office of the Assayer, 

The Mint of the United States, 
Denver, Colo, 


Defer Sir:- 

In ans'w^er to your inquiry of the 19th instant,referring 
to our contract for the Mechanical Equipment of the Denver Mint, we 
will raise the thirty four outlets for lighting brackets on second 
fli)cr corridors one foot,secure same to the terra cotta in a satis- 
fi^etlory manner and repair all plastering,etc •, as directed for the 

sv^ of TWO HUNDRED AND SEVEN DOIJiARS-(^207.//) 

Yours respectfully. 


(Signed) S. Faith & Company 




IN REPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 



WASHINGTON Sept. 29, Z904 . 


Inclosure ITo. 429. 


Custodian, 

ITev; Hint Building, 
Denver, Colo. 


Sir 


There is inclosed herev;ith, for your information and the 
files of your office, copy of letter of even date, relative to 
painting of certain copper roof at the building in your custody. 

Respectfully, 





BStum?, WKV xayrt. 


29, 1&04. 


♦ 


Iitr* James A* l^cOoniijle, 

XeaTenworth, Kanitae* 

Bir :•* 

I Im'vc to tacknowledfiio receipt of your letter of the l^th 

instant, relative to i>alnting certain coj^per roof at t>ie ^©w 

: Mint tnjildlng at t^nvor, <!olorado, ai:«i you are directed to 
> 

proceed with the work a» requir«(< \>y your contract. 

Boepectfull^*, 


Superviaing Archit cot. 


DEUVEE 1IE7 HIET 



IN RCPLYINO.QUOTt UPPER INITIAL. 
RIGHT HM«D CORNER. 


treasury department 

WASHINGTON Sept. 30, 1904. 


Custodien, 

U. S. Mint (Hew), 

Denver, Colo. 

Sir: 

There is inolosed herewith for your information and the files 
of your office a copy of a report of the 26th instant made by a, 
representative of this office in relation to the work embraced in 
the contract with the Blebold Safe 4 lock Oo.. for the installa¬ 
tion of vaults in the building in your custody. 

When the item of painting referred to is complete, please 
idvise this office to that effect, stating at the same time 
vihether in your judgment all work embraced in the contract has 
been completed and whether you know of any reason why final settle 

ment should not he made at this time. 

Respectfully, 



/ijzm, 




Acting Supervising Architect. 





>N REPLYJNO.OUOn UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 


WASHINGTON 


20 I&04. 


The Supervising; Architect, 

Treasuiy Department, 


on instwoUons.a’.),dated August 

S‘ca«m Ruination of each detail of vault work l««talle^n 
t^ new ndnt duildinc In that oity.by the Wf^ld Safe 
under contract approved under date of Decwuber I5th,lBO<2,Bnd b toi 
this statecient as a partial final report upon same. 

Attention was partioularily paid to the workini; parts. 
oonpiuLor.boltwork^nd r:®vable threshold aystetus. ..everal ain^ i^er 
-feotions were found and were raiaedied as rapidly as ^ ^ 

crew of four experts frto the shops at Canton,0;8Ofiie oi P^arts be 
inc taken to local i^h).no shops. All were left in perfect 
tine looks were all wound up and tested as boitwork 

-ation looks were tried for the ser.e purpose anu for ease ef operation^ 

All locks operated freely and perfectly. 

The He 52-vault doors were finished at the shops in colors and or¬ 
namentation as required by the drawlnij. The SKteriors #ere not marred. 

The vdstib'ales,i.iarred by handling,were elevorly restored. On vaults 
Se Fe G.and M, .the exterior faces of doors and frame^ana vestibule 
interiors were finished at the t^iildinj in silver brfiiize,without oma- 
mentation,as authorized. The exterior finish of the storage vault was 
forbidden until final oQupletion of the ventilating system for that 
vault,(under another oontract),because the tearing oown and replaster¬ 
ing of the ceiling over saiue would surely damage it. 

Local painters have a sub-oontraot for the work and the (histodian 
has undertaken to have it done at the proper time. He also undertook 
to see completed the only other item of unfinished work under this 
contraot: the finish painting on the interior of the storage vault. 

In this connection,! assumed to direct the Dieoold Co.agent to have 
paiuiea on the look plate of each cat© the numbers statiped on the keys 
for unlocking sacie,and to paint on the vault doors or frames,as direc¬ 
ted by the (^3todian,the letters by which the several vaults axe knownx. 
There will be no extra charge for this work. 




Denver iviintjHew. J.P,Bert;in to the Supervising Architect. Pai;<?0-2-0 


Especial attention was Given to the raisinc and lowerlnG platfom 
in front of the storace vault. It is so nicely counterweiGhted on sub¬ 
stantial Liaohinery that one man can easily operate it with the hand 
lever. The elec tile motor for r&G^lar use in operatinu the platfom 
was tested for lue by Mr,W.E.Leland,Inspector,of this Departiaent, He 
described it as of sll^ndard make,1-2 horse power. It requirea I 1-2 
aiaperes to raise the platform, (G l-4“),in 17 seconds,and I ampere to 
lower it,in 16 seoonas. He stated as his opinion that the motor was 
exactly riGht, 


The mechanical force at the buildinG,(Messers biecel and Hill), 
were fully instructed in the care of the thrcsholas and briaGes,as 
those will require occasional cleaiiinG anu oilinG« 

With the exceptions as to peintinG,notfca above,the entire work 
was coupieteu in the IdGhest style of the vault builuintLrt ,eiiu in 
strict acooixiance witli the specifications uoid approveu Ulut prints,and 
it is respectfully recOLmended to you for full lvux filial acceptance as 
such,upon receipt of repoit by the Custodian ttiat the paiiitinj has 
been satisfactorily fiixishcd. 


Keasons for the aelay in preparit.G the work at the shops are con- 
tainea in ny reports to your office aatea July ZZ 1UC3,January 20, 
i.larch l,and April 25 lt04. They can be suiUiiarizua into:-Lack of shop 
rooiii to lay aown tlus work between similar jobs already under way when 
this contract was siGued,a;id the la 2 p;e aduitions to their plant under¬ 
taken early in this year which cozapelled ohanGo of level in floors,dls 
-mantlinG wid shiftinG of machinery,etc, ,dulayinG ail worn in the erec 
-tinG shops until txiaroh,when,under new conditions there,the work vras 
hurried,as reported under the last aate quoted above. 

At the IxiildinG they had some labor trouble,reported by tae Sup’t 
Of construction,Mr,Lee Ullery,under date of March Ib,la8t,in effect 
that the preliminary work was satisfactorily completed on that date 
without causinG delay to other contractors^ V\fhen the iuoin work was de¬ 
livered a, the buiidinG it was rapidly set in place by » coiipctent 

inconvenier^c© to theuiseivas but without 
r!^ 4 ?! slightest embarransi-iont to other contractors,as reported 

tloV SIst,last,by the Superintendent of Constme- 

n. It was his opinion,and of'his clerk,who is still there and who 

thlt General ooAtraotnr 

that the piaolr 4 j of the vault work in no sanse caused delay in the lom 



Denver clint .jlSiif. J.P.Beri;in to the Supervising Architect. Paj;e_3-- 


thftt acivantaee to sn conoenieti. Takinc 

thfwJrk coverefln^th^ for ioprovemellt of 

the *ori.covered in the reports quoted,and the extra work devoivind on 

newrn«*..rt^ ontailint; expenditure of time and money but 

fh^t *'* ‘^vemment.I have to respectfully 

ted es Xlqiildaterdai^I^Lf oooeptanee of the work no sum be deauc- 


Kespectfully^ 


VaiiltjS&f® (mo Look i*«xporte 




1 




m RCPIYIMO,QUOTE UPPCT mmAu 
mOHT HMfO COfWCIL 


TREASURY DEPARTMENT 



WASHINGTON OctCber 1, 1904. 


Custodian, 

Uev/ Mint Buildi ng, 

Denver, Colorado. 


Sir:- 

I have to acknowledge receipt of your letter of the 26th 
ulti!r 30 , relative to placing glazed partition in the Superintend¬ 
ent's private office in the building under your charge, and you 
are advised that the balance of the appropriation for this build¬ 
ing is exceed!n^y limited. You are requested, however to prepare 
a brief specification and sketch showing the work desired, 
obtain proposals based thereon, and forward the same to this 
Office with your definite recoinmendation, and if there are funds 
sufficient to do the work, it will be given prompt consideration. 

Respectfully, 




Acting Supervising Architect. 





DENVER, NEW MINT. 



IN REPLYINO.QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

Inclosure No. 408. 




treasury department 

WASHINGTON, October 6 


, 1904. 


Custodian, 



New Mint, 

Denver, 


Colorado• 


Sir; 


Referring to yoiir communication of the 30th ultimo, inclosed 
find copy of a letter this day addressed to Messrs. S. Faith A 

company, contractors for the mechanical equipment of the building 

in your custody, accepting elevator Mo. 3, subject to the three 
months operating test. 


Respectfully, 






DENVER, NEW MINT 

Q 



IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 

WASHINGTON , October 6 , 1904. 


&• Fiftltti <Sc ConipQjiy’* 

2427 Pmmsylvanla Avenuo^ 

' ^lladeXj^la# Pa* 

OmUeiaen: 

iHe CuBtodlan of the new mint at Denwer* CoIora(3o» has re¬ 
ported that the li^t fixtuz^ and slack cable lever has been sup¬ 
plied by you to elevator No. 3 in the building named* whii^ was 
installed under your contract for the Tnechanioal equipment* and 
you are now advised that the machine indicated is accepted* sub¬ 
ject to the three months operating test* 

A copy of this letter has been transERltted to the Custodian 
Of the building for hie information* 

Hespeotfully# 


Supervising Architect. 





DENVER, NW MINT 



Inclosure 618 


treasury department 


WASHINGTON Oet.6,1904. 





INRtPlYINO,QUOTF UPPER INITIAL. 
RIGHTHANO CORNER 


Custodian, 

New Mint Buildinft, 

Denver, Colorado. 


Sir: 


There is inclosed herewith, for your information, a 
copy of Department letter of even date accepting the proposal 
of Messrs» s. Faith & Company, in amount $25.00, to change 
size of galvanized vent duct at entrance to storage vault 
in the building in your custody, ail as set forth in said 
letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the work, as required by the terms of the con¬ 
tract and the printed "I ns tract ions to Custodians,** payment 
of which vouchers the Disbursing Agent has been authorized 
to make from the appropriation for Mint Building, Denver, 
Colorado. 


Respectfully, 




4 )iim. 


\ 


Oct. «,JL904. 


{?. ^ nonpf^ny, 

T'on'ir''.'’.voTiln AV'=in'tO| 

Phiiade?.pht3» P€.r*Af!‘3^1vanta. 

Youi* proposal, df\ted Septenb«r 19,1904, addroi <o<l 
to t.ho O'utodlan of tbe u«*¥r Pint b-illdiJi;; at Denve.v, Colorado, 
in aioiuit twonty-fivo ciollaro (^.?i5.oo}, in horoby oncf^i ted 
to c nonce otae of c^ilvonlzod vent dnct at entrmice to -toroft© 
vonlt In ^3aid building, as not forth in detail In yo^ir aalrl 
prOiX)0fal, the a'TOiint. helnc deosned roaeoii ble and a public 
exigency requiring this addition to youi* contract for 
the ncchsnioal e<riliiaorit of the build Inc» the aa io io be paid 


from the appropriation for h.int mXXdinc, Denver, Colorado. 

It is uii‘l6rstoo<i a*.d ccreed th€;t this acceptanoe 
la noT. to affodt. the tine for the conrletlcr. of t' e ;irc.r*ic as 
required by the tenis of the contract; t*iat V'e na.e Is with¬ 
out prejudice to any end ail^rights of the anited States T.>,ere- 
under, and wltho*at prejudice,also,to any and all rltihts of the 
united States against the s^uretisB on the bo^id executed for 

the faithful fulflllwe^-’'^^ contract. 

Please prowptly aokriowle^ige receipt of this letter. 

Resi ectfully » 


T 


Acting Secrotary. 


(PRINTED HEADING). 


Leavenworth,Kansas,Octob 0 r 6,1904. 


Mr .L.M.Dovmer, 

Custodian, Denver, Colorado, 

Dear Sir:- 

My foreman at the Mint Building forwarded to me two bids fo 
laying floor over portion of Coining Room. The bids are a little 
indefinite and as I am about through with my contract,! have conclud¬ 
ed not to submit one as the parties can submit them to you direct for 
the Government, If 1 should take it it would require someone there t 
look after it which would be an expense and commission fOr the work 
would necessarily make it more expensive to Government . tinder the 
circumstances I have decided not to submit one. 

Thanking you for the invitation to bid and for other court¬ 
esies extended, I am 

Yours truly, 

(Signed) James A.McGonigle, 




MINT 


TREASURY DEPARTMENT 



inclosTjire 627 


WASHINGTON Oct«1091904* 



IN repwiho.quote upper initial. 

RIGHT HAND CORNER. 


custodian 9 


New Mint Building 9 

Denver 9 Colorado 


Sir 


more 18 inclosed herewith, for your Information, a copy 
of Department letter of even date acoeptlns the proposal of 
Hessrs. 3. Faith & oonflpany. In amount $207.00, to raise 54 
outlets for lighting brackets on second floor corridors of 
the building In your custody, one foot, all as set forth In 


said letter of acceptance 


You are hereby authorized to certify and issue vouchers 
on account of the worK, as required by the terras of the 
contract and the printed "Instructions to Custodians," pay¬ 
ment of which vouchers the Disbursing Agent has been author¬ 
ized to mahe from the appropriation for Mint Building, Denver, 


Colorado* 


Respectfully, 



r 




MIKT 



Oct.10,1904. 


Mesyrs. s. Faith ^ COiHi^any, 
j^4^7 ’‘^eiinsylvanla AvensLe, 

Philadelphia, Pennaylvaaia* 

Oentianen: 

In aocorclanoe with the approvU of this Boioartnent 
yo^r: proposal, dated Sopteraner S7,1904, addrenaod to the Office 
of the Asaayer of the rif^’y kint b'lildtns, henver, Oolorado, 

in ainoimt two hundred and ae'»-en dollars ($S07,oo;, la heT'ebv 

V 

accepted to raise the thirty-four (34) outlets for Itrhttnc 
hrac-cete on aecoitd floor corridors of said buildtnfr, one foot, 
securinj: sane in satisfactory Manner to terra cotta ^md repair- 
Inr all da-iases to j^lastering, etc., as directed by the Ctisto- 
dlan, the amoimt beln5; deemed reasonable and a public extc^fincy 
requirinpj this addition to your contract for the foeohanical 
equipment of said bui-\din£^,aTVl to be paid from the apy^roprlation 
’forMint. BillIdin!^, Benver, Colorado. 

It is understood and agreed that this acceptanoo is 
W % aff^’Ct the time for the completion of the work as required 
by the ter.-is of your contract; that the sa.'ue is without pre^ju- 
to any and all rlcbts of the United States thereunder; and 
without preiudioo,also,to any and all rights of hhe United 
Slates against the sureties on the bond executed for the faith¬ 
ful fulfillment of the contract. 

Respeotfiiiy, 


r 

JCP 


Acting Secretary 


DENVER, NEW MINT, 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury DEPARTMENT 

WASHINGTON October 14, 1904 


Custodian, 

New Mint Building, 

Denver, Colorado. 

Sir:- 



Referring to contract dated Dec. 1, 1902, with The Dlebold 
Safe ft Lock Company, for vaulta. etc, for the building in your 
custody, and to your letter of the 3rd instant, relative to the com¬ 
pletion Of the work, your attention is invited to the fact that said 
work was to have been completed within 18 months from approval of 
bond, Dec. 15. 1902. or on or before June 15, 1904. under an obligation 
to pay as and for liquidated damages the sum of i25 for each day's dela' 
not occasioned by the Government. I have to request, therefore, that ' 
you submit a statement thereon, in which shall be indicated the date 
on which the work was practically completed, the causes for the delay. 
Whether or not the Government sustained any loss on account thereof. 

together with a statement of the account, in detail a. . 

’ uetail, aa shown by the 

books in your possession. 

be mar? settlement may 

be made at an early date# 


Respectfully, 


G. 


Chief Executive Offi 




cer# 







IN replyihg.quote upper initial, 

right HAND CORNER. 

SUCLOSUBS 52E. 


treasury department 



WASHINGTON October 18,1904. 


The Custodian, 

TJ. S. Mint (Hewl, 



Denver, 


Col. 


For your informtion find herewith copy of office let¬ 
ter of this date, addressed to S. Faith and Company, con¬ 
tractors for mechanical equipment of the huilding in your 
custody, approving sample of cloth for use in air filter 
frames. A portion of the approved sanple will he found en¬ 
closed. 


Respectfully, 



Acting 


A --- 

Supervising Architect. 



D2EVSR KIKT (sg.j) 

ms 


October 18,1904. 


EHClOSUHS 621. 

MeearB. S. Faith and Company, 

J3P PMldelphla, Pa. 

Sire: 

Referrin your contract for mecflianical equipment 
of the U. S. !ijn1 (new), Denver, Col., receipt is acknowl¬ 
edged of your letter of the 17th instant, submitting sam¬ 
ple 8 of filter cloth (for use in air filter frames), and 
you are adviaed that sample maiked #1 is approved, and one- 
half is berewl fti returned to you. The other half will be 

sent to the Superintendent. 

Respectfully, 

(Signed) C.E.Kemper 

Acting Supervising Architect. 


n* 


POSTALTELEGRAPH 



COMNERCIALCABLES 


C tAfteWC E H. M ACWAY, PhctiocmT, ^ _ t f 

TEI-ECI?AM 


/ 




Received at Main OfRce, ^zo^i^^jt^Stree^ ’Brnes^^&jCranme^^nUdlt^ Denver^ (Telephones 4500, 4501). 

B 52 CH.AU.X. 27 Govt. 

V/ashlngton^D.C. .Oct 20-4. 


Custodiin;- 

Uew Mint,Denver ^ Co 1 o, 

Department representatives in Denver thursday next for ‘boiler and 
other uncompleted tests mechanical equipment contractors 


advised. 


C.E. Kemper, 

Actg Supervising Architect 


150P 


(LUif) 














DENVER Nm’v' IfINT. 



IN REPLYINO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 

WASHINGTON 0ot.26,Z904. 





Custodian, 

Neiiv Mint Building, 

^ Benver,Colorado. 

Sir: 

I have to acknoTrledge tho receipt of your letter of the 
18 th instant, inclosing proposals for constructing a glazed parti¬ 
tion in the Superintendent's private office in the building in 
your custody;and you are advised that,upon full consideration, 
in viev; of the very limited balance of the appropriation available 
and the apparent necessity for making changes in existing work in 
order to meet the desires of officials who are to occupy the 
building, it is not deemed wise to authorize tho said partition 
at this time. If,after the building is completed in all abso¬ 
lutely necessary points, there are sufficient funds for this par¬ 
tition, the matter will be further considered,if again brought to 
tho attention of this Office. 

The checks submitted with the proposals win be returned to 
the bidders. 


Respectfully, 



supervisip^^Ls^it ect, 


JSS 





IN RtPlYINO,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT / 

WASHINGTON 0ct.S9,1904. 


Custodian, 

New Mint Building, 


Denver, Colorado. 


Sir: 


I have to acknowledge receipt of your letter of the 10th 
instant relative to proposals for relaying floor of coining 
room over boiler room in the building in your custody. As 
this floor has been once laid from specifications prepared 
by Mint officials, and as it does not appear that any of 
the bidders are prepared to guarantee better results from 
relaying the same, and as the balance of the appropriatioi^ 
is nearly exhausted, it is not deemed best to make further 
changes in the floor at this time. 

Respectfully, 



Supervising Architect. 

r 


HM 





IN REPLYING.QUOTE UPPER INITIAL. 


RIGHT HAND CORNER. 

J 

I 

f 

Custodian, 

New Mint, 

Denver, Colorado. 

' Sir: 

I have to aclcnowledge receipt of your letter of the 

t p 

25th ultimo relative to the necessity for certain storm 
doors at the 'building in your custody, and you are requested 
to obtain proposals for removing double swing doors on inside 
wall of vestibule and placing revolving door at that point, 

% 

and forward the same to this Office with your definite 
recommendation, together with cuts showing mechanism of 
doors proposed, and the arrangement for placing them. 

The outside shelter is not deemed desirable, owing to the 
position of the existing arrangements. 

Respectftzlly, 



< 




DimVER KEV' MINT 



Inc10sure 213S. 


treasury department 


WASHINGTON NOV. 3,1904. 



IN replyino.quote upper IN'T’W.. 

right HAND CORNER. 


custodian, 

Ke77 Mint Building, 


Denver,Colorado 


Si^ * -p 

, ‘ I inoloee haxe.itn, for your information and the files o 

,our Office, a copy of a letter of even date, 

posal Of S.yaith ac Co., in amount six hundred dollars (. ). 

as an addition to their contract for the mechanxcal equipment 
of the building in your custody, to mahe the water stor g 
absolutely watertight, by the method Illustrated by blue print 
submitted with tho proposal,which has been given number H 
a copy of which is forwarded herewith:and you are hereby author¬ 
ized to certify and issue vouchers for the wonc, as required by 
fhe terns of the contract and the printed "Instructions to 
CJustodians" ,payment of which vouchers the Disbursing Agent has 
been authorized to mahe from the appropriation for Mint Building, 


Denver,Colorado. 


Respectfully, 







ect. 


JSS 






























' : 

•:!;vf:a in? ’'Iht. 


2132) WOV.2,1904. 

Messrs.S.Faith & Co., 

;:5^2427 Pennsylvania Avanuo, 

Philadelphia, Pa. 

Oontlerjon* 

In aooordanc© with the approval of this Depart rent, 
your proposal, dat©<l the 17th nltino, addressed to the Supervis¬ 
ing Architect , in a-^ount six hundred dollars (1^600.OO),is 
hereby accepted, as an addition to your contract for the rnaohan- 
ioal equipnent of the new Hint Building, Denver,Colorado, for 
rerelerlne the i/ater storage tanK In the building absolutoly 
,ate-tight.b7 the nethod lUuotrated by the blue print submitted 

with your proposal, which has been given Office n^nsber K-390.a 

fhp ir' edinte porfor^ arc e of the worK. 
public exigency requiring the i 

It 18 understood and agreed that this acceptance Isnot 
to affect the ti.^e for the completion of the «orK as re.u.red by 
kna ^orra of '/our contract;that the sane Is without prejudice to 
' r ail rights Of the United States thereunder;and without 

j rtiort to any and all ricijuti 
projudioo, - , „.,-cuted for the faithful fUlflliEont 

' the surotlea on tho bond executed 

j of the contract. 

I pioase aoKnowlod«® ^ 

1 ]R0opootfuiiy» 


T. 


J.o.p 


'JSS 


Acting secretary. 


DENVER, NEW MINT 

A 

TREASURY DEPARTMENT 

WASHINGTON, HOV. 6, 1904. 

IN REPLYING,QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

Inclosure No. 2514 



Custodian, 

U. S. Mint, 

Denver, Colo. 

Sir: 

There Is Inclosed herewith, carbon copy of report, dated 
the 1st Instfiuit, made by Superintendent of Construction Ullery 
of the final inspection on the contract of Mr. James A. McGonigle 
for the erection of the building in yotir custody. 

Noting the numerous defects and omissions, the majority 
being of a minor character, however, you are requested to instruct 
the clerk designated to aid you in completing this contract to 
nake a numerically arranged schedule of these items, and hand a 
copy of the same to the contractor or his foreman, serving writ¬ 
ten notice upon him that each and all of the items must be com¬ 
pleted in accordance with the requirements before further consid¬ 
eration can be given to the matter of final settlement. 

It is desired to have this work finished up now at the ear¬ 
liest practicable date, and I will thank you and your assistant 
the work to give it such attention as will attain that result. 

Another general inspection of the building will not be or¬ 
dered unless you consider it absolutely necessary, and the Office 
^lll depend upon you and your assistant to have all of the numerous 



{ 

I 


* DENVER, NEW MINT, Nov. 5, 1904. CustodiAn. 



defects and omissions remedied and supplied without further special 
aid from the Department. Wien the work has been fully completed 
as required, you will please make final report, and the matter 
of final settlement will be given immediate consideration. 

Respectfully, 








Construction 


Post. orrXc.a PuJJrtlni'. 

4 ^ If 


St •♦To8l»ph5 


Ho.y ^nv«nMr ^,TP04. 


i!r* J •K.Tnylorj 

Ruparvlsinji 


Sir;- 


TrrtKRHry 3 T).r. 


nompXyin^ with ln.st.ruott«na in J)«pHrta«nt 
of th« 5iO*jh Jn« to "vi/jit, Kaw ’ttnts.n^ejnvorjCo?,- 

oriirto.nHkft fimX Inapoot.lon t\rv\ ronort ?!rQonic?.ft*.«5 oontrftatjwork 
roportofl oompX«ta^,<S^."j I X«ft St.Joflaph for Honvt^r on th« 2^r(\ 
ultino and arrivori in Donv#ir on morninQ of t.h<^ P.4th u^^ti.rnop 
I th« inapoction of tho work n«ntJonAd #^nc< hnvo to report 

nn foXXowa; 


54 r.Jf«noa A,Mo{>on.lt;Xo *0 contract of <^onpXftttori(oxcApt, 
cortaiTi vi\n?,tasPXnnbingjetc*)-Mint ^^iXdini^sJJon^crp ^oXonadOp 

dated Augnet Pflth5X902, w.aa to have been compXctod vfthin twentv 

% 

monthff from date of approwaX of bie bond(SoptCMber 4th-,X9o;>i 
>4»iy Ath|X^^4, f- etatenmnt of hie contract ae nodi fled by ad¬ 
ditions and dedHCtions on account of ohi^n£;nn In said work and 
the na^Tionts to the prosont t^mo arc as fo.TXowc; 


^ ^ Contract dated Au.guct 2 S,X 9023 

d eitirio>r$ 

?lxt«n«lon to coaX '^anXt,)')ec.4-X<)0J? 




eDo 




!r..T.K.TKy?.or 




.ln«pftction pit, :4arch 2fi,i903. 
in coining; rooni floor,Apr!?. 14,J903. 

P»i‘"rino antic April 14,1903, 

9aftom«nt pHrt,.i.tion«,*lHy P.R,1903, 

in ABSHy«»**fi rooms,Juno 4,1903, 

Oonorftto foundHtions.-Tuno 4,1903, 

Plank wixlkB, Juno ,*^,1903, 

Torrn oottn over vault R-C,Juno ?I5,1903, 

Ohan^o oneino roon door,Juno .',6,1903, 

•Ikrblo window sill, July 7,? 903. 

OiiO vani Red i r*on ^lue, J?ay ' 9 , 1 903, 

Q|itt.ftra Ht «kylij;ht,July‘ll,1903, 

Door i\t r>upt.»8 roon, Jiily 0,1903, 

Wn.sot ovo»* vault M, August 7,1903, 

Alborono stone floo'"s, August 17,1P03, 

PiJi-rJng in attic and painti ng,August 31,1903, 

T.O, Partition in attic jSsptonbsr 3,1903, 

Tie rods o^sr coal vault Oeptsmbsr 9,T903, 

R»gi stors in Attic, Oeptonber 9,1903, 

Pjilarging coal vault doors,stc.,October J 0 , 1903 , 

Removing October ’/jlPOS.rn 

^ite*-ation or basenent flues, Jan.;aO,i 904, 
MatchwayjOtc. in engine roon,v^b.9, 1904 , 

. ?ur>-ing basenent corvi.dor,?eb.9,1904. 

Herr.-. Oott-n partitions,;%rch .3,1904, 

Sweeps cellar, •Ia’"ch 1?-,1904, 

Cover feeder noniidits, (Boiler roon), tlarch P..3-1904 
Coal hole franes and covers, ‘^ay l?.,i904 ’ 

l^gine roon floor,July 23th,1904, ’ ’ 

Total includlnii; additions. 

Deductions. 


i 220,114. 

26.50 
1,194. 

279, 

33. 

69. 

30. 

.300, 

20.50 

70.30 
.123. 

40, 

172. 

3.5 , 
350. 
1,093. 
443. 

27.30 
160 . 
153. 

1,075. 

4.b. 

110 . 

213. 

100 . 

30. 
7,003. 
150, 
06.20 
046 . 

<1 ^55, 495 .- 




Substitute flat g»"ain pine,Jan. 20 , 1904 . i 

Owtt r«»s in UHscnirrm sash,March 3,i904, ’ tn 

Onlt h 0 K-i» .it cirivfl»viy,:.Uy J.;i,.{ 904 , 


67 . 6 ( 


• • 

Hrtount or contmot 4 8.1B,4«7.3( 


On account, of which work OHVMjertQ v. w 
anoimting to ---”_been .n«ade to date 

T , i211«004,7< 

•*'a'»lng balance unpaid, ' *--—“ 

(Viilch balance 'enresert. ^.v. . ^ -5,542.7f 

^ •’presents the retHincrf lo'' 

contract.) cl 10,v as provit^ert hv the 









Mr,J,K.TM/?.or5 




T]pon prf^Xji.mlmry Jn«p«o^'?.nn of t,h« work xiArfarn- 

ed 5^1*^ contrHCt I 8oon obeov-^ed tjhHt not, nonrXy onn- 

hHt T prooQAd49<t ♦io iv\k« t.h« <nflpoot.,t.on ir\ (9!^ report 

fnXly.thilnKXno t,)mt by ,so do^.ng a, ««con(t l.n^poot^on nnrl th^ «xpAnfiO 
of th* h« ftvoJ(lort,»4!9 ^b« Oii«t,od?.#*.n oan, ? t,h^,nk» mko ^ny 

addJtlnnnX inRp«ot.,lon aXrtfld by t,ho pr«««nt report, 

I found mny in tho wor)c,HMOnt5 wMob foX- 

'iQwXnc tt,om».mny of whinh trlvUX but ^houXd b« ron«rtio<l t.n 

‘TV'iV.P ’^Of'k 

Pi«t.fo-")S iiHvfl not >> 00)1 oonot-notort ftbovo nttlo fnrrofl 
ootJ.Jns for- Hooooo 'll roof oo«ttJ.oo; J.a-t<lor,o abovo atttn ooU-Jncs 
at. oat-t po.tnt* havo not boon pa.tntodj oxposort po-tiono <»■ .t.toor 
bOHim in strip .annou.Unt 5 roon aro to ho paintod t--n ooatsj J.ovors 
a-fl to ho proyirtod ^or oporating Xouvroo or dor.-,ors; mny boios in 
coppor oovnring of -oof dook not soj.rtsrod; oood walk on dook roof 
haVnot boon ooonrod to flag-staff or roof ,o,.ttloo and sootions 
of walk not ooo..od togothor; sono tor-a «otta rtobri, on roof and 
cono'nt on ohimnoys and roof not yot oloarod ofif. coppor o-osting on 
m.*n skylighb is loo.so In placos; flag stafffpot .in plan., nndor 
provions oontraot) )«o not boon -on.-vintnd.and i holiovo ».),« opooi- 
f)nation,!«'• paragraph nndor fainting and folishing wonld roqniro 
1,. ,om« oast iron lonvro.o on y«nt sDafts ar« loos*5 •> rogj star for 
coping of locks- room in attio not in; rogictor to bo plaood over 
door to sawing room in attio; ol«an and rnh varnish on skirting in 



!Jlr*.T,K.TKy.lor 


A 


said t*oon; rnb and oiX v^rni.Rh on >^5,ndow 

said room; p3,aRt«^>"1.n5 In cRj.XJni; of Raid ..owlntj room 

slt}j;hi‘..\y brokfin; son*) doors in attlo bind whon b«in<5 oporntod t 
spacrinc Of Bcrows in eXH 7 .iW 5 bonds in door, throuishont tho bnild- 
Ing RhouTd b« ft" and a»*o noar3y ^OJ. from R" to }.7>” on oanfa>*Rj on 
Kifvny doors tho soroMrs in boads wi,\.X havo to bo • on b .h 

Sides to produce uniformity; sXhrh pancj. in door to stationer/ 
eXerk’s room in a$tic is broken; varnish on window«,sash and skirt- 


inL> i;cnc>'a\Xy, not rubbed and oiXed as specified; some cement to 
b« eXcansd from p?.aster in strip armea.llng room and pXaster no be 
p»*oncrXy cXeancd,etc*, around pXacos where repaired in strip an- 
neaXin*.- room; cXa7-lni^ beads at sash of do>-.-ier window not secured 
with scre-Ts; foXdint; gates fin about aXX casee) at eXevator en¬ 
trances do not work easily and shotiXd be adjustedjcXeaned and prilnt* 
ed to match other wrouj^ht iron finish and rubber bumpers must be 


supplied at elevator door on mesznninc floor; cement floor at east 
Stairs in attic not well finished against the iron work; some cement 
floor in blacksmith shop and in room adjoining strip annealing room 
is cracked and loose and should be cut out each side of cracks to 
good depth and repaired; some plastering In paint shop should be 
repaired; some base skirting in paint shop to have plaster clean¬ 


ed orf j knob to top and bottom bolts on standing leaf of door to 



Mf.J.K.Taylor'— 


—5 


« Rtora room Xn Htt.tc is nn i.obbv si<fs of 

rooM in^j, shoiiXrt ho cXnunofl HJid va^^nishort ruhhort and o.ti.od 

& 1 [ windoWjOt.c., in said st,orat;o roon; gXaz.in^ bonds at door t.o J.a>"gs 
9 Hfit storage room in attic not socurod with screws; plastering is 
broken aXong both roar stair-way;; and at canoXod 80frtt,s of coiXinge 
st stair we? is; ce*se>it fXoor at rear second story corridor is crack- 
and cno p?,acc raised ^ip, shon?d he nade soi.id and f.Xush with nar- 
blrt border; pXa.steriyig in atijesting room shou.Td he fixed around 

I 

register, and beneath window s.il.ts, s-?,so where discolored, in ceiX- 
%fc;cXean plaster ^i<..tri 5 eir' fron a?J. narble and granite janbs an^l siXXs 
at a'’?, extc’^ior windows; varnish on skirting of platrorn above sec¬ 
ond fXoo»' r.f* west rear stai*'S has not been rahhed and oiled; varnish 
on base skirting in adjTistlng room not r>*bbed. and oiled; two r»^gis- 
ters not p?,aced in said room; plastering over two southeast windows 
o.*P said room and near northeast window needs repair? sash lifts not 
p?aced on sash northeast window in said room; screws in gi.axing 
beads of two west doors to said room not nn same side; varnish on 
frames and sashes of ladies' toJ.?et r00151,second floor, not Dihhed 
and oiled; door to said room does not operate easily; some cleaning 
rofjuired on plastering in said room; screw holes in treads at land¬ 
ings of both roar stairs are open am* tre<trt on meaRanine floor,east 
stair is too high to suit the warble border of floor and some rings 
Of rear stair bai.ustrarte turned n*vil boles in glaring heads in many 



[ 






p).Kc«R fvHf? in bo!»j« of t,hB Joinory ♦'.rin whor« fi>*« ««♦» 

not; h««n pnt;t-,lort npj oolj.ints Xl^ht^ ov«r t,r^n«f«r room, oot,nei**ft 
roon ovor noannrt story oor^'lfior hHV« not, boon of nih- 

blfth, «,nrt pXnstor.lnti hns not boon c.loanod off t.h<% o.opnor onrni.oo 
Sana; part of coppo»' nornioo at ooi.linf^ ovor .<«rtoond 

I 

story fto»"»-lrtnr(north«a8t. portion) ha« boon Jarjno<i an<t no«d« 
strhi£^ht,«ning; stains on p,Tast*^rinfi on wai?.s anrl ooii.in^js in rs- 
fJnory room anti roflns»“y rtrijrini]; room shoui.d bo oisansd off; top 
of ski^tinc in mac’tino shop anrt in tool room is about bslow 

top of plinth Mjtiooks at floors; ^ainsoot should bo paintsd at 
r<»c,ist*sr in said room whoro it hivs boon rsp^virsd; varnish on 
«kl»-t,infi and on soms wasinscot cap anrt season In mchino mom and 
tool i^oon not r>ibb«d and oilod and sono varnishintj oraittsd at 
serssn b*^tw<^ftn said otooms; brass grills at sorssn bstwssn said 
rooms not rlvoted at intersections# and not wcil ssourod to the 


»ood work; partint^ strijji at window in ia.'ichins shop sprung out and 
ono sash ii.ft filled with plaster; glHsino bead ouMons eash of 
tflst. windowjsecond story corridor#!;? cTf^wsights arn too light# 
oufi sasv» strikes sash ?oak,one lower moulding strip should bo r«- 
PUepd by new one,varnishing not well done and not rubbed and oil- 

I 

•d at said windows; red ma»*blo borders of floors in second story# 


®'''?;sanine and fl^’st story have been bleaohed. considerab?.y(possi¬ 


bly by some acids used on the terrasso), and sub-contractor has 










7 


tn rest,ora t,ha color hy rnbbinir or nthor troH^ynor*; | Aaflt: 
(jorri<^o»' (naconc^ story) h>i.vo both s/\Rb lock« nnd pul.^ «o«k*- 

5 tP omit tor’ varnish on OHi<| Ki\8ho« /inf^ fn\ne« not rnbbart ^'.nd 

ollod; plaAtor^ Imnodlntoly abovo narblo walnoont Xn socor.d story 
fhoulrt bo smoothed* up; In ?.ockA»^ room, Xn sooor.d story, rsff.i star 
tht'd Xr not back agalns*’ the plastarJ.ng and Is not plumbj in ;\«- 
SH'JO’**s office t*^o rftjistor fncos not fitted close ng^.inot the 
i plasteriTig; at some doors botwoon communl catiniv rooms in second 
story the strike plate doss not proiset far enough and the anti- 
? friction latc>tes strike against t.ha wood finish; In acid labora- 
^ torv ths wel.;hts of upper «ash too Ughti in -efinery drying room 
. th* r«e),«t,«r- not. h.-..c.k «i 2 nJn»t t.hi* w^anRcot; vnn..i»h in 

: «,n-n toJot..«floon<; *t.o.y, or, fru:,,, o.nd not robhoO 

1: Hn.. ot.rort; o^nont. to b, ojonnort off ™,-b3,o woin^oot noon k.ooo to 

1 , r etnrv oor^idor);onn door to west balcony 

I tool room(rear «econ<i. story co . . ^ 

on n. 7 .F.HJn« floor hoH throo tii.ht pin h„tts -ithoot tips: th« 

.tr.ko not bont, <loor.ln fol rtlnf..obriko. knob In eponin^fono knob 

■ t}ie rinsing heads of sa^d door 

I nUbt h« onlttflrt frt.n on« loufl, tbo Ht. nt, 

I ' ^ «,tb KorflWB.'oro*' tr, oRontoboon not in rJ.HOO,no,ilrt»ne 

I not secured with screws, 

I , not v,vrni-.h«rt nn.'. rnbbod.onrt ni.«Rt,«r.l„c n«nr 

ft on tri.m^one sM.o ' no^ fv/n. 

I ..U, ..oor broken-, in .u.rde nnO .uideo -- '■>- 

[ fr..eR nnd Hooboo nofrnbbod r.nd oiled-, bnnd reKlo on r.ll ><0.<..onp 
B Sf if»rr\v at ft’evator not p>oT>or,., 

I raunee on bll BiHire on,, on buloony H. ..o 

I - ,, ,- ,n.i oObd; vHrr,iBh on fmnoR nnd snehos of sriH..,.. 

I vjiru} shed,rubh«<-- an<i 




%in«.ow« on floor not. rnhhofl nnrt oW«rt; rr.mlHh nt 

■^nrt Ht frHKin of door in tolophono roon not ruhhod nnd 
ollnd; strftiehtsn plnstnr ovor r«ci«t«.' in tfllephons rom; 
op«n Joint* ))«tw««n Rh«ot» of Bt««l linine* of -ftult* H,K >.nd 
I. also of B-C should h^vvo )>«»„ ftl.lsd with iron filjy.ng* nnd 
BHXfiPionUc, but were fiiJod with reirt lm(\ nnd puttyj 
floors In moXtlnt-: room, roll.nnd cuttlnt: rnon^whltonlnji roon . 
roar first story oorr.tdor tmd oolnlnfr room ars crnokod 
iQoro or loss looso Hlont> ths crnckSj tho osnisnt slrts of 

cranks shoiO.f^. ho cut out to good depth ftnrt the floor repaired 
with Qoo(\ comont mortur(except portion of colnlni; roojn floor 


over holler roon where mH^nnhestos blocks nre pluced-whJch 
S If ■>! 

cannot he^reinedl«dj; apron at eovith west window In neltln^; 
’"ooM Is pieced and a new one shnu.ld he substituted ^or It, 
sashes of two windows do not operate snonthly,pHrtini'; strips 




have spnlng out> plasterlnt; discolored fron cement spatters, 
cement wainscot should be re-finished around electr.le wall 
box, cement floor should be filled beneath door plinth blocks- 
trim at eliding door should have varnish rubbed and oiled, 
clean dust from plaster over hood of sliding; door and repair 
plastering; near slldiniS door and near celling on east wall of 
Said meltint^ room; door to melter’s mke-up room has not anti- 






frJ,r,t.^nn nn v;irnl«h on ^rin <innr 

fv^.k«-np »'Oon not **uhbo(t otXod;, Ifttch on "vJ-rt (^oor to 

i 

(iftVHtor not opomt#^ proporj.y, i^kt>*tj,n£; at p?.tnth h?,nok 

"’•‘jhou.tft bo polntort Mjif tbo tr#\n«on fsaah at nor*th clnon of aal<* 
ioXtor»o r«i,ko-wp room not shod on pXa^tor^n^^ to 

bft cl.OKnod tn roar first story onrrJrtor, rolXlnt^ and ontt.in<2 
Voopij transfer room, whltanlni: room and oolnlrit^ room; In rft?,?>- 
in^ and outtln*; room th« p?>ast«rlnti aroimd th« ro^lstors In 
walnsont shontd bo polntod np; tho sma?.?, window? sasboo shontrt 
havo tho varn,l??b njbbod »\nd oltort» and Inoldo stop bond at 
bottom shaky> s?ish of ono window won't look^tho w«lj;hts 

catch In boxos of mlddXo Xar^^o window In said rolXln^ and 
cuttlnjX room* oast sasb won't lock f^nd tho saohoo gonoral.l.y 
In said room have plain varnloh without any colorint, to match 
tho oak; In tho whltoning room tho apron of smiill window has 
nMlfl <tr,Hv«n p/irt, wfty in, winrtnw mnh won’t lonK r«H<U.- 

Xy, non- wttinBcot oap »arniRh«rt hut not ruhhort hnrt o}iB<t,ortfi« 
of B?,i<*.ini^ door not oroporXy fini-thodj pX,rtRt«rint; in coinint^ 
roon to ho ojowod on wrXJ.r wrt whorB ropoirod on nofUnsK 
«on« wninsoot cup not ruhuod «n<' oiJ.od, toij.ot door trin not 
rinldhod who .0 vftmiBhod, puX’ BPoKot pinto mt put on upr«r 
8d»h of ono window, RHRhoB of hP"« «f 

e<.RiJ,y, domo SHdh J,ooKb won’t work, outoido di.U «t Bouthwo.t 




•io. 


window nnd r«-j?Hj.nt.ln£', ono rf^^intt^r Xncklng, 

^ door trunson not v/im.lnhf^d on »*fipHlr p,TiH8t«r nftHr 

OHSt wj.ndow cX^nn rubbJ,8h,«tc. j from tho 8HXd coin- 
int; room; In colnorM office trjrin^om 8H8h not, vArnX^^had on 
edi-iOn; th« ^ast window In first story corridor sash Xock Is 
off, SHShss do not fit oXoss at msotint; raiXs, sash not coXor- 
ed to natoh oak trim,stc., and varni sh not rtibhod and olj.sdj 
first story corridor fXoor(front) has a few s*‘ia}.X hoXss In 
^ tsrrasso, a f*sw mosaics of wrone border, sons 

dsfocts In marhXo wainscot to bs romsdisd fe^lrubbln (5 and poX- 
? Ishlne; donbXo swlns doors at main entrance have rubber tipped 
■ stops on on« sJ.rto oniy; sons pJ.rtstBrJno to hs rspRti-nrt Ht 
ptoturo mould RHO, chut- mil in sooonrt story filss room, th« 

: sush wol-ihts nro 3,ie:ht Rt on« winnow un. thsy oRtoh In onsr- 

in Cirst story cor»*ldor varnish 
: atine th« sash; wsst window in rfs « 

for sRsh not oolorsrt to nRtoh th« ohJ' ^nrt thRt on sash nnrt 

Rn<t oO.«<l;in ?.Rrtl«s' toiJ«t(f}rst sforyl 
framo not rubbed ana > 

tho window snsh wsi«hts R- U.ht. mostin., rail, striks.war- 
„is„ not rub.,art and nilsd.Rnd moBtin, rail not paintsd wh«r« 
bevoJ WHS out to PRS« InoksfRS i« aJ«« '•bss on many 

th« first story window sashos): "■h-’ Pi*'”'"* "" *-'-«nch 

'oi-lnr, and nuttlns room not all f.ltt«d,Rn<. bottom 

i ri ^ ^ ^ 




Mr. J.K.TjxvI or 


IX 


of RHlrt tronoh should b« snoothet^' up with comont; hronr.ft door 
ut. main ontrHUOO Hhr VHTTilsh dfinbod on it which should hs ro- 
ajovsdj Tirst 8to»*y t>*Hnson Rushes urc not vurjiishsd on 

edijRRj hrusR g''lllsR h.% sci^eon purtitions in oahhi«r*s- warrant 
clRT’h.^s nnd wRii;;h cle»")c*s rooms not rlvetsd ut intsrfioctionsj 
plate glnss not in counters nt windows or suid pnrtitionsj at 
sMdinf; doors in partition in cashier's room and In warrant 
clerk*s room locks are placed with keys on lobby side while it 
seems they should he on the room side; in cashier »« room stair 
sirinos at foot to have lac screws turned into floor, door and 
floor in closet over vault M to he pointed up, some oleaninc 
re^piired on plaster in room and lavatory closet, and varnish on 
base skirting in lavatory oloset not rubbed and oiled; in .Sup¬ 
er Intendent * s toilet room the trim,etc,, of window not properly 
varyiished,etc•, and latch on door lock does not operatej in 
book-keeper's room the mou.lding on base skirting does fiot fit 
close against the wall, and varnish on skirting in lavatory 
closet not rubbed and oiled; the metal 7 .-bars not placed in 
cu|)hocir<il5 of screen partitions and drawer® not doweled or dove¬ 
tailed at joints, dowels should be put in; in weigh clerk’s 
room some pointing up of plastering is required at register, 



Mr.*^.K.TKy?.or 


XJ2, 


thfi VA»-n1.5h on screen not, wei^^htR nt w«Rt window do not. 


sllflo oH8?.Xy In opo^’atlnt^ door find tri,n on AHna 

fron hfiXcony t,o loft not p>“opo»"?.y vfirniAhadf nnc* tha mhhiah in 
loft to ha cXaf*nfld out; opamtlntj davJloaa hn^a not haon p.Tacad 
OTi hln^ad AHflh of oallinti in second ator^ wi'ir the pivot¬ 

ed sash of collin;' lights over trivnafar room and coinar'A of- 
h<\va Hprin^j c#ttc)ios and opara^od with sash pulls but work 

1 

convaniantiy(and ^ ho 3 iava cannot ho inprovad upon by othor moth. 

^C(ls)j3 somo comont plastarlnc in light s’mftR is dofactiva and 
» 

should ha rapairod( soma repairing of said plastar.tng has haa?i 
dona in small spots with pi.astor of Paris instadd. of conont and 
ixppaarB sound but of difforont color frora th« rest); globas 



do not operate roadily; the st 
dow jp ij^ hoatar room has bean 
^^«t window in basomant co’^rid 
hot claar in; blocks fo^ hooks 
defective(only one hook at eao 


each sftsh at north basement windows 




'lr..T.K.Taylor 


"* 4 . 


froT>i ''‘•noin ♦“*0 rnnm unrt^r hHftwnon^. corridor; 

tho l-bo;»,r.i over ■window oponln^ss In wi\tor stggfi^rR tank room 

not. flrR-pronfod or covor^dj doors hotwofin pnnp room and ooa?. 

,VK\Ot i"it, too oloso to fXonrfnnt onou^sh for h pl.aoo whore 

1 

coiilsSt.n. ,1s Hpl lo fiO.l); Iho whit.ft-mshlrn; In ash v^ni.t. nor woJ.J. 
.aonn-and ni„sls''lng not. on th« oovor-lm- Jn sal<1 i-oon; wood, 

istop at rtoor to hlowor i-oon not vnrnl nhortjSto. *, oiitoh not on rlwot-, 
tc sash of onglnost-'s o'-floo as r-si^tili-sd for nlvotsrt sash, and 
(giasJns bonds not ssnnnod with sorsws,or varnlr.hsd; (j-laslna heads 
'or. doors f-on engine -oo.^ to driveway not seourod with screws,.and 
aonr.s When ooen provide an, openfnc 6'0- In the oJ.ear(bnt that 
sens satisfactory a,s the su^chlnery has already been tahen thron.h 

he.openln<i without trouhle); urpe" 

roo. not varnished where fitted against stop heads, sn.ne do not 

^ ^ -.r^«f^nw rat oh and somft IocKr do 

lock readl.ly, the weights of one window cn 

Ivwnin rovRrs nv«r r.opj, t hXowptr 

‘Tiot work roadlXy; Romo cast 1 ^ 

w? rfladlly nnd th« Xock bar bsnsath 

^ roo.mj stc • jdo not '^ork nnd >o, 

should be ad .Ousted; driveway 

one cover in bXovor room i« 

m T mvLkc Jnsosetion of lt.(RO mneb 

I Is in cood condition whene I can n-w^e 

^ rron •nachlnery.etc, are riled on the 

,4 rubbish and no many crates . 

S vamrit bn rully marts,but am confident 

Iw drlvcwav that Inspection ca 






1 % 




frOM prnvloHs knowl<»rt,t-» nr it th.t . 

u . » . tnut It i,n in «xn«?.t.<)nt nonrtjt- 

lon thrnushont), thn hnv* h««„ anrt thn i.« 

growing nii+.J.sfKotor'iiyj t.ht> jitonn work ftt «nt.'’(.nfln(front) to 
bn oJ,»*Hn<»(l sonnwhat nnm amt rtrnsnort nnar wont iowor no«t whnro 
a rtefoot tho ooplng has boon fi?.j.nrt np; nnnh of tho oonont 
work ov«r onia waultfoXrt portion) is rtofsotlvnfnrankod «n«! 
lonsn) and smst bs ropairnrt* (In tho nattor of <lofsots in 
1^X00*•« , j -wi^.X th^it wo^k whs 

consrtj»flntiou«Xy n^nrXy nil wh« don*^ undar tn;' cXoss super¬ 
vision Hnrt while tho**o h >"0 which t,h»» contractor has 

a£:ro «4 to ronortysl nm not confident that the work wiiX then he 
flr^t cXhsb, espociMlXy with the ?.och? Port?and ce»»ients, T had 
most of the ooMcnt f?,oo»* work put down without Joint?n/ 59 hut 
per^iittofl Jointing of attic f.loom which the contractors urged 
m« to no’^nitj but from a carefuX exa lination of both methods 
a Jt 4 «t comparieon it eeone that the fioor« whe»-c Jointing 
w<i« por.sittort omoko-I Tisftrly if not, onttroly «s h.w11r k* «hor<, 
tho noor WHS not, Jo,ini.srt. Tbs nttio fiooro j.n mny por^s hsvs 
tbs ton finish Xooss for o fsw inohss fmr, SHoh sirts of ths 
Joint. Hnd H .inrgs • psrt of ono of ths Joints^ floors whs tnksn 
up nnrt ro-lnirt J.HSt snr^.usr by ths oontrHotor). Ths grs.U.ng of 



'■fi* ♦ »K • o j<* 


! 


16 


5 • ? 

I n „Ht Of Hpp..o«o>,«« H«-,or„..no« w,,t.h bh« 

pie.^flnt, this lnoi..d«ij rwin skvii-s» 

,- ).iiht, >)«)<iHus<* nnw norutnniiHt.lon 
oontrnctor «t. ,h.m «ky,,,;ht„ 

prH«t.loH.ny nil gi,,„ r«r,ov,ri ,„t.c., „„rt roplnnod t.ndAr nn «x- 
trn rtHt,„| luj.v Ij.,l<jn3: floppflr vnr-k on roof hnfi h«n^ oonbnd 
with nsphalt pal„i:(t.b.o«gh nn f.non of kub-oonti-Hobono) 
of load and l.tnaood oil a« pnovldod by tho ,poolf,ont,„„ and 
th« inot-noblonfl In Offtoo lotbor of R.ptonbor ?.9,lP04,H.ld»o.«- 
ed to tho ''nstodlan. Tho workmnahlp wn« not vary good.bnt it 
*1.11 bo p^oporiy ftnlshod with olfliiar nMnt, now that ,t h«« 
boon botjnn and no doubt will answor th« purpooo dooi^od. 

Whllo thoro hao boon dolay ..Inoarty of noarly «ix months 
in ootplotlon of tho work undor tho oontraot aftor tho atlpu- 
latort tlPio for oo-npXotlon, tho work un.Sor Mr.Mononlgl«.o oo^. 
trhdt wn« <l6.Tnyr,d In t.he «iinrt>«r fn??. of ?.oo;5 durjn- th« 
P-v5t; w^ntor t\na If^nt spring hy th« oomU.tj.on nf work nm^«r th« 
contrnot with Moasrfl.J^.PHith Ai nonpnny nnrt r.ho moboid. fk 



{ir. J.K.TuyXor-—•— 


-- 7 




If 

/ 


^ !*• 
CO 


ii 

I^ftk Oonpjinw to , A,tar.* . ^ Si3 

».n f,x%mt ^n. t.n ranr« t.hnn 

fo^ co.ni.uon of hi, oontrn.t, nn. th. Mini 

jh^ve now hurt lh« USB of t.hfl portion, of th, hul.i.rtlne n«o?isHry 

far thoir prosont nsB slnoB th, J,n«t of Anunnf. of this yonr,Hn<l 

1 rBoon mnrt that no forfsit,,.^ ho fr„„ th, contrao.tor 

for thfl axfos, of tliw in oonplstJ on of his work. 


o 

A 


« ■■ 


Th« work wher« oonpl«t«rt 1, BxooJ.te nt In mtorlHl and 
workmanship and. a.lthoUfjh tho mny minor itoms rsmaln to ho rtona, 
1 think tho work wh«n finishod ns snutisstod will naks h wsry 
cr«<u.ti\bX6 b>UX(llng. Th« of t.h« ftnnmmtert 


shouXfl not rftqijj.r« much time to compX^tOf f\n of nro 


trlv,l/i3. hut necoRsary to iiwiko th« work p6»-foct, and thoy axlst 


because tho coy\tr«*ictorft now fo>'cman in chHrf3rt(«Anco tX7 hoaJth 
ciuiRod h,lfl fl^’st fovi^man taire8.t(5n) not «t<ccc«dA(l in got- 

tho y*BijuJlrnmantof tho contract wo?,?. In hitndjand t.hw con¬ 
tractor has dopcndcd upon th« foronan to comni«t« the work In 
ovsry way SHti sfAotorily whils th« oontr«otor ho, hoon diroottna 
th« pr-ogros, of work undsr n (lovornmont oontr^ct B.l,«whsrB. 

Re8roctfu?.Xy» 






f 










PENVER mint 


d 



IN UPPER IHITIAL, 

RlfiMT HAND CORNER. 

Inclosuro No* 2624 


TREASURY DEPARTMENT 

WASHINGTON, NOV. 10, 


1904. 


Custodian, 

New Mint, 

Denver, Colo* 

Sir: 

For your Information and guidance, find inclosed copy of a 
report, dated the 5th instant, as the result of a test of the boil¬ 
ers supplied under the contract with S* Faith & Co* for the mechan¬ 
ical equipment of the building in your custody* There is also trans¬ 
mitted, copy of a letter this day addressed to the contractors, 
calling their attention to certain items of omitted work, and when 
these have been performed you will advise the Office, in order that 
final acceptance may be made of the boilers* 

Respectfully, 




e 





jjEhVEB* Nt» 



treasury department 

WASHINGTON, Nov. 10, 1004. 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


uesars* S« Faith & 


2427 PannaiyXvanla Ave,» 


PhlladaXphla, Pa* 


sirss 


A ropopt has beon rocolved at tha Offico* under date of the 
5th Instantf ae the result of a test of the boilers supplied under 
your oontraot for the raechsnioal eqtiipment of the new i^int at Den¬ 
ver > Colo* Froa the stateaments in the report» it develops that the 
boilers are in aocoz^donce with the contract reouireoents as to capac¬ 
ity and 6ffleleney» and are therefore aoceptablot but the fire door 
on one of the boilers must be repaired and the boiler fronts pointed 
before final acceptance een be made* 

*hi8 matter should receive your immediate attrition* aa a oopy 
of the report* together with a copy of this letter* has been trans¬ 
mitted to the Custodian of the building this day with the request 
ibat he advise the Office when the items above noted have been per¬ 
formed. 


Respectfully* 


Supervising Ar^ltect* 



Donvor, Colo., Nov, S, 1904. 


Suporvising Architect, 

Treasury Departmont, 

4 

Washington, D. C. 

Slr:- 

In conplianco vrith Departmont letter of instructions datod Sept. 29, 
1904 , initialed and Dopartraent telegram dated October 20, 1004, 

have the honor to submit the following report on tost of one of the 
largo boilers installed by Messrs. S. Faith & Co., in the New Mint at 
Donvor, Colo* under the contract for the mechanical equipment of the 
building. 

Hr D. F. Atkins, Inspector of Mechanical and Electrical Engineering, 
was to have assisted on the boiler test but as he had not arrived at the 
building 'fuesday morning, the time set for the boiler test, Mr. P. E. Hea3y 
Superintendent of Machinery at the Mint kindly offered to assist us and 
furnish any additional assistants required during the trial. 

' The contractors had made special effort to have the boilers ready 
for tost on the morning of the Ist instant and as everything was ready at 
time the test was started. 

The contractors wore represented by Messrs. John Long and William ^ 
Caa^ron, members of the firm and also by Mr. Jay M. Whlthan, consulting 

®*’Sineer. 

The hoilor plant In this huilding consists of four Clon-brook water 
boilers of the Morrln type, fitted with Hewloy downdraft furnaces. 

^96 of the boilers aro rated at 150 H.P. and one at 90 H.P., exclusive 

the Hawley furnaces. 

Boiler NO. 2, having a rated capacity of 150 H.P. exclusive of the • 

°®*tial furnace, was solootod for the triol. 

All oonnoctions of the boiler and food pump except those required 
the tost wore disconnected and an independent feed oormeotlon run 

^’^“"'•punp to bollor, ’i 


P^‘P connected with a special surge tv*inir into^Tteon---. 
ffBtor used durine the teot was discharged fron the weighing tank 
plaoed on Howe scaaes. 

water fed to holler was carefully weighed and the tompor^turo talc n 
lioth weights and temperatures helng recorded. 

Coal and ashes wore weighed In a hairow on Pairhenk scales and the • r 


weight recorded. 


The percentage of moisture in the coal was dotorminod hy drying an 
average sanplo of coal for a period of about 16 hours on top of smoke 
■breeching at a temporature of over QOO degrees P.; the sample being care¬ 
fully v/cighed on accurate balancoc before and after drying. 

In this case the above method of dotemining moisture in the coal is 
considered sufficiently accurate for all practical purposes. 

'Xho percentage of moisture in the steam v/as determined by a Barms 
throttling calorimeter with a special sampling nipple placed in the main 
vortical steam pipe on boiler. 

A tmaporary oomoction was made between the steam main on boiler a*d 
the base of tho main osthaust stack; the discharge of steam generated by the 
holler durime the trial being regulated by throttling the valve on the 


stoaa main. 

j V,, r.mttrn connected with special tube extending 
The draft was determined by gauge oonnooT.eu 

... . „„„„ -- -holler near connection between boiler and 

Into the smoke space at roar of boiior iw 


lain smoko brooching. 

^ caaes was taken with a high range thermo- 

The temperature of escaping gases wa 

at roar of boiler. 


The temperature of escaping — 

.n 4 v,^ 4 nto s-ioka breeching at roar of boiler. 

®tcr with tube extending into o.. ^ ^ 

1 +v.^ t.ost to maintain tho required draft 

- The draft fan was run auring the tost to 

. the trial exceeded tho one-half inch of water 
^ich at no time during the t 

oiumn allowed by tho specif ^ +v, 

. .t-id in accordance with the revised code of the 
Tho trial was conducted m 4 . « 

X 1 T^ncrinoers, using tho •»Alternate" method of 
«aerican Society of Mechanical 

*Urting and stopping. ^ 4 4 .^^ 

..4 Pa. bituminous coal was used during the 
. Atlantic nine, Clearfield, Pa- 

^. 4^01 . 




The required capacity of the hollor vras 43.10 Ihs# of water per hour 
to 136 evaporated from and at 212 degrees P* into dry steam at 130 Ihe* 
gauge proBsuro for each rated horse powor of the hoiler or 150 X 43.10= 


6,465 1*53. 

During the trial of 18 hours the average evaporation per hour was 
6,869 or 6'*^ above the required capacity. 


The required efficiency of tho boiler was at the rate of lllbs. of 
water per hour from and at 212 degrees 7. to ho evaporated Into dry steam 
poy pound. Oi conibxisIsiTDlG# ^ 

fDurinc the 18 hour trial the^evaporation was 11.7 lbs. of water^from 
and ^ 212 degrees F. per pound of combustible or 6.56 per cent above the 

• requiWd amount. 

i 'the roar flue doors of all the boilers should be properly refitted 
^ew lower firing door provided for boiler Ho, 1 or the handle of tho 
pre^nt fire door which is broken should bo satisfactorily repaired. 

' The boiler fronts and o:qposed iron work of boiler settings ohould 


be painted. 

Chon tho ahovo Items have hoen satisfactorily comploted tho acceptmoo 

Of tho boiler plant is rocomnonded. 

complete logs and detailed data sheets of the holler tost will ho 

s'Aoitted for office files as soon as copies of same can he proper 

Respectfullyf 




/l^ 

Mechanical Engineer 




Inspector of Moch. and Eloo. 


Engineering, 


NOV 8 1904 

ot Supervising Architect- 
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DENVER, NEW MINT 


TREASURY DEPARTMENT ^ 


WASHINGTON, NOV. 18, “ 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Inclosuro No, 2538 


Custodian, 



U. S. Mint 


Denver, Colo 


Sir: 


There is Inclosed herewith, copy of report, dated the 16th 
instant, made by Mr, C. R* Bradbury, Mechanical Engineer of this 
Office, of his inspection and tests, with Mr. D« P. Atkins, In¬ 
spector, of the mechanical equipment of the building in your custo¬ 
dy, installed under the contract with Faith & Co., together with 
copy of Office letter of the 17th instant to the Contractors, 
setting forth in detail defects and omissions and the work that 
will be required before the equipment is satisfactory and will be 
accepted. 

You are requested, with the aid of the clerk in charge, and 
other employees of the Engineer’s department of the building, to 
see that each and every item of these defects and omissions is 
taken up individually and completed in strict accordance with the 
requirements. When this has been accomplished, you are requested 
to submit a report to that effect, when consideration will be given 
to the matter of final inspection and settlement under the contract. 

The matter of revoking the authorization for additional lin¬ 
ing in water storage tank, referred to on page 4, Section II of 



DENVER, NEW MINT, Nov. 18, 1904. Custodian. 


the report, will form the subject of another communication. 

AS recommended in the second paragraph, page 10, under Sec¬ 
tion IV of the report, you are authorized to secure proposals for 
furnishing and installing a 3-pole switch for the switchboard, 
as specified, and forward them with your recommendation. 


Respectfully, 






office of 

supervising 
j^rchitect • 


TREASURY DEPARTMENT, 

Washington, d, C*, Nov, 17 , 1904 . 


jiessrs. S. Faith & Co,, 

2427 Pennsylvania Ave,, 
Philadelphia, Pa, 

Sirs: 


This Office is in receipt of a report, iinder date of the 15th 
instant, made by C, R, Bradbury, Mechanical Engineer of this Of¬ 
fice# of a general inspection and test of the mechanical equipment 
installed by you in the U* S, Mint Building, Denver, Colorado, in 
which he was aided by D. P, Atkins, U. S. Inspector of Mechanical 
and Electrical Engineering, and the following statement is quoted 
therefrom: 

**The mechanical equipment work installed under this contract 
was found to be in accordance with the terms of the contract, and 
Department letter modifying the same, with the following excep¬ 
tions:** 


The exceptions noted are hereinafter quoted in full, and you 
ire requested to give the omissions and defects described your 
immediate attention, and to have each and every item remedied and 
supplied as may be required, in order that the matter of final 

Element may be taken up as soon as possible. 

Your attention Is directed to Item No. 9, in which recommenda¬ 
tion 13 made that a deduction of $5.00 he required for the suhstx- 

tution of galvanized iron pipe m place of brass nichel-plated 

rtTi second floor; to Item 34 recommend 

in women’s toilet room 

, *15 00 on account of the centrifugal pump con- 
a deduction of $15*^ +« 

not of the required capacity; and t 

"'cted With drip well being n break- 

, . ^ ...tion of $2.00 on account of the break 

Item 60 recommending a ded -anaeitv than 

, .... being 100 amperes less capacity than 

*»wn service circuit breake writing 

. ..^nested to submit a proposal in writing 

Itin specified* ^ ^ 

^^^erina* these deductions, 

with regard to Item 51. you are advised that if the auxiliary 

-rossura tank, with pressure reducing valve, diaphragms and con- 

-f.., 



have been placed In the cold air chamber, are al- 
lowed to remain there, it will be made a condition that you shall 
guarantee the satisfactory operation of the temperature control 
system for nt least one heating season, and I have to request that 
you will forward this guarantee in writing. 


Omissions and defects are as follows: 


* SECTION I. 

(Plumbing and gas piping and finish of toilet rooms) 

The smoke test, required by par. No. 164 of specification, has not 
been applied. Same should be made by the contractor and certi¬ 
fied to by the Custodian. 

The chains and plugs for lavatory basins are at the building but 
have not been placed on all the lavatories. 

The hand spray attachments and curtains for baths are at the build¬ 
ing but not in place. 

The soap holders in bath enclosure should each be secured with an 

additional expansion screw. ^ 

* Cut-off valves as required by the specification must be placed on 
the hot and cold water supply connections of each slop sink. 

. New washers should be provided in the combination faucet on slop 

i sink in basement toilet. „ 4 . 

} A new enameled Iron back section must be provided at end of the 
wash sink in basement toilet in place of section with broken 

. Xhe®o“lide of sinks and brackets must be finished with enamel 

^ A I-V 2 - lIlvKf ir^'wlslf anf 3/4“ galy^lzed iron water 

risLs havr^en installed in the women's toilet room in second 

require ir!^ p?pe'’?ns“?fefbf aU^o «- 

tuUon o? ir^n“n^^^eu of brass pipe and finish the galvanized 

, Iron pipe with doors and doors of bath en- 

finish ™^|’^s|tlsfactory: Same should be given an addltion- 
ai°coat of oil aSd be well mcbed with pumice as required by the 

1 - Thel^roHil water closet doors should be set and adjusted 

- SO as to hold Placed on the connections prop- 

The fire hose racks have ^ Iona. The racks should 

ill the hose has been looped^too^long.^^The 

sho?t“even*’l^ps so as to present a neat appearance and fill 
A Paper^’holder should be provided for the end closet enclosure in 
Ah traitlonai'bolt Should be provided in the brace at top of end 
Xhr:ro?\hrspec?afsoap"ftLe‘ sinks have not yet been set and 

Ihe'plOTbing!^piplng, etc,, should be cleaned and painted as re- 
^ *Quired by par. No. 253 and No. 254. 






20' 


" 'pwperiradjisted!" shoxUd be 

^®”Lflitlon®To “'‘St be set in Plaster of Paris in 

“'nS^MSsSmSj.*“•'■ ““ Preperijr paoksd boror# n- 


21 . 


22 • 


23. 

24* 

25. 

26. 

27. 

28. 

29. 

30. 

31. 

32. 


33. 


1/ 


34T 


36. 


36 » 


SECTION II. 

(steam power plant, etc.) 

““"orwaU Sar^thrprel^re^t^^^arth°"' f'™ps, placing same 

are liable to be da^I^d the connections and fittings 

through the removable®ceilinff^vn«f?^??*^v,?°f^*^2” leakage 
present location. ^ vault light immediately above the 

^"^sure connections on top of the pres- 

inel ^ changed; the open- 

below the watL ll^a^o?®f««v®^"’ connections made 

hie the ss to avoid as much as possi- 

or upSer ptrt of compression chamber 

The deflector over discharge from the artesian well is not in 
place. Same must be provided. 

The co^ections in pump room must be properly hung and braced so 
as to prevent vibration. 

3/4** supply pipe to cooling tanks in pump room must be pliunbed. 

wuges must be provided on the tanks in pump room as specified. 

The boiler feed pumps must be thoroughly overhauled as there is 
considerable slip in the water cylinders at present. 

The drip pans of all pumps should be provided with drain connec¬ 
tions properly valved. 

The woodwork of damper regular cabinet is not finished. Same 
must have cabinet finish as required by specification. 

Tools and tool cabinet for boiler room have not been provided. 

jointing of iron work has not been completed. 

economizer motor is not enclosed as required; enclosing plates, 
properly fitted, must be provided for this motor. 

The centrifugal pump connected with the drip well is not of the 
required capacity, same being capable of handling only 55 gal¬ 
lons per minute, instead of 75 gallons required by the speci¬ 
fication, and the flexible coupling specified for connection 
between this pump and its motor has not been provided, 
this pump is considered of ample capacity to handle all drips 
discharging into the tank and as the pump runs satisfactorily 
^ith the solid coupling furnished, I recommend the acceptance 
of the pump and coupling furnished in lieu of what was specified, 
provided the contractors are willing to deduct the sum 
of $15.00 from the contract price to cover the difference in 

Tv ®^st. 

rear flue doors of all the boilers must be properly refitted 
tnd a new handle must also be provided on one of the lower 
firing doors of boiler No. 1, as noted in report on boiler 
test dated Nov. 5, 1904. 

®^5ral small leaks in the feed piping in front of boilers must 

g be repaired. 

loose bricks in the economizer setting must be reset. 

® gauge board for engine room and the gauges and clock for same 
^re at the building, but same cannot be set up and connected 
bntil the engine room floor is in place. Same should be set 
and connected as soon as the engine room floor is in place. 




10 < 


41. 


42 < 
43. 


44 


^ satisfactory weight should be provided on 

mlzer damper chain at end of tL eco^omi7en^‘’°^,^®’' 
present pipe flanges used as a weLht°” *he 

The induced draft fan engine sLuir>:» 

and adjusted so as to run smoothly overhauled 

matic valve on the steam supply to en^in 

erly adjusted# ^ ^ ©ngine must also be prop- 

A same size as fumishfirt -Pov* 

be provided on the draft fan <s>iaet ^ P^lsy-drlven fern must 
437 of the specificSn. ^ N°* 

•rite bars in gallerv niatroSii !♦ Pisoe of the present wheel. 

removed during the test of boffin ah ^ which were 

AU iron work inftSLd ^der tels 

3i“rr£r!vrf-‘?- 

w^on buckets strike on one side of the casing 

and thfi ^nnoot vt*' Operation. The casing should be plumbed 

shifted so that the buckets will 
run in the center of the casing without striking either side. 


SECTION III. 

(Heating and ventilating apparatus) 

^0* Tnere aro slight leaks in the connections between sections of* 
several of the direct radiators. Joints between radiator 
sections must be made absolutely tight in all cases. 

46. Floor and ceiling plates have not been provided on the heating 

pipes. Plates should be provided in all cases where pipes 
pass through floors, ceilings or walls of finished rooms as 
required by the specification. 

47. The radiators have been bronzed on the back side before being 

' connected. The bronzing of radiators must be completed and 
exposed piping in finished rooms must be bronzed as required 
by the specification. 

All thermo valves on radiators must be cleaned and properly ad- 


49, 

50. 


51. 



52 . 

53. 


justed. 

All valves on the entire system should be properly packed before 
/ the final acceptance. 

Air filter screen cloth, in accordance with approved sample, is 
at the building but not in place in the frames. This cloth 
must be properly stretched and secured in the filter frames. 
The automatic temperature control for the mixing dampers must be 
properly adjusted. The auxiliary pressure tank with pressure 
reducing valve diaphragms and connections have been placed in 
' the cold air chamber and if allowed to remain in their pres¬ 
ent position, the contractors shoiad be required to guarantee 
tvie satisfactory operation of the temperature control system 
tol at least one heating season, and if trouble is experienced 
rrom freezing of condensation in any of the connections, the 
i^ntT-aetors should be required to make such changes in system 
^rmarirfoSnecessary to insure the satisfactory working 
rk-p same without expense to the Government. 
loimt dampers in all air ducts should he properly adjusted 
nd iSck nuts and washers should he provided on all damper 

A i? metal collar constructed of No. 24 gauge galvanized iron 
^ ®«ith wired edges must be provided and properly fitted and se¬ 
cured in place in the inlet opening in wall at cone fan in 
SaseLnt to prevent the back slip of air around the fan as the 
present finish of opening does not come within 1—1/2 of the 
edge of fan at some points. 

A permanent metal throttling inlet nozzle of the required size 
must be provided and fitted to the inlet of the centrifugal 

exhaust fan. 

''gle column radiator has been furnished in the attic toilet 


7h 


e 
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57. 


58. 


16 ) 

room and in order to 4 . 

available, a number of sectiL^^S® radiator in the length 
siderable of the rad?Itlof necisllrv «°"- 

The contractors should furnish and heat the room, 

two or three column radiator either a 

surface required by the eontnant 2® amount of heatlnj? 

Of the present "® 

Proper allowance has not 'hp.ftn i 

of the steam heating mains run expansion and contraction 
first floor in the lo??iSe ^ i.??? **'® ®’=®'^® ‘he 

These lines of pipe must^a^fi? melting room. 

S s“ i£™ 

The Mn^eriolnt’^nr^=«n?/ entirely In one direction. 

section of air supply duct at entrance to 

Tn ^ basement must be changed so as to allow the sec- 
up out of the passage-way without straining the 
joint, when not in use, and a suitable latch or catch should 
also be provided In the vault for holding this hinged section 
of duct overhead when not in use* 

The vacuum pumps in connection with heating system must be thor¬ 
oughly overhauled and left in satisfactory working condition 
for continuous service. 


SECTION IV, 

: (Switchboard) 

59. '' Several of the circuit breakers need new carbons and same must be 

i furnished. 

60, '^ The bresdtdown service circuit breaker is 200 amperes capacity in¬ 

stead of 300 amperes as specified. As the capacity of the cir¬ 
cuit breaker furnished is as large as the breakdown service 
convertor, I recommend its acceptance provided the contractors 
submit a proposal to deduct the sum of $2.00 from the contract 
price to cover the difference in cost of the instrument fur- 

( nished and that specified, ^ .x 

^^•'^Name plates on several circuits must be changed and all circuits 

properly marked. 


SEOTION V, 


i 


(Electric wiring and conduit system) 


The extra sets of fuses for each 

NO. 849 of the specification, must be furnished. 


63 . 


SEOTION VI. 

(Electric elevators) 

Elevator No, 1 

liuc+ viftve 2800 pounds added to the counter-weights; 1800 pounds of 
Ust have 2 _ or^ded to the car counter-balance, 

PlnT^hld ha?d^wood blocL must be furnished between side of cage 
controller and side of cage and car switch; the finish of 
blocks to be same as finish of the cage. 


( 6 ) 


65* Th6 'tsst with back izeai* dTivo or»/^ 

after the englne^and Kenerato^^oJ!^'*?® should be made 

ana generators are in service in the building. 

Elevator No. 2. 

66. Miist have 410 pounds of* ahhi 4-^ 

,pound load added to thf^elr 2500 

e7.^«ust have 600 pound^^^d^^I to^Sn^lr^’J^^er-weight. 

iTTlll r 

rioS^^rwJih ®^vato%^ist^^d^s-ted 

starting cwrLt^® specification requirements relative to'” 

69. Drain connections with cocks should be provided on each of* thA 


SECTION VII. 

(Non-conducting coverings) 

70. Recommend that the coverings delivered at the building for use 
on the low-pressure work be rejected and that contractors be 
required to furnish and apply coverings in accordance with the 
approved sample• 

* All canvas jacketed coverings are to be painted as required by 
the specification. 

A copy of this letter will be sent to the Custodian of the 
^^ildlng with instructions to supervise the work called for, and to see 
■that each and every item is completed as required. He will be instructed 
^rther to report when the work is so completed, and at that time the 
flatter of final inspection of the work will be taken up. 

Please acknowledge the receipt of this letter. 

Respectfully, 

(signed) J. K. Taylor, 

Supervising Architect. 


Washington, D. C,, NovOiUber 15,1904 


sup 


ervisinc Architect, 

Treasury Department, 


SiTJ 

Referring to Departraent letter dated Sept,29,1904, initialed 
F.B.W., I visited the New Mint Building at Denver,Colo,, from Oct.28 
to Kov.9th, 1904 and made a careful inspection and test of the Mechani¬ 
cal F.quipment Of the building installed under contract with Messrs. 

S. Faith & Co., Philadelphia,Pa. 

Mr. David P. Atkins, Inspector of Mechanical and Electrical 

Engineering, assisted in the inspection and tests. 

The mechanical equipment work installed under this contract 

was found to be in accordance with the terms of the coiuract and fle- 
parlment letter modifyinB sar* with the following exceptions: 

SECTION I. 

(Plumbing and gas piping and finish of toilet roo:us.) 

vtv nar NO. 164 of specification, 

The smoke test, required by par. ko.i 

.—..•i .1 hp made by the contractor and oer- 
has not been applied. Same should be made by 

tified to by the Custodian. 

• and Diups for lavatory basins are at the building 
The chains and plugs lor j-'*’ 

n... Pl.~» ™ 

.p,.y 

V. ♦ in nia.ee Same must be placed, 

building but not in place. 

vxC 4 * h enclosure should each be secured 
The soap holders in bath enciosuic a 

with an additional expansioTt screw. 

The bath fixtures have all been placed at the rear of the 
enclosures instead of on the partition between the dressing room and 






encxosure as indicate, on t.e drawings. To c^n.e t,e xooatio,. 
fixtures at this tia« would necessitate the cutting and 
Of finished work which is not desirable and as no diiierence 
j„,ost is involved and practically the ssuie results win be acoo,n- 
plished, the approval of ^ne bath fixtures as installed is recouMonded 

Cut-off valves as required by the specification awst be 
placed on the hot land cold water supply connections of each slop sink. 

New washers should be provided in the coinblnation faucet on 
slop sink in basement toilet. 

A new enaiTjeled iron back section imist be provided at end of 
the wash sink in basement toilet in place of section with broken enam¬ 
el. 

The outside of sinks and brackets mast be finished with 
enamel paint as required by specification. 

A 1 1-2* galvanized iron waste and two ii-4* galvanized iron 
water risers have been installed in the womens toilet room in second 
story instead of brass nickel plated pipe as required by specification. 
As the changing of these risers at this time would require consider¬ 
able cutting and patching of finished work, it is recommended that the 
iron pipe installed be allowed to remain, provided the contractors are 
to make a deduction of not less than $5.00 from the contract 
price for the substitution of iron in lieu of brass pipe and finish 
i-be galvanized iron pipe with white enamel paint. 

The finish of water closet enclosure doors and doors of bath 
disclosures is not satisfactory. Same should be given an additional 
coat of oil and be well rubbed with pumice as required by the speci- 
^ication. 


The sprinfTS on all water closet doors should be set and ad- 


justc^ so as to hold the doors open. 


The fire hose racks have not been placed on the connections 
properly and the hose has been looped too lonnf. The racks should be 
placed ripht side up and the hose replaced on the racks in short even 
loops so as to present a neat appearance and fill the racks. 

A paper holder should be provided for the end closet en¬ 
closure in attic toilet. 

An additional bolt should be provided in the brace at top of 
end urinal stall in attic toilet. 

Three of the special soap stone sinks have not yet been set 

and connected. 

Floor and ceiling plates naist be provided on all pipe con- 
f nectl,ns in finished rooms es required by per.No.l47 and No.148 of the 

Specification. 


pto should be cleaned and painted 
1 The plumbing, piping, etc., sn 

jiulred by par. No.253 and No.254. 


f 


The flushing valves on closets, urinals and slop sinks 

shouia be properly adjusted. 

,e„. .» .0.1.. -•» ““ “ ■" 

.»U 1„ .odl.ioo .0 Mine "*•' 

the specification. 

water system must be properly-packed be- 
All valves on the water sy 


fore final acceptance, 


I 



SECTION II. 

( Steaa power plant, etc.) 

Contractor should relocate the tablet for a 

placlniT sa,ne on wall near the 

^ near the pressure tank ao 

fittings are liable to he e connections and 

thro h . by leabare 

through the rccovable celling vault lira, t 

" ent location. Wdlately above the pres- 

^ The air charging and safety valve connections on top of the 

pressure tank of water supply system should be changed- the 
jv cnanged; the openings 

^ n op Of tank plugged air tight and new connections ™tde below the 
-ter line of tan., so as to avoid as such as possible the liability 
Of loss of air from the conpresslon ch^.j,er or upper part of tank. 

The water storage tank Is practically tight and the con¬ 
tractors have compiled with the terns of the contract In the const^c- 
tion of same. 


The additional ,«.ter proof lining authorised for this tank 
is not considered necessary at this time and the contractors were re 
|;quested not to commence work on the sa*ue until receipt of further in- 
|structions from the Department. 

Recommend that the authorisation for additional lining in 
tank be revoked. 

The deflector over discharge from the artesian well Is not 
place; seune must be provided. 

The connections in pua«) room must be properly hung and 
“faced so as to prevent vibration. 

The 3 - 4 . supply pipe to cooling tanks In pump room must be 

Piumbed. 

I 

L.. 


spe«i 


lied. 


Gauges mst be provided on the tanv., ir, „ 

wne tanks in pump rooa as 


The boiler feed pumps must be thoroughly overhauled as there 
is oonsiderable slip in the water cylinders at present. 

The drip pans of all jjumps should be provided with drain eon 
sections properly valved. • 

The wood work of danger regulator cabinet Is not finished, 

<i8jne nust have cabinet finish as required by specification. 

Tools and tool cabinet for boiler room have not been pro¬ 
vided. 

Painting of iron work has not been completed. 

The economizer motor is not enclosed as required; enclosife 

f 

plates, properly fitted nust be provided for this iiK)tor. 

The centrifu^ral pmap connected with the drip well is not of 
the required capacity, same being capable of handling only 55 gallons 
per minute, instead of 75 gallons required by the speoiiioalion, and 
the flexible coupling specified for connection between this pump and 

en 

motor has not been provided. 

As this punt, is considered of ai:«>le capacity to handle all 
«P3 discharging into the tank and as the pump runs satisfactorily 
'iththe solid coupling furnished, I reoo,i«nend the acceptance of the 
and coupling furnished in lieu of what was specified, provided 
contractors are willing to deduct the sum of $15.00 from the con- 

price to cover the difference in cost. 

The rear flue doors of all the boilers oust be properly re¬ 
nted and a new handle nust also be provided on one of the lower fir- 
doors Of boiler No. 1, as noted in report on boiler test dated 






Several small leaks in the feed pipinjT in front of boilers must be 


repaired. 


Several loose bricks in the economiser setting must be reset 


The eaupe board for enplne room and the 


gaupres and clock for 


same are at the bulldliwr, •■'it same cannot be set up and connected un 


til the ensjine room floor is in place. Same should be set up and con- 
neeted as soon as the engine room floor is in place, 

A satisfactory weight should be provided on the boiler and 
economizer daaper chain at end of the economizer in place of the pres¬ 
ent pipe flanges used as a weight. 

The induced draft fan engine should be tnoroughly overhauled 
and adjusted so as to run smoothly and quietly and the automatic valve 
on the steam supply to engine must also be properly adjusted. 

A pulley the same size as furnished for puiley driven fan,' 
flust be provided on the draft fan shaft, as required by par.No.W ^ 
the specification, in place of t^e present wheel. 

The bars in gallery vplatform at rear of boiler No. 2 which 
were removed during the test of boiler should be replaced. T 

/II iron work installed under this section of the contract 

Should be thoroughly cleaned and painted in accordance with paragraphs 
Nos.597 and 598. 

The upper section of ash hoist casing does not stand plumb 


when extended and the top sprocket wheel is not in the center of the 



casing, so that the buckets strike on 
hoist is in operation. The casinp s 


on one side of the casing when 'he 


‘he casing without striking either side. 
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SECTION HI. 


( Heating and Ventilating Apparatus. ) 

There are slight leaks in the connections between sections 
Of several of the direct radiators. Joints between radiators sec¬ 
tions mst be iuade absolutely tight in all cases. 

and celling plates have not been provided on the heat¬ 
ing pipes; places should be provided in «n 

yiuviaea in all cases where pipes pass 

t* hroiijjh floors, eeiiinr^s ot* wniie i . 

ngs or walls oi finished rooms as required by the 

specification. 


The raSiators have been bronsed on the back side before bein 

connected. The bronzing of radiators must be completed and exposed 

piping in finished rooms must be bronzed as required by the speoifica- 
tion. 


All thermo valves on radiators must be cleaned and properly 
adjusted. • 

, All valves on the entire system should be properly packed be 
lore the final acceptance. 

< V 

* filter screen cloth, in accordance with approved sample, 

is at the building but not in place in the frames. This cloth must 
be properly stretched and secured in the filter frames. 

The automatic te:jperature control for the mixing dampers 
nust be properly adjusted. The auxiliary pressure tank with pressure 
reducing valve diaphrams and connections have been placed in the cold 
. air chamber and if allo>«d to remain In their present position, the 
contractors should be required to guarantee the satisfactory operation 
of the temperature control system for at least one heating season, and 
if trouble is experienced from freezing of condensation in any of the 
connections, the contrae^J* should be required to make such changes 

7 


in system as may be found necessary to insure th« .• 

y o insure the satisfactory working 

of same without expense to the Government. 

i,.» „ts 

levers wherever seme are nissinc. 


A 


sheet metal collar 


constructed of No.24 cfauge galvanized 


iron with wired edges inist 


be provided and properly fitted and se 


cured in place in the inlet openincr in wall at cone fan in basement to 
prevent the back slip of air around the fan as the present finish of 
opening does not oo.ne within 1 1-2' of the edtre of fan at some points. 

The centrifugal exhaust fan in attic, used for the removal 


of acid fumes and gases of oonibustion from gas fhrnaces, has a capaci¬ 
ty considerable in excess of the specified requirements and this was 
found to be the cause of the overloading of the motor reported by In¬ 
spector Leland in report dated Sept.9,1904. 


The motor furnished was found to be of asnple size to nin the 

fan under the specified lead which was obtained by slightly throttling 
I the inlet to fan. 

i 

I A permanent metal throttling inlet nozzle of the required 

I size imst be provided and fitted to the inlet of the centrifugal ex- 
‘ haust^fan. 

I- A single column radiator has been iurnished in the attic 
toilet room and in order to get this type of radiator in the length 
;available, a number of sections were removed, cutting off consider- 
;able of the radiation necessary to properly heat the room. The con¬ 
tractors should furnish and properly connect either a two or three 
column radiator having the full amount of heating surface required by 



the contr&ct drawinc in this room in place of the present sinETle col¬ 
umn radiator. 


Proper allowance has not been made for expansion and contrac 


tion of the stea»a heating mains run along the wall just above the 
first floor in the Rollin;; and Cutting room and Melting room. 

These lines of pipe must be relieved by cutting out the openings 
through the floor at each end of the lines sufficient to allow for the 
expansion and providing special floor and ceiling plates at these 
points and the mains must also be properly anchored in the center of 
lines so as to divide the expansion and prevent the lines from expand¬ 
ing entirely in one direction. 


The hinged joint of section of air supply duet at entrance 


main vault in basement mist be changed so as to allow the section 
to swing up out of the passage way without strainixig the joint, when 
not in use and a suitable latch or catch should also be provided in 
the vault for holding this hinged section of duct overhead when not 
in use. 

The vacuum pumps in connection with the heating system must 
be thoroughly overhauled and left in satisfactory working condition 

for continuous service. 


btCTION IV 


tSwitchboard.) 


Tlie differential type of ground detector on the switchboard 
is connected direct tc the bus-bars without any intermediate switch. 
If there should be a ground of 20 belts on one side and 18 volts on 
the other, only 2 volts would show on the ground detector. A 6 pole 



arranged the* detector can be thrown in circuit with 





jlther bus-Dar and the cround, should be provided 


w Alu UUarQ, 


As the above switch is not required by the contract, i rec- 


o^iiuen^ Custodian be 

installin^^ same 
the s>vitchboard. 


authorized to procure proposals for fur. 
from local finns, after the acceptance of 


of the circuit breakers need new carbons and same 

jjist be furnished. 


The breakdown service circuit breaker is 200 amperes capaci¬ 
ty instead of 500 an^eres as specified. As the capacity of the cir¬ 
cuit breaker furnisned is as larfje as the breakdown service convertor, 
I recoatnend its acceptance, provided the contractors submit a proposal 
to deduct the sum of $2.00 from the contract price to cover the dif¬ 


ference in cost of the instrument furnished and that specified. 

Some of the switches are slightly under the specified sec¬ 
tional area for current capacity, but are all of tne nearest market 
size to that specified and of auaple capacity for any service that will 
be ^4uired of them and the contact surfaces are in excess of the 
aiaount specified. Acceptance of the switches furnished is therefore 

i 

recommended. 


The arrancement of instruments on the board varies slightly 
1 arrangement shO'vn by any drawings I was abie to find at 

The Changes are. however, considered as betterments in the way 

convenience and their approval is therefore rccoamen 

..1 Circuits must be changed and all cir- 
Neume plates on several cir 

properly marked. . 

, ts will be mounted by the contractors 
The field rheostats Superintendent of 

s hnd generators under the direction 
OAiry, 


10 


and finish 


The switch board Is satiof. . 


SECTION V. 

(Electric Wiri-»r n . 

ihK and Conduit Systeai.) 

Thft 6l6ctrie wiv^in^ ^ 

nc and conduit system is satisfactory see 
report and recommendation relative t. ’ 

. „ «eeptance of sane made by In¬ 

spector E. Leland Sept. 9 ,1904. 

The extra sets of fuses for each tablet board, required by 
par.No .849 of the specification must be furnished. 


SECTION VI. 

, (Electric Elevators.) 

Tests were made of elevators Nos. 1 and 2 and same found to 
be datisfactory, except as noted below: 

Elevator Ko. l 

lAist have 2800 pounds added to the eounterwei(jhts; 1800 lbs 
Of which should be added to the ear counterbalance. 

Finished hard wood blocks lOist be furnished between side of 
cagfe and controller and sicis of eace and car switch; the finish of 
to be sajue as finish of the ca^fe. 

The fjuide crips were tested by starting down on full spped 
load equal to the overcounterbalance and tripping the governor, 
was stopped bj’’ the safety grips in space oi less than 3 feet. 

The test of this elevator under full load conditions with 
^ij'ect drive taxed the rotary convertor on the outside service 
to such an extent that it was not considered advisable to 

iQake ♦ K 

^0 test of this iuachine with the back gear drive and inaxiranu 


11 


load of 20,000 pounds at this time. 

The test with back cear driven a-d • 

therefore be made after the e ** 

t.*e engine and trenerators are i 

the building, ^ service in 


>"levator No. 2. 

additional counterbalance ior the 2500 
pound load added to the oar oounterweifrht. 

Must have 600 pounds added to the extra counterweight. 
Starting current under most favorable conditions and allow¬ 
ing tor the extra counterweight xs 50 per cant above luu load running 
current. The oontrollor on this elevator sust be adjusted to comply 
Ih t.iC specification eequlre;nents relative to starting current. 

It does not meet the speed conditions of 50 ft per minute 

^ith lull load and back ^car drive in use; the avera-re speed beinc 
38 feet. 


Ehe sliEfht difference is in speed at maxiimm load with back 
ETCar in use win not make any practical difference in the use of the 
^i^vator of such short lift and the runninfr current will be slirrhtly 
therefore, I recommend that the requirement relative to speed of 
elevator with back gear attachment be waived. 

Drain connections vdth cocks should be provided on e^ach of 
<Jrlp pj^jg file overhead beai-inas oi elevators us required by 

^'cr.Ko.gyy of specification. 

Satisfactory drop test of car of elevator ho. 2 had been 

Inspector Saville. 


Elevator No, 
This elevator is eoi^iete and i 
see Inspector Leland's report relative to 


3 . 


n satisfactory operation 
name dated Sept.9,1904. 


SECTION VII. 

(Non-conducting Coverings.) 

The sectional and plastic non-conducting coverings delivered 
at the building for the high and medium pressure work and also the 

coverings for cold water piping are in accordance with the speeifica- 
tion aiid approved samples. 

After the hiph and medium pressure work and the water pipln^r 

had been satisiactorily tested, the contractors were directed to com- 

cience applying the coverings to this work and same was being applied 

% 

before i left the building. 

The non-conducting coverings delivered at the building for 
the low pressure work including the hot water piping etc., is not in 
accordance with the approved sample. 

H.'/7,Johns-Manvilie Go’s “Magno** sectional covering was sub- 
tted by the contractors and approved for this work and H.W,Johns- 
'■•'MWllle Co’s Asbestos cell covering has been delivered at the buildliw 
Recoofflaend that the coverings delivered at the building for 
on the low-pressure work be rejected and that contractors be re- 
^^ired to and apply coverings in accordance with the approved 

SMpie. 

All canvas jacketed coverings are to be painted as required 


the 


cation. 


uiiriiLK/s.LLY, 

After all the Items of unfini ^ . 

^i^nished work under i h*. 

sections, as noted herein, have he^ 

omend the acceptance of the “^‘■isfaotoriiy oorr^jieted, i rec 

* work installed under m 

final payajent for same in accord ^ ^ contract and 

ame an accordance with the ter.as of the contract 
The contract tine for 

1. , , coi:5,letion of the mechanical 

at that txme or in fact very naxch before the present time, as the 
building has not been in condition for the work to be installed. The 

Placing of the gauge board in engine room camol be done even at this 
tiae as the floor in this room is not yet in place. 

Considerable machinery and materials for the mechanical 


equipiaent were delivered at the buiidinc over a year before ssune could 

placed in position; the condition of the building'" beinc such that 
the work could not be done. 


As far as I was able to determine the delays in the comple- 
•on of the meche^iical equipment of this building were mostly from • 
’tees beyond the control of the contractor and for which they should 
^ t)e held responsible. As the Government has suffered no pecuniar^'’ 
as far as I know, on account of the delay, I recommend that the 
i^^haity delay in completion of tiiis work be waived. 


qui 


s^en s 


Contract for Completion of mildlng except the meohwiioal 

James A. McGonigle, contractor: 

Several ol the registers included in this contract have not 
and only a few of those in place have been properly set in 


4 


' ' 

' ' 

piaster ol Paris as required by the specification. All ’heat and vent 
registers nou set in plaster of Paris* iiaist be properly reset as re- 
tjuired by the specification. ; . • , , 

I 

I I 

The piaster ottiliiig of Strip AAUieaiing rocji ih attic has 

I 

not been properly finishou around the shaft bearing near the small fan 
motor. As this aiotor and bearing was in place before x.he plastering 
was done in this room, the contractor for interior finish should be 
reiuired to properly refinish the metal lathing and plastering aj.ound 
this shaft bearinfT at eel line so that same will be accessible for 

oiling,etc. 


Lishting Fixtures, 
mtcheil Vanee Co., contractors. 

Ail the lighting lixtures,except a lew brocicts, 

dding aiid connected. Kecouimend taat the Cusbs 
■' Ise the office as soon as all the ilxtures included m this con 

I 

"'*‘ 51 have been furnished and satisfactorily connected. 

Respectfully, 



//to. 

Mechanical Engi 




TREASURY DEPARTMENT 


9411. 



WASHINGTON Uov,28,1904 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Custodian, 

Ne\T Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of a letter of even date,addressed to S. 

?aith & company, revoXing letter of the 2d instant,which accepted 
their proposal ,in amount six hundred dollars (.feoo.oo ),a8 an 
adaition to their contract for the mechanical equipment of the 


Duilding in your custody, to make storage tardc absolutely 

watertight. 

The Disoursing Agent has been advised of this revocation, 
il Respectfully, 





--Architect. 







jEBVEf(,KE,T :^IKT. 


\ 


No V.,■38,1904. 


l/e? 8 ro. S.Faith «?: co., 

Philadelphia , Pa. 


oentleiren: 


Referring to 
18th iriBtant: 


the foliowiiig teio 


f;rar. sent you on the 


Do no worX under proposal accepted second instant, 
six hiindrocl dollars to naKe tanK Denver Hint 
watertight•Departrr.ent considering revoKiUe'^ said 
aoc0i:)tanco* hotter", 

■ I have now, in accordance wxth the approval of this Dopart- 
Inent to revoke letter to you of Koverher 2,1904, which accepted 

i your proposal, in arount six hundred dollars ($600.00), for 
naKij'ig tho water storage tank in the new Mint Building at Denver 
TColorado ahsoluto.iy watertight,as this work is not necessary at 
I the present tlrne. 

Please acknowledge the receipt of this letter. 


Hecpeotfially> 


T. 


Assistant Secretary. 





treasury department 


OFFICE OF THE SECRETARY 

WASHINGTON ITOV. 28,1904. 



IN REP*^ING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Disbiirsing Agent, 

Nev; Mint Building, 

Denver,Colorado. 


Sir: 


Department letter to you of the 2d instant, authorizing 
payment of $600.00 to S.Faith & Co.,to mahe water storage tank 
in the new Mint Building at Denver, Colorado absolutely water¬ 
tight, is hereby revoked,as the Department has revoked the ac¬ 
ceptance of their proposal. 




DflllVER MINT Om) 



TREASURY DEPARTMENT 

WASHINGTON November 11 , 1904 , 


N REPLYINO, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Custodian} 


Mint Building (Novr), 


Denver, Colorado* 


Sir:- 


Referring to contract with S. Faith & Company, 


dated August 9, 


1902, for completion of the mechanical equipment of the building in 
your custody, said work to be completed on or before March 25, 1903, 
under an obligation to pay one hundred dollars (flOO.OO) for each day’s 
delay not occasioned by the Government, I have to request that you sub¬ 
mit, at your earliest convenience, a statement in which shall be indicat¬ 
ed the date on which the v/ork was practically completed, the causes, if 

_ > 

any existed, for the delay, and whether or not the Government sustained 
any loss on account thereof, together with a detailed statement of the 
account as shown by the books in your possession* 

In this connection you are also requested to make a similar report 
under the contract of James A* McGonigle, for completion, except steel 
vaults, plumbing, elevators, heating apparatus, electric wiring and 
conduits, of said building, the contractor to complete his work within 
twenty months from approval of his bond, September 4, 1902, under an 
®^ligation to pay fifty dollars (|50*00) for each day’s delay not occasion 
ad by the Government* 


Respectfully, 



G* 








Inclosure 933. 


TREASURY DEPARTMEN' 


WASHINGTON November 16, 1904 



IN replying.quote upper initial. 

RIGHT HAND CORNER. 


Custodian 


Mint Building (New) 


Denver, Colorado. 


Sir: 


Referring to the letter addressed to ^rou bj'’ this Office under 
date of the 11th instant, requesting a statement of the causes for delay 
in completion of the mechanical equipment of the building in your 
custody, I now inclose, for such report as you may deem proper, copy 
of a letter dated the 14th instant, received from the contractors, 

Messrs. Faith and Company, in regard to the matter. 

Please give this your early attention. 


Respectfully 



Chief Executive Officer. 


G. 


i 



Philadelphia, Pa., 


The Treasury Department, 

Office of the Supervising Architect, 


November 14, 1904* 


Dear Sir;- 


Washington, D. C. 


Your favor of November 11th, 1904, "P" received and con¬ 
tents noted. 

In reply to same, would state that our material, four car-loads 
in all, was shipped in September, 1902. On account of the interior 
finish of the building not being in condition to receive same, wo were 
unable to erect it* 

Trusting that this explanation will be satisfactory, we remain. 

Yours respectfully, 

(Signed) S. Faith.& Company. 




P0STALTELE6RAPH 



COMMERCIAL CABLES 


CLARENCE H. MACKAY, PRCSIOCNT. 

TELEGRAM 



RCOISTCRCO TRAOC-MARr^ DCSION PATCNT NO 36369 . ^ ^ U L # Ali* hi nk 

The Postal Telegraph-Cable Company (Incorporated^ transmits and delivers this message subject to the terms and conditions printed on the back of this a . 


Received at Main OfSce, JErnest^&^ranmer^BniMin^ Denve^ (Telephones 4500, 450J 


j. 


129CHBX 22-govt 105Oa 
Waslm DC i)ec9-4 

Colo 

ax; Duilaing sax;isfac'ccry* permit 

placing . Letter enroxit 

J K Taylor, Supervising Architect 


Custodian, New Mint Denver 
Covering for Stwn piping aeiivered 


POSTALTELEGRAPH 



COMMERCIAL CABLES 


CLARENCE H. MACKAY, PficsioCNT. 

TELEGRAM 


! 

_ _ _. -J 

Keeeived at Main OmVe, gao mh Street. Krneat & Cr annter Builiintt. ^ ^3^,. 




O Cl 

I 

C J 


2baoh T/x 46 Uovt S^iapr,-, 

Wnshingtcn u. c. s-a. 

Custodian New Mint, 

Denver, cclc. 

As f^v/1chbca.'Tri *i>nH 

have salsfaetcniy passed irspeoticn and 

© S t S p G Y'ni 

, ■ given mint officials tc nse same in connection 

with installation of minting eqnipment. 

) 

J. K. Taylor, Supervising Architect, 


> 43^2 




















POSTALTELEGRAPH 



COMMERCIAL CABLES 


CLARENCE H. MACKAY. PRESIDENT. 

TELEGRAM 




Rcqistcrcd trade-mark. Ocsiqn patent No. 36309 . 

The Postal Telegraph-Cable Company (Incorporatedl transmits and delivers this message subject to the terms and conditions printed on the hack of this blank. 


L 


at Main O&ce, 920 17th Street, JSrnest & Cranmer Building, Denver. (Telephones 4500, 4501). 

244CH BX 2llptn 35 Govt 
Washn DU Nov 26th 19c4 
Giistcdlan Mint Big T)enver Colo 

Telegram received checks referred to being for last half months 
service will be mailed today vouchers for first half m.onth not 


received 


C E Kemper, Chief Executive Officer 




POSTALTELEGRAPH 



CONNERCIALCABLES 


CLARENCE H. MACKAY, PrcSiocnt. 



3'^ 7 


Thft Pnclal P U 1 rtcai.TCStCD TRAOCMARK OriiaN PATtNT No 36369 . 

- g P * a 6 Company (in corporated^ transmits^nd ^livers this messaga subject to the terms and conditions printed on the back of this blank. 

Received at Main OfSce, 92o r^^^jStreef, Ernest d: Cranmer Building, Denver. ( Telepboncc 4500 , 4^01 j» . 1 

151 Cii MJ—21 Govt--lli7a. *i 


Washiijgcox} D, C, Dec 6-04 


Custodian New Mint 


Denver Cclo, 
Is woi k undei* McGonigle contract 


satisfactoi’ily completed w^ire answer, 
Jas, A. Wetmore, 

Actg,Chief Executive cffictr 


ijLxeaiJ! 


rrfii 






























t 1 




TREASURY DEPARTMENT 


WASHINGTON 


December 6,1904. 


IN REPLYINO,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


The CuBuodian, 

Mint Building (New), 
Denver,Col. 


Under date of June 13,1904, you were authorized to accept 
the proposal of James Collier, in amount $li:i5.00, for the pur¬ 
chase and removal of the old stone flagging on the sioe in your 
custody, the same being the hipest oid you could obtain, the 
flagging to be removed at once from the premises, and the pur 
chase money secured before removal thereof. 


As the records of this office do not indicate the de¬ 
posit of the proceeds of such sale, I have to request th 


give the matter 3Tour immediate attention. 


.Respectfully I 


OC 








% 



IN replyino.quote upper initial. 

RIGHT HAND CORNER. 

Inclosure No. 9080. 


Custodian, 

New Mint Building, 

Denver, Colo. 

Sir 

There is inclosed herewith, for your information and the 
files of your office, copy of Department letter of even date, 
accepting the proposal of Messrs. S. Daith & Companj^ , to deduct 
twenty-five dollars (t^25.00), from their contract price for 
tine mechanical eq.uipm.ent of the huilding in yoijr charge, 
account of substituting 35,< asbestos air cell covering on 
the pressure steam piping included in their contract, 
of the 35^ magnesia covering required, and the Disb 


Agent has been so advised. 





tect. 




ESSVK)'., 


IDso * X ^ 04 * 


n. & Ca., 

2427 1Penn«:/lTani4 Aye*, 

Phlla<iel>;hla, ?&* 

0«nt :- 

Your proposal of th« 30th ultimo, to deduct tifenty-five 
dollars ($25*00), from your contract » rioe for the meohani o&l 
e^ulpai*ent the now 'fiCint building at Denrer, Colorado, on 
account of substituting oa’osotoB air coll covering on the 
profisur© ©tdaai piping inclviUod In your contract, in lieu of 
tha 35^ magnesia covering rotiuired, is hereby accepted, the 
\ aciount being deemed reaeonabla and a public ©xlronoy requiring 

- 1 thi & ohan.^:fi • 

' ■ 

/a It ie unaerBtood ane. Bgrt'ud that this 6.ro«r't““<'* 

s M to affect the tiittb for ths corapietif.a of the work as require* 
ij^ hy the teriae of the contract j that the sane ie without preju- 
|ff dice to aw and all right* of th* United Gtatee thereunder; 

and without prejudice, al»o, to »w and aU rlghte of the 
|| tTnltedt {State* against the euretiee on the bond exacuted for 
^ the faithful fiilfillao»Jt contract. 

H Please proBptly otsV-nowledge ih» receipt of this latter. 

I r ReBpeotfully, 



T. 

T.r.o. 

rptf 


Assistant Reerstary* 




MINT 


IN REPLYING, QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


inclosure 3443. 


TREASURY DEPARTMENT 


WASHINGTON 


D6C » 5 f 


ENT 



Custodian, 


Neir Mint Building, 

Denver,Colorado 


I inclose herevrith, for 3 ^our infonr.ation and the files 
of your office, a copy of Department letter of even date,accept¬ 
ing the proposal of the Diebold Safe & Lode Company, in aiaount 
tv7o thousand and ninety dollars ($2,090.00 ),to place one steel 
vestibule,with single outer and folding inner doors,for vault 
in Deposit Weigh Clerh's room in the building in your custody. 

A cop 3 ^ of their contract,with bond, v/iJul be sent you for 
your further information and guidance, as soon as executed;and 
you are authorized to certify and issue vouchers for the worlc, 
as required b^i" the terms of the contract and the printed ’’In¬ 
structions to Custodians”,pa 3 nnent of which vouchers the Dis¬ 
bursing Agent has been authorized to mahe from the appropriation 
for Mint Building,Denver,Colorado. 


Respectfully 


JSS 










^ , * 

J Doc.5,1904. 

r?i«) Diobold safe ana Lock Company, 

^ Care of Philip Carrot eon, Oonoral Wer^tom Arrant, 

Pint -^ildinc,Donvop,Colorado, 

Oontltr^mi: 

I In accordanco with the approval of thia Dopartinont;, 

four proposal, dated Au^uat SO,1904, (•Proposition No.l*),ln 
parount two thousand a7il riinoty dollars ((^2,090,00), ie horoby 
S* accoptod to Aimiflh all the labor and raterials re<iuirod to 
place ono stool vastibulo,with single outer and foMing innor 
doors, for vault in Depojsit Weigh ciorK*G room in the now Mint 
^ Building at Denver,Colorado, in strict accordance with the 

I ' 

5 terrir. of your proposal,and to the eatiefaction of the Cuetodlan, 
ii a public oxigoncy requiring the Irnredlate parfoiTianca of the 

/r- 

tone, which it is understood aind agre«sd is to bo oonpleted by 

% . 

'^‘Ka^'ch 15,1905. 

^ It i» undorotood arrt agreed that you are required to 

^xoouto a formal contract, v/ith bond in tho of one thousand 
dollars (^1,000.00), guarantoeing the faithfial perforranco of 
the worK or^ibraoed in this acceptance, a forru’for which will bo 
for\ 7 arded. This contract,with bond, mat be executed in strict 
^^ooorrlanoo with tho niloB r-rinto'i at tho hoad if oaid foir., and 
wtumod to t)io S^iparvlflins Arohitoct of thla Dopartnont at 

V 

' \ 


Payments on "oco 


unt of the work will bo made as requlrod 


HD^T,Dec.5,1904.Diebold Safe & LocK Co 2. 


tlie terns of the contract,from the appropriation for Mint 


[iIding,Denver,Colorado. 

Please ach-:owledBe the receipt of this letter, a copy of 

[icli will be forwarded to the Custodian. 

Respectfully, 


I 







Assistant Secretary 








TREASURY DEPARTMENT 



imCPl.Y>NaQUOTE UPPER IN'TIAL. 
RIOHT HAND CORNER 


Disbursing Agent, 

New Klnt Building, 

Denver, Colorado* 


OFFICE OF THE SECRETARY 



WASHINGTON DeC.12,1904* 


Sir: 

The Department has this day accepted the proposal 


of Messrs. S. Faith & Coicpany to deduct the total sum 
of twenty-two dollars ($22.00) from the amount to be 
paid them under their contract for the mechanical equipment 
of the new Mint building, Denver, Colorado, as follows. 


a public exigency having required the same: 


Substituting galvanized wrought iron pipe in 
lieu of brass nickel plated in . a ^ 
certain toilet room.deduct ^ t>. 


00 ‘ 


T 

JCP 


Substituting centrifugal drip pump of 
less capacity than that required 


15.00» 


Substituting break down service cir¬ 
cuit breaker of less capacity ^ o 00 
than that required. . . —■ 

Total deduction $22.00 



HM 






t 


DENVER,NET? mint 



IN RCPLYINO,QUOTE UPPER INITJAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 


WASHINGTON Dec*12,1904 

C 



Custodian, 

Nevr Mint Building, 

Denver, Colorado. 

Sir: 


There is inclosed herewith, for your informtion and 
the files of your office, a copy of Department letter of 
even date accepting the proposal of Messrs. S. Faith & 
Company to deduct the total sura of twenty-two dollars 
(^f22.00) iYom the amount to he paid them under their 
contract for the mechanical equipment of the building 
in your custody, on account of certain substitutions as 
fully set forth in said letter of acceptance. The Dis¬ 
bursing Agent hds been advised of this deduction. 

Respectfully, 



•‘IN*?’ 




l)ec.2IL,lJ>04, 


Mossrs. r. Faith & conpany, 

Pennsylvania Avenue, 

PhllalGli>Mp, Penrsylvanla. 

Oentlemsn: 

Peferrln?^ to your letter of Becenber 5,lP04,ad- 
IdreBsel to the Surervleinr Architect of this DepartTnent, 


Irelntivo to certain In connection with yoiir contract 

. for tho nechanloal equlpncnt of the new Vint huildinG at 


Pei'vci*, Colorado, you are advlned that your propoenls con¬ 


tained In said letter, nr© hereby accepted, os follows: 

Substltutluf^ ^^alvanlKed wroxcht i2*on pip© In 
lieu of braso nlc’^el plated plx>© in 


wonrn*© toilet roonj, 2 d.floor,•Pod.uot ^ 5*00 




Total deduction.00 

mo total deduction of twenty-tuo dollars (Ci2f.OO 



\ \ 

on account of t^e mibstltutlouo p.bove-monttoned In doenad 


rca0ON:b\e and ^ public nxi.^ency requires the anno. 

It le uiXerotood and acreod thnt thin acceptance 


^■ la not tonffQct t- 1 © ti l© for the ooiapletlon of tho worK 






vvn ,1, rr Mill. XMO 0 ^ . T*-, 1 


CO.—Pnrc^ P, 


io \vlthout pre^utllce to any and all rlrhtf^ of the United 
BtoteB thereunder; and without prejudlo8f'al80,to any and 
pll rlr^ta of tho United, gtatea nnainat the mireties on 
the bond executed for the faithfxal fnlfllli^ient of the 
contract. 

Your proposals to doduct five dollarn {j«*00) 
or, oocoimt. of -tofeotivn bfieX t.o olnK in ixise.iont tollnt 
toon, nnl. toru^-iollaro (.no.OO), fron t.iw amo;mt 

')tc bo pnW VOb unior your said contract, on account of 
- onisBlon of boating ourface reTilrerl for radlotor in 
V:llot rooTU, oro rojocted, «nd you rill bo require', to 
■ ,,ce a ncr ainx bncX and to fiu^nian a radiator in toilet 

on an roquired by your contract. 

Your Vopoanl to deduct the maa of ton 

(SlO.OO) fron the a -»unt to bo jnld yo'^ ^ 

- . "Cot hou-'^e puiips 

k. * f f^n account of ohanr^inr tablet for 
<K)ntrrct, on nccou-i will 

1 . ...d ea tablet in Ita rreaent sitnatio 

.-4 11 In- tbo ter 13 of your oon.rac . 
accosted aa -ill •<• location of auxlUany 

^ . 4 „., ,,.«intive to ebennlnf: location o 

,» Action relnaiv® >■“ controlling 

: of tno teiapernt’*^® 

fceaauro tanx. diapbragm, 

:i*tt)aratu3 1" / Arcbitoot, within two 

»>>»« called upon by the 3 uperi c 
^ tne looR^ton. 

to ohanc*’ 

Hcep^otfuliyI 




HU 


Aosisto"* secretary, 




DEHVER,HEW MMT 


TR EAS U RY D E PARTM ENT 

OFFICE OF THE SECRETARY 

WASHINGTON DeC •17,1904, 

IN REPLYING.QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

Disbursing Agent, 

Mint Building, 

Denver, Colorado, 




Sir: 


The Department has this day accepted the proposal of 
Messrs. S. Faith & Company to deduct the total amount of 
fifteen dollars ($15,00) from the amount to be paid them 
under their contract for the mechanical equipment of the 


new Mint building, Denver, Colorado, for furnishing a cer¬ 
tain sink back other than that required and for furnishing 
less radiation in attic toilet room than required by the 
contract, a public exigency requiring this deduction. 



DEHVTRjHKW MllIT 


Inclosxire 3716 TREASURY DEPARTMENT 

WASHINGTON Dec. 17,1904, 

IN REPLYING,QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

Custodian, 

New Mint Building, 

Denver, Colorado. 

Sir: 

There is inclosed herewith, for your information and 
the files of your office, a copy of Department letter of 
even date accepting the proposal of Messrs* S. Faith & 

Company to deduct the total sum of $15.00 from the amount 
to be paid them under their contract for the mechanical 
equipment of the new Mint building, Denver, Colorado, 
on account of certain changes in sinK baclc and radiation, 
in said building, all as set forth in said letter of 
acceptance* The Disbursing Agent has been advised of 
this deduction. 

Respectfully,. 





^wperVisii;^V^%itect* 



HM 


Dec.17,1904. 


n.nT-w MijiT 




Kessrsj, S. ^alth ^ Oompany, 

Avenue, 

• t-aflolphin, Pennsylvania. 

Ocntlejnen: 

^oferrlnc to ])epartneiit letter of the l?.th in.etant 
ir rhlch your proposals were rejected to deduct five dalldrs' 
(IS.OO) xTcrii the e'ount to be pail you under your contract 
fcr the mechanical equlp.-nent of the now Mint buildiii- at 
Efnvor, Colorado, on account of furniffiinf; a oink, hack" 
other thvan that rectuired by the specification, and to deduct 
an" of ten dollars (10.00) for su plyinr less radistlon 
attic toilet room than required by the contract, you are 
alvlBel that such rejootions are hereby revoked and the above- 
neitionod proposals, in total a.T'Ount fifteen a liars (^15.00) 
aro accepted, t]ic funount boinc deemed reason-^'ble and a public 
exlrency requirlnn thlr; deduction in connection with' 

yoTor above-mentioned contract, ' ’ , - i" 

It is understood and afu’eed that this acceptance is 

not to nffeot the tine for t"e conpletion of the work as required 

by the terns of the contract :thot the sc',e is vltHor.t rrejudice 

to any and all rights of the United States thereunder vlthdut 

>3 oil virhts of the United States against 

tredudlce,also,fco any and all ilrht. 

for the faithful fiaflllinent 
the sureties on the bond executed for 

or the contract. 


Re spec t fully) 


Assistant Secretary. 


JCP 


cl3a 


DEIOTR MIIIT (im) 



C^' 

TREASURY DEPARTMENT 

WASHINGTON Decembor 20j 1904* 


IN REPLYING,QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Custodian, 

Mint Building (New), 

Denver, Colorado# 

Sir ;• 

Department, on the 19th instant, having waived the provision 
in contract dated Aug* 25, 1902, v/ith Jas. A* McGonigle, stipulating the 
per diem amount of liquidated damages for delay in completion of the 
building in your custody, you are hereby directed to prepare, certify, 
and issue a voucher in favor of I^Ir. McGonigle for $23,517.04,the balance 
outstanding under the contract, and proposals accepted in addition 
thereto, and, when duly receipted by the contractor, to forward it to 
the Department for payment from the appropriation for Mint Building, 
Denver, Colorado. 

The following is a statement of the account, which should be quot¬ 
ed literally upon the face of the voucher. 


Contract dated For completion, except safety vaults, 
Aug. 25, 1902. plumbing, etc.. New I^Unt,Denver,Colo.,... 


Proposal 

accepted 

Dec. 

4 9 

tt 

tt 

Mar * 

26, 

It 

II 

Apr. 

14, 

It 

II 

Apr. 

14, 

II 

tt 

May 

28, 

It 

It 

June 

4, 

II 

II 

June 

4, 

II 

11 

June 

5, 

It 

If 

June 

25, 

tt 

It 

June 

26, 

11 

It 

July 

7, 

It 

II 

July 

9, 

It 

n 

July 

11, 

If 

If 

July 

28, 

tt 

If 

Aug. 

7, 

If 

If 

Aug. 

17, 

It 

It 

Aug. 

31, 


1902, .$6,682.00 

1903, . 26.50 

1903,. 1,194.00 

1903,. 279.00 

1903.. ...... .* 33.00 

1903,. 69.00 

1903,. 50.00 

1903.. .... 300.00 

1903,. 28.50 

1903,. 78.30 

1903.. .. 125.00 

1903,.... 40.00 

1903,. 172.00 

1903. 35.00 

1903.. .... 550.00 

1903,. 1,095.00 

1903 .. ...... 443 * 0 ^ 


$11,200.30 


.$213,432.00 





















DEIIVER inilT (NEW), Dec. 20, 1904,Custodian, 


Brought forward, 
PrcDOsal accepted. 

Sep. 

5, 

1903,. 

$11,200.30 

$213,432.00 

tf 


If 

Sop. 


1903,.. 



tt 


tf 

Sep. 

Oct. 

9, 

1903,.. 



ft 


If 

10, 

1903,.. 



tt 


ft 

Oct. 

17, 

1903,......, 



ft 


ft 

J Sin • 

20, 

1904,. 



It 


tt 

Feb. 


19041.. 



ft 


tf 

Feb. 

9, 

1904,.. 



tf 


ft 

War. 

5, 

1904,.. 



ft 


ft 

Mar • 

9 

12, 

1904,......, 



tt 


ft 

Mar. 

25, 

1904,.. 



ft 


tf 

June 

9, 

1904,.. 



tt 


tt 

July 

25, 

1904,.. 


22.063.00 

Less 

deduction - 

Feb. 

4, 

1903.. 


$235,495.00 

It 


— — , 

ft 

Jan. 

19. 

1904,...... 



It 


ft 

Mar . 

5 . 

1904,...... 



tt 


ft 

May 12, 

1904,.. 


93.21 

Less 




$235,401.79 

Balance 






.$ 23,517.04 


For your infornation I have to state that the deduction of ^25»71 
is to cover inspector*s expenses, as per Departraent letter of February 
4, 1903, it not appearing that the Superintendent of Construction re¬ 
ceived notice of this action. 


Respectfully, 




Chief Executive Officer 
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